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March   Lo,    1S( 


Mr.  Charles  J.  Horan 

Regional  Director  of  Urban  Renev/ai 

Region  I 

U.  S.  Housing  and  Home  Finance  Agency 

346  Broadway 

New  York  13,  New  York 

Re  :  Project  No.  Mass.  R-24  /  Tra-oirdttal  of  Loan  and  Grar. .; 

Application 

Par'c  II  s  Local  Approval  Data 

Washington  Park  Urban  Renewal  Area 

Dear  Mr,  Horan: 


On  February  18,  1963,  the  Bos'con  City  Council  approved  the 
Urban  Renewal  Plan  for  the  Washinc  ton  Park  .tJrban  Renev/al  Areao 

The  Urban  Renewal  Plan  approved  by  the  City  Council  is  the 
same  in  every  respect  as  that-  approved  by  the  Boston  Redevalop- 
•ment  Authority  on  January  16,  1963 „   Each  of  these  approvals  \vas 
given  within  a  few  days  after  a  public  hearing  held  in  the  u.rban 
renewal  area  at  %vhich  some  1,000  residents  of  the  area  ret  ..rear- 
ed overwhelming  support  for  the  Plan. 

In  addition  to  the  usual  array  of  required  materials,  each 
copy  of  Part  XI  submitted  herewith  includes  as  a  pairt  of  Code  iTo. 
R-309,  the  following  items  weich  supplement  our  earlier  sub:r,is- 
sion  of  Part  I,  dated  January  25,  1963: 

(1)  Seven  (7)  copies  oz  Code  :  o„  R-20i,  Torm  H-612  i  .  ::y^':r - 
cation  for  Loan  and  Grar.t  reflecting  revised  est;:r, -.c  i 
of  project  impr overrent 3  e  ;^s  and  land  disposal  p;;D."e  ds. 

(2)  Two  (2)  copies  of  Code  No„  R-224,  Project  Improve  ;■;  .e 
Report. 


Mr.  Charles  J.  Horan  -  2  -  March  15, 


(3)  Seven  (7)  copies  or  the  following  sections  of  Code  .■■Ic. 
R-225,  Land  Disposal  Report,  v/hich  incorporate  the  z^nd 
estimates  of  land  disposition  proceeds  based  on  the 
"First  Reuse  Appraisal  and  Marketalsility  Study": 

(a)  Code  No,  R-225(l),  "First  Reuse  Appraisal  and  Market- 
a}3ility  Study" ,  Final  Draft,  which  is  sul)mitted  in 
two  (2)  copies  only. 

(b)  Code  Ko.  R-225(3),  Tabulation  of  Land  Disposal  2st- 

imates . 

(c)  Code  No.  R-225(4),  Appraiser's  Estimate  Compared  to 
LPA's  Estimate  of  Land  Disposal  Proceeds. 

(d)  Code  No.  R-225(3),  Disposition  Map. 


(e)  Code  No.  R-225(9),  Lane  for  Public  or  Nonprofit  Use. 

(f)  Code  No.  R-225(10),  Moderate  Income  Housing. 

(4)  Seven  (7)  copies  of  the  foilov/ing  sections  of  Code  No. 
R~226,  Cost  Estimate  and  Financing  Plan,  v/hich  incorpor- 
ate the  final  estimates  set  forth  in  the  Project  Improve- 
ments Report  and  the  Land  Disposal  Report: 

(a)  Code  No.  ■R-226(l)^  Form  K-6200  :  Project  Cost  Esrinate 
and  Financing  Plan. 

(b)  Code  No.  R-226  (4), Form  K-S220  :  Project  Expendi-cu.-^as 
Budget. 

(c)  Code  No.  R-226  (S),  Forra  I-I-6121  :  Data  Supportii:cj  Proj- 
ect Expenditures  Budget. 

These  materials  do  not  require  any  fundamental  change  in  the  e  t- 
imated  amount  of  the  Totil  Federal  Capital  Grant  requested  in  Sne 
earlier  submission.   ■.  ,   ■  . 
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URBAN  RENEWAL  PLAIT 


CODE  NO.  R-301 


The  Urban  Renewal  Plan,  as  approved  by  governing  bodies  of 
The  Boston  Redevelopment  Authority  and  The  City  of  Boston, 
is  attached  herewith. 
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CHAPTER  I    s   DESCRIPTION  OF  PROJECT 

SECTION  101  i      Project  Boundary  Map 

Map  1  s  Property  Map,  submitted  herewith  as  Exhibit  A, 

SECTION  102  s   Project  Boundary  Description 

The  Washington  Park  Project  Area  is  bounded  and  described  as 
follows s 

That  certain  tract  of  land,  referred  to  as  the  Washington  Park 
Urban  Renewal  Area,  situated  in  the  City  of  Boston,  County  of 
Suffolk,  and  Commonwealth  of  Massachusetts,  and  bounded  gener- 
ally as  follows? 

Beginning  at  the  southeasterly  corner  of  the  tract  herein  des- 
cribed, at  a  point  which  is  the  intersection  of  the  easterly 
sideline  of  Blue  Hill  Avenue  with  the  southerly  sideline  of 
Seaver  Street; 

Thence  running  westerly  and  northwesterly  across  Blue  Hill 
Avenue  and  along  the  southerly  sideline  of  Seaver  Street  to  a 
point  which  is  the  intersection  of  said  line  with  the  easterly 
sideline  of  VJalnut  Avenue? 

Thence  running  northv/esterly  across  Walnut  Avenue  to  a  point  which 
is  the  intersection  of  the  westerly  sideline  of  Walnut  Avenue 
with  the  southerly  sideline  of  Columbus  Avenue; 

Thence  rvinning  northwesterly  along  the  southerly  sideline  of 
Columbus  Avenue  to  a  point  which  is  the  intersection  of  said 
sideline  with  the  easterly  sideline  of  Washington  Street; 

Thence  turning  and  running  westerly  across  Washington  Street  to 
a  point  which  is  the  intersection  of  the  westerly  sideline  of 
Washington  Street  with  the  southerly  sideline  of  Atherton  Street; 

Thence  turning  and  running  northeasterly  along  the  westerly 
sideline  of  Washington  Street  to  a  point  which  is  the  inter- 
section of  said  sideline  with  the  southerly  sideline  of  Dimock 
Street; 

Thence  turning  and  running  northwesterly  along  the  southerly  side- 
line of  Dimock  Street  to  a  point  100  feet  westerly  from  the  inter- 
section of  the  westerly  sideline  of  Notre  Dame  Street  with  the 
southerly  sideline  of  Dimock  Street; 

Boston  R-24  /  R-213  , 


Thence  turning  and  running  northeasterly  across  Dimock  Street 
to  a  point  which  is  the  intersection  of  the  northerly  sideline 
of  Dimock  Street  and  the  southeasterly  corner  of  property  now 
or  formerly  owned  by  the  New  England  Hospital  for  Women  and 
Children; 

Thence  running  northeasterly  along  the  southwesterly  sideline 
of  2893  Washington  Street  now  or  formerly  owned  by  Notre  Dame 
Academy  (a  Mass,  Corp.)  to  a  point  which  is  the  intersection 
of  said  sideline  and  the  northeasterly  corner  of  land  now  or 
formerly  owned  by  the  New  England  Hospital  for  Women  and  Children; 

Thence  turning  and  running  westerly  along  the  southerly  sideline 
of  2893  Washington  Street  now  or  formerly  owned  by  Notre  Dame 
Academy  (a  Mass,  Corp.)  to  a  point  which  is  the  intersection  of 
said  sideline  and  the  easterly  sideline  of  Columbus  Avenue? 

Thence  running  westerly  across  Colvi-as  Avenue  to  a  point  300 
feet  northerly  from  Dimock  Jtr'^et  located  on  the  westerly 
sideline  of  Columbus  Avenue? 

Thence  turning  and  running  northerly  along  the  westerly  sideline 
of  Columbus  Avenue  to  a  point  which  is  the  intersection  of  said 
sideline  with  the  northerly  sideline  of  Ritchie  Street? 

Thence  turning  and  running  easterly  across  Columbus  Avenue  to 
a  point  which  is  the  intersection  of  the  easterly  sideline  of 
Colvuhbus  Avenue  and  the  northerly  sideline  of  Ritchie  Street; 

Thence  turning  and  running  southeasterly  along  the  northerly 
sideline  of  Ritchie  Street  to  a  point  700  feet  from  the  inter- 
section of  the  westerly  sideline  of  Coliambus  Avenue  with  the 
northerly  sideline  of  Ritchie  Street? 

Thence  turning  and  running  southerly  across  Ritchie  Street  to 
a  point  located  on  the  southerly  sideline  of  Ritchie  Street 
130  feet  from  a  point  which  is  the  intersection  of  said  side- 
line with  the  westerly  sideline  of  42  Marcella  Street  now  or 
formerly  owned  by  Sherman  and  Ella  Busby; 

Thence  turning  and  running  northeasterly  along  the  southerly 
sideline  of  Ritchie  Street  to  a  point  which  is  the  intersection 
of  said  sideline  with  the  westerly  rjideiine  of  42  Marcella  Street 
now  or  formerly  owned  by  Sher'^  n  and  Ella  Busby; 
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Thence  turning  and  running  southerly  along  the  westerly  sideline 
of  42  Marcella  Street  formerly  owned  by  Sherman  and  Ella  Busby 
to  a  point  which  is  the  intersection  of  said  sideline  with  the 
northerly  sideline  of  2893  Washington  Street  now  or  formerly 
owned  by  Notre  Dame  Academy  (a  Mass,  Corp.); 

Thence  turning  and  running  southeasterly  along  the  northerly 
sideline  of  2893  Washington  Street  now  or  formerly  owned  by 
Notre  Dame  Academy,  (a  Mass,  Corp.)  to  a  point  which  is  the 
intersection  of  said  sideline  and  the  westerly  sideline  of 
Washington  Street? 

Thence  turning  and  running  northeasterly  along  the  westerly  sideline 
of  Washington  Street  to  a  point  which  is  the  intersection  of  said 
sideline  with  the  southerly  sideline  of  Guild  Street? 

Thence  turning  and  running  northwesterly  along  the  southerly  side- 
line of  Guild  Street  to  a  point  which  is  the  intersection  of  said 
sideline  with  the  westerly  sideline  of  Lambert  Avenue; 

Thence  turning  and  running  northeasterly  along  the  northerly 
sideline  of  Lambert  Avenue  to  a  point  which  is  the  intersection 
of  said  sideline  with  the  northerly  sideline  of  Bartlett  Street; 

Thence  turning  and  running  southeasterly  along  the  northerly 
sideline  of  Bartlett  Street  to  a  point  which  is  the  intersection 
of  said  sideline  with  the  westerly  sideline  of  Washington  Street; 

Thence  turning  and  rxonning  northeasterly  along  the  westerly 
sideline  of  Washington  Street  to  a  point  which  is  the  intersection 
of  said  sideline  with  the  southerly  sideline  of  Dudley  Street; 

Thence  turning  and  running  northerly  across  Dudley  Street  to  a 
point  which  is  the  intersection  of  the  northerly  sideline  of 
Dudley  Street  with  the  westerly  sideline  of  Guild  Row; 

Thence  turning  and  running  easterly  across  Guild  Row  to  a  point 
which  is  the  intersection  of  the  easterly  sideline  of  Guild  Row 
with  the  northerly  sideline  of  Dudley  Street; 

Thence  running  easterly  along  the  northerly  sideline  of  Dudley 
Street  to  a  point  which  is  the  intersection  of  said  line  with 
the  westerly  sideline  of  Warren  Street; 
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Thence  rtmning  easterly  across  Warren  Street  to  a  point  Which  is 
the  intersection  of  the  easterly  sideline  of  Warren  Street  with 
the  northerly  sideline  of  Dudley  Street; 

Thence  turning  and  running  southerly  across  Dudley  Street  to  a 
point  which  is  the  intersection  of  the  southerly  sideline  of 
Dudley  Street  with  the  easterly  sideline  of  Warren  Street; 

Thence  running  southeasterly  and  southerly  along  the  easterly 
sideline  of  Warren  Street  to  a  point  which  is  the  intersection 
of  said  line  with  the  westerly  sideline  of  Blue  Hill  Avenue; 

Thence  running  southerly  across  Blue  Hill  Avenue  to  a  point  which 
is  the  intersection  of  the  easterly  sideline  of  Blue  Hill  Avenue 
with  the  northerly  sideline  of  Geneva  Avenue; 

Thence  turning  and  running  southwesterly  and  southerly  along  the 
easterly  sideline  of  Blue  Hill  Avenue  to  a  point  which  is  the 
intersection  of  said  line  with  the  northerly  sideline  of  Seaver 
Street; 

Thence  running  southerly  across  Seaver  Street  to  a  point  which  is 
the  intersection  of  the  easterly  sideline  of  Blue  Hill  Avenue  with 
the  southerly  sideline  of  Seaver  Street,  which  is  the  point  and 
place  of  beginning. 


Boston  R-24  /  R-213 


CHAPTER   II   s   OBJECTIVES 

SECTION  201   s   Basic  Goals 

The  basic  goal  of  urban  renewal  v::tio^   in  the  Washington  Park  Area 
is  to  stimulate  and  to  facilitate  public,  private  and  institutional 
development  efforts  in  the  area  in  such  a  way  as  (1)  to  preserve  the 
neighborhood,  (2)  to  assure  the  public  health  and  safety,  (3)  to 
strengthen  the  physical  pattern  of  neighborhood  activities,  (4)  to 
reinforce  the  fabric  of  family  and  community  life,  and  (5)  to 
provide  a  more  wholesome  framework  of  environmental  conditions  bettc 
suited  to  meet  the  requirements  of  contemporary  living. 

SECTION  202   s   Specific  Planning  and  Design  Objectives 

Specific  planning  and  design  objectives  ares  (1)  to  improve  the 
quality,  condition,  and  maintenance  of  existing  individual  property 
to  a  level  which  achieves  decent,  safe,  and  sanitary  housing  through 
rehabilitation;  (2)  to  remove  the  concentrations  of  deteriorated 
and  deteriorating  buildings  which,  at  least  in  part,  depress  the 
physical  condition  and  character  of  the  area,  impair  the  flow  of 
investment  and  mortgage  financing,  and  restrict  adequate  insurance 
coverage;  (3)  to  eliminate  obsolete  and  substandard  building 
conditions  which  also  contribute  to  the  pattern  of  spreading  blight 
outside  these  concentrations;  (4)  to  prevent  the  further  erosion  of 
property  values;  (5)  to  protect  the  tax  base  and  arrest  the  trend  of 
economic  decline;  (6)  to  provide  better  community  services;  (7)  to 
provide  for  livable  homes  in  livable  neighborhoods;  (8)  to  extend 
the  useful  life  of  residential  improvements  and  to  sustain  improved 
residential  values;  (9)  to  inoreaca  tho   effectiveness  of  institu- 
tional facilities  and  service:  ?  (10)  to  encourage  the  productive 
use  of  land;  (11)  to  provide  for  the  housing  needs  of  low  and 
moderate- income  families,  (12)  to  create  new  opportunities  for 
private  reinvestment  and  rebuilding,  particularly  in  the  form  of 
moderate-density,  sound  and  economically-constructed  housing  of 
maximxim  architectural  quality,  and  (13)  to  create,  thereby,  decent, 
safe,  and  sanitary  dwellings  providing  the  highest  possible  levels 
of  amenity,  convenience,  usefulness,  and  livability  for  the 
occupants  thereof,  (14)  to  provide  sites  for  new  and  improved 
schools,  play  areas  and  other  open  spaces  and  essential  community 
facilities,  (15)  to  provide  improved,  more  accessible,  and  more 
attractive  concentrations  of  shopping  facilities,  (16)  to  provide 
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for  improved  traffic  circulation,  particularly  in  an  east-west 
direction,  (17)  to  improve  streets  and  utilities,  and  the  land- 
scaping of  public  areap,  (18)  to  gather  within  an  over-all, 
unified,  and  viable  framework  of  project  design,  the  concert  of 
public  and  private  uses,  building  develo janents ,  site  improvements, 
civic  functions  and  patterns  of  urban  activity,  and  (19)  to 
prevent,  -Uiereby,  the  formation  through  accelerated  obsolescence, 
deterioration,  and  congestion  of  future  slums. 
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CHAPTER  III   s   PROPOSED  URBAN  RENEWAL  ACTION 

SECTION  301   !   Proposed  Types  of  Renewal  Action 

Proposed  types  of  renewal  acv^'on  within  the  Project  Area  will  con- 
sist of  a  combination  of  clearance  and  redevelopment  activities, 
changes  in  land  use,  provision  of  public  improvements  and  pviblic 
facilities,  rights-of-way  and  utilities  changes,  zone  district 
changes,  and  rehabilitation  activities. 

SECTION  302   s  Clearance  and  Redevelopment  Activities 

Clearance  and  redevelopment  activities  will  include  (1)  the  acqui- 
sition of  real  property,  (2)  the  management  of  acquired  property, 
(3)  the  relocation  of  the  occupants  thereof,  (4)  the  clearance  of 
land  and  buildings,  (5)  the  installation,  construction,  and  re- 
construction of  improvements,  and  (5)  the  disposition  of  land  and 
other  property,  for  uses  in  accordance  with  the  building  require- 
ments, land  use  and  other  provisions  of  the   Urban  Renewal  Plan. 

SECTION  303   s  Rehabilitation  Activities 

Rehabilitation  activities  may  include,  but  not  by  way  of  limitation 
(1)  the  systematic  enforcement  of  rehabilitation  standards,  set 
forth  in  Chapter  VIII  (2)  the  provision  of  technical  assistance  to 
facilitate  rehabilitation,  (3)  the  acquisition,  retention,  manage- 
ment, rehabilitation,  or  clearance,  and  disposition  of  real  prop- 
erty if  such  property  is  net  rrade  to  confoirm  to  the  rehabilitation 
standards,  and  (4)  the  undertaki .'ig  o£   rehabilitation  demonstrations  = 

SECTION  304   s   Public  ImproveiP-^nts 

Public  improvements  will  include,  as  necessary,  the  abandonment, 
provision,  improvement,  extension,  reconstruction,  construction, 
and  installation  of  public  buildings,  open  space,  rights-of-way, 
streets  and  such  utilities  as  water,  sewer,  police,  and  fire  com- 
munication, traffic  signal,  and  street  lighting  systems,  in  order 
to  carry  out  the  provisions  of  the  Urban  Renewal  Plan. 

Public  buildings  may  include  school  facilities,  court  house  facili- 
ties, police  stations,  libraries,  and  health,  welfare,  and  recrea- 
tion facilities.   Public  open  space  may  include  playfields,  play- 
grounds, totlots,  parks  and  landscaped  areas. 
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The  location  of  public  buildings,  open  space,  and  rights-of-way, 
shall  be  as  shovm  on  Map  2  s  Proposed  Land  Use  Plan,  sutmiitted 
herewith  as  Ejchibit  B. 

Street  and  public  utility  changes  shall  be  such  as  to  conform  to 
the  rights-of-way  shown  on  Map  2   s  Proposed  Land  Use  Plan. 
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CHZVPTER  IV   :   PROPERTY  ACQUIRED  OR  TO  BE  ACQUIRED 

SECTION  401   s   Indent! fication 

Property  acquired  or  to  be  acquired  by  the  Boston  Redevelopment 
Authority  for  clearance  and  redevelopment  shall  be  as  shown  on 
Map  1   J   Property  Map. 

SECTION  402  s  Special  Conditions 

Property  not  designated  for  acquisition  as  shown  on  Map  1,  may  be 
acquired  by  the  Boston  Redeveiopner-'-  A\ithority  (1)  if  such  property 
is  not  made  to  confor^.t  to  'die   rehabilitation  standards  set  forth  in 
Chapter  VIII,  (2)  for  the  purpose  of  undertaking  rehabilitation 
demonstrations  to  encourage  rehabilitation  by  private  owners  and 
other  parties  in  interest,  (3)  to  prevent  or  eliminate  blighted, 
siibstandard,  decadent,  deteriorated,  or  deteriorating  conditions, 
or  (4)  to  prevent  or  eliminate  nonconforming,  incompatible,  or 
detrimental  land  uses  as  necessary  for  carrying  out  the  previsions 
of  the  Urban  Renewal  Plan. 

SECTION  403  :  Use  of  Property  Acquired  Under  Special  Conditions 

The  Boston  Redevelopment  Authority  may  clear  where  necessary,  and 
sell  or  lease  for  redevelopnent,  renewal,  or  rehabilitation,  or 
retain  for  rehabilitation  and  subsequent  disposition,  all  or  any 
portion  of  that  property  which  it  has  acquired  under  the  special 
conditions  set  forth  in  Section  402.   Where  such  property  is  sold 
or  leased  for  redevelopment,  the  Authority  shall  establish  controls 
relating  to  land  use  and  building  requirements,  and  such  controls 
shall  be  consistent  with  the  requirements  and  controls  imposed  upon 
similar  property  by  provisions  of  the  Urban  Renewcil  Plan. 

SECTION  404  s  Interim  Use  of  Acquired  Property 

The  Boston  Redevelopment  Authority  may  devote  property  acquired 
under  the  provisions  of  this  PIpu  I :;  \:Gmporary  use  prior  to  the 
time  such  property  is  needed  for  redevelopment.   Such  uses  may 
include,  but  are  not  limited  to  project  office  facilities, 
rehabilitation  demonstration  projects,    •  parking,  relocation 
pruposes,  public  transportation  or  recreational  uses        in 
accordance  with  such  standards,  controls,  and  regulations  as  the 
Authority  may  deem  appropriate. 
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CHAPTER  V   s   DISPLACEMENT  OF  FAMILIES 

SECTION  501  !  Families  to  be  Displaced 

There  are  1,689  families  and  563  single  householders  to  be 
displaced  from  the  Project  Area.   This  information  was  gathered 
by  a  survey  of  July,  1961  and  subsequently  updated  by  a  survey 
in  April  and  May,  1962  of  families  in  the  Washington  Park  Urban 
Renewal  Area  conducted  by  the  Survey  Division  of  the  Boston 
Redevelopment  Authority. 

SECTION  502  :  Temporary  Relocation  * 

If  the  need  arises,  the  Authority  will  relocate  a  minimum  number 
of  families  on-site.   This  action  could  be  prompted  in  order  to 
move  a  family  out  of  a  dangerous  building  or  to  permit  demolition 
activity  in  a  priority  section  of  the  site. 

SECTION  503  :  Availability  of  Relocation  Housing 

(A)  Schedule  of  Availability 

Availability  of  sufficient  suitable  housing  accommodations  has 
been  determined  by  classifying  families  by  eligibility  or  presumed 
ineligibility  for  such  housing  and  then  making  separate  determina- 
tions for  these  two  groups. 

(B)  Rental  Housing 

For  families  eligible  for  public  housing,  the  rental  charged  for 
pviblic  housing  accoiranodations  are  by  definition  within  the  financial 
reach  of  such  families.   For  families  ineligible  for  public  housing 
or  presvjmed  to  be  ineligible  for  such  housing,  a  rental  of  25?^  of 
income  is  deemed  to  be  within  the  financial  reach  of  such  families. 
This  ratio  conforms  to  accepted  standard  practice. 

(C)  Sales  Housing 

For  families  desirous  of  sales  housing,  a  purchase  price  of  twice 
the  annual  income  of  the  family  is  deemed  within  the  financial 
reach  of  such  families. 

(D)  Locations 

The  housing  resources  listed  in  this  Chapter,  are  located  within 
the  corporate  limits  of  Boston  plus  those  sections  of  the 
Metropolitan  Area  served  by  the  Metropolitan  Transit  Authority. 
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(E)   Staging 

The  relocation  of  families  in  the  Washington  Park  Urban  Renewal 
Area  will  take, place  during  a  four  year  period.   Therefore  less 
than  five  hundred  families  will  be  required  to  move  in  any  one 
year  or  fewer  than  42  families  per  month.   The  computations  made 
in  this  section  about  the  availability  of  sufficient  public  housing 
accommodations  are  based  on  ctimulative  availability  during  this 
period. 

(P)   Special  Problems 

The  Authority  recognizes  the  difficulties  encountered  by  non-white 
families  in  securing  suitable  housing  accommodations.   The  Boston 
Redevelopment  Authority' s  Relocation  Program  will  give  special 
attention  to  this  problem. 

(G)   Eligibility  of  Families 

Families  as  well  as  single  householders,  if  they  are  65  or  over, 
are  eligible  for  public  housing  in  accordance  with  the  income 
eligibility  requirement. 


Families  Eligible  for 
Low  Rental  Housing 

1275 


Families  Ineligible  for 
Low  Rental  Housing 

414 


Source;   Survey  July  1961,  and  subsequently  updated  by  a  survey 
in  April  and  May,  1962  of  families  in  the  Washington  Park  Urban 
Renewal  Area  conducted  by  the  Survey  Division  of  the  Boston 
Redevelojanent  Autiiority. 

(H)   Public  Housing  Availability 

Based  on  information  from  the  Boston  Housing  Authority,  it  is 
estimated  that  accommodations  will  be  available  (from  both  new 
construction  and  turnover  of  existing  units)  to  fesmilies  displaced 
from  the  Washington  Park  Urban  Renewal  Area  as  follows  during  the 
forty-eight  month  project  relocatioa  period. 


Number  Available 
5720 


Number  Required 
1275 


In  addition  to  the  present  resource,  the  Boston  Housing  Authority 
has  authorization  for  one  thousand  new  units  of  pviblic  housing. 
Sites  have  been  found  for  approximately  three  hundred  of  these  units 
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(I)   Private  Housing  Availability 

The  schedule  of  projected  vacancies  below  represents  a  summary  of  an 
extensive  analysis  of  the  U.  S.  Census  of  Housing  s   1960,  Boston, 
Massachusetts,  and  indicates  the  number  and  type  of  units  becoming 
available  during  the  displacement  period. 
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PROJECTED  VACANCIES  FOR  IHE  DISPLACEMENT  PERIOD 
EXISTING  INVENTORY 


Rents  Available  by 
Rental  Price 

%   of  Total 
Rents 

Size 

Rei 

ISTui 

Its  Available 
Tiber  of  Rocns 

by 

Rents 

No.  of 
Rents 

No.  of 
Rents 

%   of  Total 
Rents 

Under  40 

634 

7.5 

1  BR 

2305 

30.4 

40-49 

621 

7.3 

2  BR 

3252 

43.0 

50-59 

750 

8.8 

3  BR 

1314 

17.4 

60-69 

993 

11.7 

4  BR 

595 

7.9 

70-79 

1228 

14.5 

5  Or 
More 

BR 

102 

1,3 

80-89 

1306 

15.5 

90-over 

2937 

34.7 

TOTALS 

8469 

100.0 

7569 

100.0 

NEW  CONSTRUCTION 

It  is  estimated  that  i.^w  co..3truction  will  provide  approximately 
1100  new  units  of  private  ren::.-:-!  housing?  below  is  the  estimated 
break  down  of  these  units  according  to  nxamber  of  bedrooms  and 
,  rental  prices 


I  1  BR 

!  2  BR 

j  3  BR 

4  BR 


220  units  @  $  75.00  per  month 

330  units  i)  $  85.00  per  month 

330  units  @  $  95.00  per  month 

220  xinits  @  $105.00  per  month 


In  addition  to  the  above,  it  is  estimated  that  approximately  400 
one-bedroom  units  of  housing  for  the  elderly  will  be  provided 
through  new  construction. 
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(J)   Sales  Housing  Availability 

A  number  of  the  families  ineligible  for  public  housing  are  expected 
to  purchase  homes.   On  the  basis  of  past  experience  and  home 

ownership  and  family  income  data,  it  is  estimated  that  approximately 
390  families  will  purchase  homes.   In  the  opinion  of  competent  real 
estate  agents,  there  is  an  adequate  supply  of  housing  for  purchase 
within  the  $9,000  -  $16,000  price  range  within  a  reasonable  distance 
of  the  project  area.   Furthermore,  the  liberal  financing  terms  of 
Section  221  of  the  Housing  Act  are  available  to  qualified  families 
who  wish  to  purchase  one  to  four- family  houses. 
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CHAPTER  VI   :  PROPOSED  LAND  USE  AMD  BUILDING  RBQUIREtffiNTS 

SECTION  601  :  Proposed  Land  Use  Plan 

The  use  of  land  in  the  Project  Area  shall  be  as  shown  on  Map  2  :  Proposed  Land 
Use  Plan,  which  indicates  proposed  land  uses  and  rights-of-way, 

SECTION  602  :  Land  Use  and  Building  Requirements 

The  use  and  development  of  land  and  improvements  in  the  Project  Area  shall  be 
as  shown  in  Table  A  :  Land  Use  and  Building  Requirements, 

Table  A  ;  Land  Use  and  Building  Requirements 


land  Use 


Building  Requirements 


Column  A 


D 


E 


Site 
Designa- 
tion 


Permitted  Uses 


Minimum    Max,    Max. 
Setback    Bldg.   Floor 
F  S  R    Height  Area 

Ratio 


Max.  Minimum 

Net  Parking 

Density       Pfeitio 


1 

A-1 
through 
A-5 

I 

Housing 

NA*  NA  NA 

20 

0.5 

20 

1 

II 

Institutional 

15 

10  25 

20 

0.5 

NA 

(1) 

2 

B-1 
through 
&-3 

I 

Housing 

(1) 

NA  NA 

40 

0.8 

30 

1 

II 

Institutional 
and  Public 

m 

10  25 

40 

0.8 

NA 

(1) 

C-1 

I 

Housing 

NA 

NA  NA 

40 

0.9 

35 

1 

3 

II 

Institutional 
and  Public 

NA 

NA  NA 

40 

0.9 

NA 

(1) 

k 

C-2 
and 
C-3 

I 

Housing 

NA 

NA  NA 

40 

0.9 

35 

1 

II 

Retail  Trade 
&  Offices  & 
Institutional 

30 

10  25 

40 

0,5 

NA 

2;i 
(1) 

C-4 

I 

Housing 

NA 

NA  NA 

40 

0.9 

35 

1 

5 

II 

Institutional 
and  public 

30 

10  25 

40 

0.9 

NA 

(1) 
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Table  A  :  Land  Use  and  Building  Requirements    (continued) 

Land  Use  Building  %^uirements 

Column  A  B                          C                         D                E           F                   G 

Site  Permitted  Uses     Minimum      Max.     Max,   Max.     Minimum 

Designa-  Setback      Bldg,   Floor   Net     Parking 


tion 

F 

S 

R 

Height 

Area 
Ratio 

Density 

Ratio 

C-5a 

I 

Housing 

NA 

NA 

NA 

40 

0.9 

35 

1 

6 

II 

Institutional 
and  Public 

70 

10 

25 

40 

0.9 

NA 

(1) 

C-5b 

I 

Housing 

NA 

NA 

NA 

40 

0.9 

35 

1 

7 

II 

Retail  Trade 
&  Offices  & 
Institutional  15 

10 

25 

40 

0.9 

NA 

2;l 
(1) 

> 

D 

I 

Housing 

NA 

NA 

NA 

120 

2,0 

120 

o;2 

8 

II 

Retail  Trade 
&  Office  & 
Institutional 

30 

30 

20 

40 

1,0 

NA 

2;i 
(1) 

9 

E 

I 

Housing 

(1) 

NA 

NA 

140 

1.0 

35 

1  (2) 

II 

Institutional 

(1) 

30 

30 

120 

1.0 

NA 

(1) 

10 

F-1 

I 

Shopping 
Center 

30 

30 

60 

40 

0,5 

NA 

3;i 

II 

Housing 

NA 

NA 

NA 

120 

1.0 

35 

1  (2) 

11 

F-2 
and 
F-4 

I 

Shopping 
Center 

15 

30 

30 

40 

0,8 

NA 

2:1 

II 

Housing 

NA 

NA 

NA 

40 

0,8 

30 

1 

\a 

F-3 

I 

Shopping 
Center 

70 

30 

30 

40 

0,8 

NA 

3;i 

II 

Institutional 
and  Public 

70 

30 

30 

40 

0.8 

NA 

^H 
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Table  A  :  Land  Use  and  Building  %qiiirements  (continued) 


Land  Use 


Building  Requirements 


Column  A 


Site 
Designa- 
tion 


Permitted  Uses 


Minimum 
Setback 


Max,     Max,    Max.   Minimum 
Bldg,    Floor    Net    Parking 

Height     Area  Density  Ratio 
Ratio 


F-5 
through 
F-8 

I 

Commercial 
Parking 

NOT 

APPLICABLE 

13 

II 

Residential 
Parking  and 
Institutional 

NOT 

APPLICABLE 

G-1 

through 

G-5 

I 

Industrial    70 

30 

60 

30 

0.5 

NA 

(3) 

14 

II 

Commercial 
Wholesale  &   70 
Storage 

,?0 

60 

30 

0.8 

NA 

(3) 

H-1 

and 

H-6 

through 

H-9 

I 

Institutional  30 

30 

30 

40 

1.0 

NA 

(1) 

15 

II 

Housing      NA 

NA 

NA 

40 

0.9 

35 

1 

H-2 

through 
H-5, 
H-10  & 

H-n 

I 

Institutional  30 

10 

25 

40 

0.9 

NA 

(1) 

16 

II 

Minor  Adjust- 
ments of  Prop- 
erty &  Rights- 
of-way  lines 

NOT 

APPLICABLE 

I-l 

and 
1-4 

I 

Institutional  30 

30 

30 

40 

1.0 

NA 

(1) 

17 

II 

Residential   30 
St.   Commercial  30 

30 
30 

30 
30 

120 
40 

1.0 
0.8 

35 

NA 

^fi, 
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Table     A     :     land  Use  and  Btiilding  Requirements   (continued) 


Land  Use 


Building  Requirements 


Column  A 


Site 
Designa- 
tion 


Permitted  Uses  Minimum 
Setbakk 
F    S    R 


Maxe     Max,  Max,  Minimum 

Bldg,   Floor  Met  Parking 

Height    Area  Density  Ratio 
Ratio 


18 


1-2 


I   Institutional  15   10   25 


NOT   APPLICABLE 


II   Housing 


NA   NA   NA     40 


0,8 


30 


1-3 


I   Institutional  70   10   25 


NOT   APPLICABLE 


II   Housing 


NA   NA   NA    40 


0.9 


35 


20 


1-5 

through 

I~7 


I   Institutional  (l)  10   25 


NOT  APPLICABIE 


II   Housing 


(1)  NA   NA     40 


0»9 


35 


21 


J-l 

through 
J-8 


I   Public 
Recreation 


II   Housing 


(1)  20   20 

(1)  NA  W 


NOT   APPLICABLE 


40 


0,8  30 


22 


S-1 

through 

S-17 


Minor  Adjustments  of 
Property  and  Rights- 
of-way  lines 


NOT   APPLICABLE 


*  Not  Applicable 
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Column  A  i      Site  Designation 

Site  designations  are  as  shown  on  Map  2  z      Proposed  Land  Use  Plan. 

Coltiinn  B   s   Permitted  Uses 

Permitted  Use  "I"  for  each  site  correspon(i  to  land  use  designa- 
tions as  showi  on  Map  2   s   Proposed  Land  Use  Plan.   Permitted 
Uses  "II"  indicate  those  uses  to  which  each  respective  site  may 
be  devoted  when,  in  the  opinion  of  the  Authority,  such  may  be 
necessary  to  achieve  the  objectives  of  the  Urban  Renewal  Plan. 

Column  C   ;   Minimiom  SetLacl^ 

Minimum  setback  shall  mean  tl;  ^  minimum  distance  in  feet  between 
the  disposition  parcel  line  and  the  closest  facade  of  the  build- 
ing at  ground  level.  As  stipulated  in  Column  C,  minimum  setback 
requirements  restrict  the  distance  from  any  building  or  other 
structure  to  front  street  line,  side  lot  line,  and  rear  lot  line, 
designated  in  Column  C  as  "P",  "S",    and  "R"  respectively. 

(1)    Along  the  existing  line  of  Washington  Street  where  a 

minimijm  setback  of  seventy  (70)  feet  shall  be  required 
and  along  the  proposed  line  of  Warren  Street  and  along 
the  proposed  crosstown  thoroughfare  where  a  minimvmi 
of  thirty  (30)  feet  shall  be  required. 

Coltamn  D  s     Maximvim  Building  Height 

Maximum  height  shall  mean  the  vertical  distance  in  feet  from  the 
mean  grade  of  the  sidewalk  at  the  line  of  the  street  or  streets 
on  which  the  building  abuts,  or  a  given  grade  elevation  adjoining 
the  building  line,  to  the  highest  point  of  the  roof,  excluding 
penthouses  and  roof  structures. 

Column  E   ;  Maximum  Floor  Area  Ratio 

Maximxam  floor  area  ratio  (F.A.R.)  shall  mean  the  m.aximiam  ratio 
of  gross  floor  area  of  a  structure  or  group  of  structures  to 
total  disposition  parcel  areii,  and  gross  floor  area  shall  be 
defined  herein  to  exclude  basements,  unenclosed  porches,  or 
any  floor  space  designed  for  parking  motor  vehicles  in  order 
to  meet  parking  requirements  contained  herein. 

Coliomn  P   ;  Maximum  Net  Density 

MaximiKn  net  density  shall  mean  the  nvimber  of  living  units  per  net 
acre,  which  includes  private  on-site  access  roads,  service  drives, 
automobile  parking,  play  and  dwelling  service  area. 
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Column  G  %     Minimum  Parking  Ratio 

Minimiam  parking  ratio  shall  mean  the  minimum  nxamber  of  car  spaces 
per  dwelling  xxnxt   or  the  minimum  number  of  square  feet  of  park- 
ing space  divided  by  the  number  of  square  feet  of  gross  floor 
area,  unless  otherwise  indicated  belows 

(1)  Off-street  parking  spaces  for  institutional  and  public  uses 
shall  be  sufficient  for  the  parking  of  automobiles  to  meet  the 
needs  of  persons  employed  at  or  making  use  of  such  structures 
or  land  uses,  provided,  however,  that  in  lieu  of  su.ch 
demonstration  by  the  redeveloper  that  off-street  parking 
facilities  shall  be  adequate  in  niamber,  location,  access 

and  arrangement  to  meet  the  operational  requirements  of  the 
land  and  building  uses  proposed,  one  off-street  parking 
space  shall  be  provided  for  each  600  square  feet  of  gross 
floor  area. 

(2)  Off-street  parking  space  for  public  elderly  housing  units 
shall  be  a  minimvim  of  one  automobile  space  for  every  five 
dwelling  units  or,  stated  otherwise,  0.2  parking  spaces 
per  dwelling  xinit. 

(3)  Off-street  parking  space  shall  be  demonstrated  by  the  re- 
developer  to  be  adequate  in  nuinber,  location,  access,  and 
arrangement  to  meet  the  operational  requirements  of  the 
land  and  building  uses  proposed,  provided,  however,  that 
in  lieu  of  such  demonstration  off-street  parking  space 
shall  be  provided  in  the  ratio  of  one  car  space  for  every 
1,000  square  feet  of  gross  floor  area  or  one  car  space  per 
two  employees  on  the  largest  anticipated  shift,  whichever 
requires  the  larger  number  of  car  spaces. 

Other  building  requirement  provisions  for  all  sites  designated  in 
Table  A  shall  include: 

(a)   Minimum  Of f-Street  Loading  Space 

Off-street  loading  space  shall  be  demonstrated  by  the  re- 
developer  to  be  adequate  in  number,  size,  location,  access, 
and  arrangement  to  meet  the  operational  requirements  of 
the  land  and  building  uses  existing  and  proposed,  provided, 
however,  that  in  lieu  of  such  demonstration  off-street 
loading  space  shall  be  provided  in  the  ratio  of  one  off- 
street  space  for  every  20, 000  square  feet  or  fraction  there- 
of in  excess  of  10,000  square  feet  of  gross  floor  area. 
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(b)  Building  Construction 

All  buildings  shall  be  constructed  in  full  compliance  with 
all  state  and  local  laws,  ordinances,  codes  and  regulations 
as  amended. 

(c)  Landscaping  and  Screening 

All  sites  shall  be  properly  graded  and  drained.  All  unbuilt 
areas  of  the  site  shall  be  provided  where  needed  with 
suitable  walks  and  access  drives  properly  designed  and 
constructed.  All  unbuilt  and  unpaved  areas  of  the  site 
shall  be  suitably  planted  and  permcmently  maintained  with 
grass  ground  cover,  shrubs,  and/or  trees. 

(d)  Signs 

All  signs  shall  be  limited  to  simple  identification  of  the 
building  use  or  occupant  including,  where  appropriate, 
continuous  reflected  illumination.  No  sign  shall  be  flash- 
ing or  animated.  All  signs  shall  be  subject  to  design 
review  and  appiroval  in  order  to  ensure  conformity  with 
objectives  of  the  Urban  Renewal  Plan. 

(e)  Other  on-Site  Improvements 

The  originad  construction  and  appearance  of  land,  buildings 
and  other  improvements  in  all  sites  of  the  Project  Area 
shall  be  maintained  in  good  repair  and  in  clean,  sanitary, 
and  attractive  condition.   Sufficient  and  suitable  refuse 
and  garbage  storage  and  disposal  facilities,  including 
structural  encloeiires  where  appropriate,  shall  be  proviJed 
and  properly  maintained. 
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SE&CIWI   603   :   Properties  Not  to  be  Acquired 

In  the  event  that  the  property  new  referred  to  as  the  "Bartlett 
Street  Garage" ,   bounded  generally  by  Washington  Street,  Bartlett 
Street,  Lanbezt  Avenue,  and  Guild  Street,  and  presently  used  by  the 
Metropolitan  Tranist  Authority  for  maintenance,  storeige,  and  other 
public  transit  ptirposes  is  sold,  leased,  transferred,  or  otherwise 
conveyed  for  other  than  its  present  use,  the  following  land  use  and 
building  requirements  shall  apply: 

(a)  Permitted  Use  :  Housing,  provided,  however,  that  this 
property  may  be  devoted  to  oommercial  or  in&titul:ional  uses  when, 
in  the  opinion  of  the  Authority,  such  may  be  necessary  to  achieve 
the  objectives  of  the  Urban  Renewal  Plan. 

(b)  Minimum  Set^sack  :  70  feet  from  the  existing  line  of 
Washington  Street. 

(c)  Maximum  Building  Height  :  140  feet 

(d)  Maximum  Floor  Area  Ratio  :  1.0 

(e)  Maximum  Net  Density  :  35 

(f)  Mciximura  Parking  Ratio  :  1  autcisobile  parking  space  for 
each  dwelling  unit  except  that  public  elderly  housing  units  shall 
have  a  minimum  of  1  automobile  parking  space  for  every  five  dwelling 
units,  or  stated  otherwise,  0.2  parking  spaces  per  dwelling  unit. 

SECTION  604   :   Interpretation 

In  the  event  of  any  question  regarding  the  meaning  er  construction  of 
any  or  all  of  the  standards,  controls  or  other  provisions  of  this  Plan, 
the  interpretation  or  construction  thereof  by  the  Authority  shall  be 
fizml  and  binding. 

SECTION  605   :   Duration  of  Controls 

The  provisions  and  requirements  established  in  the  Plem  shall  be  main- 
tained and  in  effect  for  a  period  of  forty  (40)  years  frcan  the  date 
of  the  original  approval  of  the  Urban  Renewal  Plan  by  the  Boston 
City  Council,  except  for  Sections  1101  and  1102,  which  shall  remain 
in  effect  for  a  period  of  one  hundred  (100)  years  f rem  s aid  date. 
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CHAPTER  VII   s   REDEVELOPER'S  OBLIGATIONS 

SECTION  701   s   Applicability 

The  provisions  of  this  chapter  shall  apply  upon  disposition  by 
the  Boston  Redevelopment  Authority,  to  all  property  acquired  or 
to  be  acquired  by  the  Authority  within  the  Project  Area  and  shall 
be  implemented  by  appropriate  covenants  and  provisions  in 
disposition  documents. 

SECTION  702   s   Compliance  with  Plan 

Redevelopment  of  the  land  in  the  Project  Area  shall  be  made  subject 
to  the  regulations  and  controls  set  forth  in  the  Urban  Renewal 
Plan.   The  purpose  of  such  regulations  and  controls  is  to  assure 
that  the  redevelopment  of  land  within  the  Project  Area  will  conform 
to  the  planning  and  design  objectives  of  the  Urban  Renewal  Plan. 
It  is  therefore  the  obligation  of  all  redevelopers  not  only  to 
comply  with  these  controls  but  also  to  familiarize  themselves  with 
the  overall  Urban  Renewal  Plan  and  to  prepare  redevelofmient 
proposals  which  are  in  harmony  with  the  Plan. 

SECTION  703   :   Design  Review 

All  redevelopnent  proposals  will  be  subject  to  design  review, 
comment  and  approval  by  the  Boston  Redevelopment  Authority  prior 
to  land  disposition  and/or  prior  to  the  commencement  of  constructio; 

In  addition  to  assuring  compliance  with  the  specific  controls  set 
forth  in  this  Plan  and  as  more  specifically  set  forth  in  disposi- 
tion documents,  the  Authority  shall  establish  design  review 
procedures  and  evaluate  the  quality  and  appropriateness  of 
redevelojsnent  proposals  with  reference  to  the  design  objectives 
and  requirements  set  forth  in  this  Plan  and  in  the  disposition 
documents . 

SECTION  704   s   General  Obligations 

The  Authority  shall  obligate  redevelopers  and  purchases  of  land 
in  the  Project  Area,  and  their  successors  and  assigns,  by  covenants 
and  conditions  running  with  the  land  or  other  appropriate  means, 
subject  to  further  provisions  made  by  the  Authority  for  reasonable 
action  in  the  event  of  default  or  non-compliance  by  such  redevelop- 
ers and  purchasers: 

(a)   To  devote,  develop  or  otherwise  use  such  land  only  for 
the  purpose  and  in  the  manner  stated  in  the  Plan  and/or  in  appli- 
cable disposition  documents. 
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(b)  To  comply  with  such  terras  and  conditions  relating  to 
the  use  and  maintenance  of  such  land  and  improvements  thereon  as 
in  the  opinion  of  the  Authority  are  necessary  to  carry  out  the 
purpose  and  objectives  of  the  Plan  and  of  Chapter  121  of  the 
Massachusetts  General  Laws,  as  amended; 

(c)  To  commence,  execute,  and  complete  construction  and 
improvements  in  accordance  with  reasonable  time  schedules  as 
determined  and  established  by  the  Authority: 

(d)  To  give  preference  in  the  selection  of  tenants  for 
dwelling  units  built  in  the  project  area  to  families  displaced 
therefrom  because  of  clearance  emd  redevelopment  activity,  who 
desire  to  live  in  such  dwelling  units  and  vflio  will  be  able  to  pay 
rents  or  prices  equal  to  rents  or  prices  charged  other  families 
for  similar  or  comparable  dwelling  units  built  as  a  part  of  the 
same  redevelopment! 

SECTION  705   s  Disposition  by  Redeveloper 

The  redeveloper  shall  not  dispose  of  all  or  part  of  his  interest 
within  the  Project  Area  without  the  consent  of  the   Boston 
Redevelopment  Authority  \intil  the  full  completion  by  the 
redeveloper  of  all  improvements  required  by  and  in  conformity 
with  the  terms  and  conditions  of  both  the  Urban  Renewal  Plan  and 
the  Redevelopnent  Proposal  submitted  to  and  approved  by  the 
Boston  Redevelopment  Authority  on  the  basis  of  this  Urban  Renewal 
Plan;  provided,  however,  that  all  or  any  part  of  such  interest 
may  be  disposed  of  prior  to  full  completion  of  such  improvements 
upon  written  consent  of  the  Boston  Redevelopment  Authority,  which 
consent  shall  not  be  granted  except  under  conditions  that  will 
prevent  speculation,  protect  the  interest  of  the  Boston  Redevelop- 
ment Authority  and  the  City  of  Boston,  and  effect  compliance 
with  and  achieve  the  objectives  of  Chapter  121  and,  if  applicable. 
Chapter  121A  of  the  Massachusetts  General  Laws,  as  amended. 
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CHAPTER  VIII   ;   REHABILITATION 

SECTION  801    s   Identification 

Property  not  designated  for  acquisition  as  shown  on  Map  1   j 
Property  Map  shall  be  made  to  conform  with  the  rehabilitation 
standards  set  forth  in  Section  808. 

SECTION  802    ;  Applicability 

All  properties  and  buildings  within  the  Project  Area  which  are  not 
designated  for  acquisition  by  the  Boston  Redevelopment  Authority 
as  shown  on  Map  1   s  Property  Map  are  to  be  maintained  at  or 
brought  to  a  level  which  achieves  a  decent  standard  of  safe  and 
sanitary  housing.  All  such  properties  shall  meet  the  standards 
specified  in  Section  808. 

Any  property  or  building  which  is  not  maintained  at  or  brought  to 
conformity  to  said  standards  may  be  acquired  by  the  Boston 
Redevelopment  Authority  as  provided  in  Chapter  IV. 

SECTION  803   :   General  Objectives 

The  basic  objectives  of  rehabilitation  activity  shcill  be  to  secure 
amd  maintain  all  structures  and  their  environment  in  such  a  way 
as  (1)  to  prevent  the  spread  of  blight  and  substandard  conditions, 
(2)  to  restore  deteriorating  areas  to  sound  condition,  (3)  to 
improve  the  quality  of  individual  properties,  and  (4)  to  create 
decent,  safe,  and  sanitary  structures  providing  the  greatest 
degree  of  amenity,  convenience,  usefulness  and  livability  for  tiie 
occupants  thereof. 

SECTION  804   %      Planning  and  Design  Objectives 

(A)  Land  uses  shall  be  complementary,  and  shall  not  adversely 
affect  each  other. 

(B)  Non-residential  traffic  generators  shall  not  create  traffic 
congestion  or  other  adverse  affects. 

(C)  Non- conforming  uses  must  not  produce  crowding,  noise,  odors, 
air  pollution,  glare,  heat  vibration,  dirt,  etc.,  and  must 
not  be  detrimental  to  the  health,  safety  and  general  walfare 
of  the  community. 
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(D)  The  physical  character  of  buildings  shall  be  aesthetically 
pleasing  and  architecturally  consistent  with  the  surrounding 
neighborhood  in  order  to  eliminate  deteriorating  or  blight- 
ing influences/  to  encourage  neighborhood  stability,  mainten- 
ance of  property,  and  a  high  type  of  land  use.  All  open 
areas  shall  be  attractively  landscaped  in  order  to  enhance 
the  character  of  the  neighborhood, 

(E)  Buildings  must  be  structurally  sound. 

(F)  Adequate  off-street  parking  shall  be  provided. 

SECTION  805    s   Health  Objectives 

Sanitary  objectives  must  be  attained  in  order  to  eliminate 
conditions  which  cause  disease  or  which  are  otherwise  detrimental 
to  the  public  health,  safety  and  the  general  welfare  of  the 
commtinity.   To  achieve  this: 

(A)  All  facilities  necessary  for  adequate  heat,  lighting,  plumb- 
ing, and  general  sanitation  must  be  properly  installed  and 
maintained  in  good  working  condition. 

(B)  Structural  and  environmental  conditions  necessary  for  the 
provision  of  adeqxiate  space  for  occupants,  and  for  healthy 
living  conditions  or  use  must  be  maintained. 

SECTION  806   s   Safety  Objectives 

Safety  objectives  must  be  achieved  to  prevent  unsafe  conditions 
causing  injury  to  persons  or  damage  to  adjacent  buildings.   To 
achieve  this; 

(A)  Potential  fire  hazards  must  be  eliminated. 

(B)  Unsafe  conditions  in  yards  and  open  spaces  must  be  eliminated. 

(C)  The  exterior  and  interior  of  structures  and  buildings  emd 
all  facilities  must  provide  maximum  safety. 

(D)  Satisfactory  means  of  egress  must  be  provided. 

SECTION  807    z     Additional  Objectives  for  Non-Residential 
Rehabilitation 

In  addition  to  the  objectives  set  forth  in  Sections  803  through 
806  the  following  objectives  shall  apply  to  all  non-residential 
property  not  designated  for  acquisition  by  the  Boston  Redevelopment 
Authority  as  shown  on  Map  1   :   Property  Map. 
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(A)  Conmiercial,  industrial,  and  other  non-residential  traffic 
generators  shall  provide  adequate  off-street  parking  and 
loading  facilities. 

(B)  Uses  shall  provide  for  the  control  of  noxious  by-products 
of  their  operations. 

(C)  The  physical  character  of  buildings  to  remain  shall  be 
architecturally  consistent  with  buildings  in  the  inunediate 
;icinity  in  order  to  eliminate  deteriorating  or  blighting 
influences  and  to  achieve  an  aesthetically  pleasing  envir- 
onment, thereby  encouraging  neighborhood  stability,  mainten- 
ance of  property,  and  maintenance  of  proper  land  uses. 

(D)  All  open  areas  shall  be  attractively  landscaped  in  order 
to  enhance  the  character  of  the  neighborhood. 

(E)  Buildings  shall  be  strucutrally  sound. 

(F)  Signs  shall  be  integrated  with  the  overall  structural 
appearance  and  must  not  adversely  affect  the  general 
character  or  appearance  of  the  area. 

(G)  Non-residential  uses  allowed  to  remain  must  place  and 
maintain  an  appropriate  landscaped  or  architectural  screen 
between  the  commercial  or  industrial  use  and  any  adjoining 
residential  use. 

SECTION  808    :   Rehabilitation  Standards 

All  structures  and  buildings  within  the  Project  Area  which  are  not 
designated  for  acquisition  by  tiie  Boston  Redevelo^anent  Authority 
as  shown  on  Map  1   :   Property  Map  shall  be  maintained  at  or  made 
to  conform  to 2   (1)   the  standards  of  the  "Regulations  Establish- 
ing Minimum  Standards  of  Fitness  for  Human  Habitation  in  the  City 
of  Boston"  made  by  the  Boston  Health  Department  on  September  27, 
1956,  as  amended?  (2)  the  "Building  Code  of  the  City  of  Boston", 
as  amended,  and  all  other  laws,  ordinainces,  codes,  and  regiilations 
governing  the  provision  of  dwelling  facilities,  maintenance  and 
occupancy,  and  the  repair,  vacation,  securance  and/or  demolition 
of  unfit  structures;  (3)  the  City  of  Boston  Zoning  Regulations, 
as  amended,  and  all  laws,  ordinances,  codes,  and  regulations 
governing  land  use,  lot  size,  building  bulk,  height  and  area, 
open  space,  building  setback,  off-street  parking  and  loading, 
subject  in  all  cases  to  provisions  governing  non-conforming 
building  and  site  development  as  distinct  from  non-confoirming 
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land  use,  and  (4)  all  other  state  and  local  laws,  ordinances, 
codes,  and  regulations  relating  to  the  maintenance,  repair 
construction,  reconstruction,  use,  operation,  and  condition 
of  property  and  buildings,  provided,  however,  that  deviations 
from  such  laws,  ordinances,  codes  and  regulations  may  be  granted 
and  approved  as  provided  under  Chapter  121A,  Massachusetts 
General  Laws  (Ter.  Ed.)/  as  amended,  and  as  provided  under  such 
laws,  ordinances,  codes  and  regulations.   Failure  to  set  forth 
herein  any  provision  of  any  such  law,  ordinance,  code  or  regulation 
shall  not  be  deemed  to  make  such  provision  inapplicable. 

SECTION  809   s   Inspection  and  Notice 

The  Boston  Redevelopnent  Authority  will  inspect  each  and  every 
property  not  designated  for  acquisition  as  shown  on  Map  1   : 
Property  Map. 

Whenever  it  has  been  found  on  inspection  that  a  residential  or 
tion-residential  property  or  structure  does  not  meet  the  objectives, 
standards,  and  controls  of  Chapter  VIII  of  this  plan,  the  Authority 
shcill  within  a  reasonable  period  of  time  after  the  inspection, 
give  notice  of  such  non-conformance  to  the  owner  and  to  any  person 
or  persotxs-other  than  the  owner  who  may  be  responsible  therefor. 

Such  notice  shall  be  in  writing,  addressed  to  the  owner  and  to 
any  other  person  or  persons  required  to  be  notified,  at  their 
last  known  address  and  shall  be  sent  by  certified  or  registered 
mail. 

Such  notice  shall  state  why  it  is  being  issued,  shall  specify 
the  respects  in  which  the  property  fails  to  meet  the  objectives, 
standards  and  controls  of  the  Plan  and  shall  specify  what  work 
is  required  to  bring  the  property  into  compliance.   Such  notice 
may  also  set  a  proposed  schedule  for  beginning  and  completing 
each  part  of  the  work,  provided  that  a  reasonable  time  is  allowed 
for  the  performance  of  any  act  required. 

If,  at  the  end  of  sue!-,  psriod,  satisfactory  conformance  to  the 
standards  and  objectives  of  Chapter  VIII  has  not  been  achieved 
the  Boston  Redevelopment  Authority  may  acquire  the  property,  by 
eminent  domain  if  necessary?  provided,  however,  that  the  property 
may  be  acquired  at  any  time  with  the  consent  of  the  owner. 

SECTION  810   :  Technical  Assistance 

Technical  assistance  for  rehabilitation  will  be  provided  by  the 
Boston  Redevelopment  Authority  for  the  purpose  of  developing  an 
awareness  and  understanding  of  rehabilitation  objectives,  standards. 
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requirements,  and  methods;  and  for  the  purpose  of  providing 
guidance  in  planning,  design,  construction,  financing,  and 
execution  of  individual  rehabilitation  activities  as  necessary 
to  carry  out  the  provisions  of  the  Urban  Renewal  Plan, 
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CHAPTER  IX    s   ZONE  DISTRICT  CHANGES 

SECTION  901   :   Identification  of  Changes 

Zone  district  changes  shall  be  as  shown  on  Map  3   s  Proposed 
Zone  District  Changes  Plan,  submitted  herewith  as  Exhibit  C. 

SECTION  902   s   Identification  of  Districts 

Zone  districts  shall  be  as  set  forth  in  the  "City  of  Boston 
Zoning  Regulations",  Chapter  488,  Acts  of  1924,  as  amended. 

In  the  event  that  a  zoning  code  for  the  City  of  Boston  is  enacted 
pursuant  to  Chapter  565  of  Acts  of  1956,  as  amended,  zone  districts 
shall  be  consistent  with  the  types  of  zoning  controls  imposed  in 
districts  as  shown  on  Map  3   s   Proposed  Zone  District  Changes 
Plan. 
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CHAPTER  X    :   RELATION  OF  PLAN  TO  LOCAL  OBJECTIVES 

SECTION  1001  %   Conformity  to  General  Plan 

The  Urban  Renewal  Plan  is  in  conformity  with  the  General  Plan 
for  the  City  of  Boston,  and  with  its  Program  for  Community 
Improvements . 

SECTION  1002  s  Relationship  to  Definite  Local  Objectives 

The  Urban  Renewal  Plan  is  consistent  with  definite  local  objectives 
for  appropriate  land  use,  improved  traffic,  public  transportation, 
public  utilities,  recreational  and  community  facilities,  and 
other  public  improvements  set  forth  in  the  General  Plan  for  the 
City  of  Boston  and  in  the  Program  for  Corratiunity  Improvement  and 
is  based  on  general  planning  and  design  objectives  for  the  Project 
Area  set  forth  in  Chapter  II. 
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CHAPTER  XI    s   ANTI-DISCRIMINATION  PROVISIONS 

SECTION  1101  ;   Affirmative  Covenant 

Every  agreement,  lease,  conveyance,  or  other  instrxament  by  which 
land  in  the  project  area  is  disposed  of  for  uses  which  may  include 
housing  or  facilities  related  to  residential  uses  shall  include  an 
affirmative  covenant  binding  on  the  contractor,  lessee,  grantee, 
or  other  party  to  such  instrument  and  on  the  successors  in  interest 
to  such  contractor,  lessee,  grantee,  or  other  party  that  there  shall 
be  no  discrimination  upon  the  basis  of  race,  color,  creed,  or 
national  origin  in  the  sale,  lease,  or  rental  or  in  the  use  or 
occupancy  of  such  land  or  any  improvements  erected  or  to  be  erected 
thereon;  and  the  Boston  Redevelopnent  Authority  will  t^e  all  steps 
necessary  to  enforce  such  covenant  and  will  not  itself  so  discriminat 

SECTION  1102  s   Compliance  with  Anti-DiscrirrrT^at^on  Laws 

All  property  and  all  transactions  affecting  or  respecting  the 
installation,  construction,  reconstruction,  maintenance,  rehabili- 
tation, use,  development,  sale,  conveyance,  leasing,  management  or 
occupancy  of  real  property  with  the  Project  Area  shall  be  subject 
to  the  applicable  provisions  of  Chapter  151B  of  the  Massachusetts 
General  Laws  (Ter.  Ed.)  as  amended,  and  to  all  other  applicable 
Federal,  State,  and  local  laws  prohibiting  discrimination  or 
segregation  by  reason  of  race,  creed,  color,  or  national  origin. 
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CHAPTER  XII    s   MODIFICATION  AND  TERMINATION 

SECTION  1201   :   Modification 

The  Urban  Renewal  Plan  may  be  modified  at  any  time  by  the 
Boston  Redevelopment  Authority  prov.'.ded  that,  if  the  general 
requiranents,  controls,  or  restrictions  applicable  to  any  part 
of  the  Project  Area  shall  be  modified  after  the  lease  or  sale 
of  such  part,  the  modification  is  consented  to  by  the  Redeveloper 
or  Redevelopers  of  such  part  or  their  successors  and  assigns. 
Where  proposed  modifications  will  substantially  or  materially 
alter  or  change  the  Plan,  the  modifications  must  be  approved  by 
the  Boston  City  Council  and  the  State  Division  of  Urban  and 
Industrial  Renewal. 

SECTION  1202   :   Termination 

This  Urban  Renewal  Plan  shall  be  in  full  force  and  effect  for  a 
period  of  forty  (40)  years  frcan  the  date  of  approval  of  the 
Plan  by  the  City  Council  of  the  City  of  Boston. 
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APPLICATION  FOR  LOAtJ  AND  GRANT 

PART  lis   LOCAL  PROJECT  APPROVAL  DATA 

PROJECT  NO.  MASS.  R-24 

Wasliington  Park  Urban  Renewal  A^-ea 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


APPROVALS  BY  THE  GOVERNING  BODY 
OF  TKS  CITY  OF  BOSTON 


B HAIDER   NO. 


SUBMISSION  DATE: 


CODE  NO.    R-302 


The  following  docijiuentation  is  attached  herewith  as  evidence 
of  approval  of  The  Urban  Renewal  Plan  and  feasibility  of  re- 
location by  the  governing  body  of  The  City  of  Bostons 

1,  Resolution  of  City  Council  of  The  City  of  Boston 
Approving  The  Urban  Renewal  Plan  and  the  Feasibility 
of  Relocation  for  Project  No.  Mass,  R--24. 

2,  Certificate  of  Recording  Officers   City  of  Boston 

3,  Approval  of  The  Mayors  City  of  Boston 


Boston  R-24  /  R-302 


1  of  1 


RESOLu-TION  OF  CITY  COimClL   OF  TEE   CITY   GF  BGS'TOS 
APPROVING  TH3  URBAN  RENEWAL  PLMI  MiD   TEE 
FEASIBILITY  O?  RSLOCAE'ION  FOR 
PROJECT  NOo  I-iASSo  R-24 


^sIHESZAS^  under  the  provisions  of  vitle  I  of  the  Hcasing  hct   of 
1S49,  as  amended^  the  l^ousing  &::.d   Heme  Finance  Adrninictrator  i3 
authorized  to  provide  finenciai  assiswarice  to   Local  Puiblic  Ag&:;:ci;..3 
for  undertaking  and  carrying  out  urbari  renewal  projects;;  and 

WHEREAS,  it  is  provided  in  such  Act  that  contracts  for  fii.i;.:;  cia.- 
aid  thereunder  shall  require  that  the  IJrban  Renewal  Plan  for  t'^e  ra- 
spective  project  area  he  approved  hy  the  governing  hody  of  the  loc^ilit; 
in  \vhich  the  project  is  situated  and  that  such  approval  include 
findings  by  tti.<s   governing  hody  thats  il)    'tne  financial  aid  to  be 
provided  in  the  contract  is  necessary  to  enable  the  project  to  ba 
undertaken  in  accordance  ^vith  the  Urban  Renewal'  Plan;  {2}  the  Urban 
Renev7ai  Plan  v/ill  afford  raaixira'ara  opportunity  consistent  with  the  sound 
needs  of  "t-ie  locality  as  a  v^hole^  for  the  rehabilitation  or  redevelop- 
ment of  the  urban  renev;al  area  by  prii^ate  enterprise;  C3>  the  Urban 
Renewal  Plan  conforais  to  a  general  plan  for  the  developiuent  of  the 
locality  as  a  v~hol3r  and  '4)  iilria   -'"rrban  Renewal  Plan  gives  due  con-" 
sideration  to  ■":::..::.    :■..:::.'....:■:.,:.;.;  o:,  :.,'~::'.a:.t3  ^ark  and  recreatio:ial  areas 
and  facili-cxesj  as  may  ;ie  cesira:ale  ror  neighbornood  iirrproveznent, 
with  special  consideration  for  the  healthy  safety,  and  welfare  of 
children  residing  in  the  general  vic:.:.ity  of  the  site  covered  by  the 
Plan;  and 

Boston  R-24  /  R-231  1  of  10 


WHSrSAS  the  Boston  Redeveloment  Authority  (herein  called  the 
"Local  Public  Agency")  has  entered  into  planning  contracts  ;.:o:;:  :;inar 
cial  assistance  under  snch  Act  wi-th.  the  United  States  of  Ara-;. : '.^:  - , 
acting  by  and  through  the  Housing  ani  'Zciae   Finance  Adruini3t:::-a-;:Q.:-, 
pursuant  "co  V7nxcn  I?eaerai  runes  v;'ere  provaae^  ror  tne  uroan  r'sn'.r.'^a-i- 
project  {herein  called  xho   "Project'"}  identified  as  '•u7a shine-con  Paarh 
Urban  Renewal  Area"  and  enconpassing  -ilie  area  specifically  hounded 
and  described  as  set  forth  in  Chapter  I  of  tl^a  Urhan  Senev^al  Plan^ 
in  the  City  of  Boston^  Ccisiinonwealth  of  Massachusetts^  (herein  called 
the  "Locality"}?  and 

financial  assistance  under  such  Act  end  proposes  to  enter  into  an 
additional  contract  c::?  contracts  with  the  Housing  and  Eon;e  Finance 
Agency  for  -ihe  undertaising  of ^  and  for  making  available  additional 
financial  assistance  for,  the  Srojectj  and 

\AiHEREAS  -the  Local  Public  Agency  on  l?ove:iiber  IS-j  1962^  entered 
iilto  a  temporary  loan  contrast  with  the  United  States  of  Aaaerica' 
under  such  Act  for  the  purpose  of  financing  early  land  acc;uisition 
and  related  activities  in  the  Washington  Park  Urban  Eenev;'al  Area 
pursuant  to  Section  2SQ  of  Chapter  2.21  of  the  Massaehuseuts  General 
Lav7s,  as  amended?  and 

1/JHEI3AS  the  City  of  Eoston,  acting  by  and  through  its  I:-;:.7or^ 
with  the  approval  of  the  Scston  City  Council,  on  August  14^  1962^, 
executed  a  covenant  x^/l'di   the  Local  S-ublic  Agency  vjhereby  -il-ie   City  of 
Boston  shall  bear  in  accordance  with  ■cSie  applicable  law^, 
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any  and  all  loss  that  may  arise  as  a  result  of  such  early  Ibju.- 
acquisition  and  related  activities  in  the  event  that  -the  lanc:  !;;o 
acquired  or'  so  acquired  and  cleared  is  not  used  for  urban  rer  ;.■.  '-. 
purposes  because  an  urban  renev.'al  pl-an  for  -uie   Washington  Par";: 
Urban  Renev;al  Area  is  not  approved^  cr  is  amended  to  omit  such  irnd, 
or  is  abandoned  for  any  reason;  and 

WHSREJ^S  the  Local  Public  Agency;,  v;ith  the  consent  of  ti^a 
City  of  Boston  acting  by  and  -ihroizgh  -cha  Mayor  v;ith  the  apprc--^ 
of  the  Boston  City  Council,  has  assigned  any  and  all  of  its  r:Lc:h--  3 
under  said  covenan'c  to-  the  United  States  of  ^rr.ericaj  and 

TKHERSAS  the  Local  Public  Jlgency  has  made  detailed  studies  cf 
'the  location^  physical  condition  of  structures,  land  use^  environ- 
mental influences^  and  social,  cultural,  and  econoraic  conditions 
of  the  Project  area  and  has  detenrdned  that  the  area  is  a  substand- 
ard and,  decadent  area.   It  is  an  area  viierein  -dwellings  predorainate 
viGiich  by  reason  of  dilapidation^  overcrowding,  faulty  arrangement 
o:r_  design,  lach  of  ventilation^  light  or  sanitation  facilities^ 
£jnd  a  combination  of  "cl'.ese  factors,  are  detmaenual  to  saret.}"', 
heal'th,  morals,  welfare  and  sound  growth  of  the  Boston  Corair;un:;.ty,- 
asid  that  it  is  an  area  vi^ich  is  detriraental  to  safety,  health,-, 
morals,  welfare  ar,c  ^^h^i  sound  growth  cf  the  Boston  Community  be- 
cause of  the  existence  of  buildings  'vvnich  are  ouu  of  reparr^;  pry;  ".•- 
cally  deteriorated,  obsolete  or  in  need  of  major  maintenance  -:-^:: 
repair,  and  because  buildings  have  'be^rx   tern  down  and  not  re;^-;:.e;.cc:d 
and  in  vmich  under  existing  conditions  it  is  improbable  that  :1  ^ 
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the  buildings  will  ha   :_-splaced^  and  becciuse  of  z.   substantial  change 

in  business  and  econOiaiG  conditions.,  and  because  of  inadequate 

light,  air  and  open  space,,  and  because  diversity  of  ownership, 

irregular  lot  sises  and  obsolete  street  patterns  malce  it  improb-abie 

that  tlie  area  will  be  redeveloped  by  the  ordinary  operation-:  of 

private  enterprise.   The  irienibers  of  -triis  Governing  Body  hav-::  b.-e  -n 

fully  apprised  by  the  Local  Public  Agency  and  are  a^^are  of  ■' '':  :.: 

facts  and  'conditions j  and  the  members  of  this  Governing  Body  ha' -e 

been  fully  apprised  by  the   Local  Public  JR.gency.and  are  a-v/ar^:  of  the:. 

facts  and  conditions?  and 

WIEBEAS   there  has  been  prepared  and  referred  to  the  C:.  ry   (oun- 

cil  of  the  Locality  (herein  called  the  "Governing  Body")  foi;;  review 

and  approval  an  Urban  Renev;al  Plan  for  the  Project  area^,  da-L-:,:.^ 

January  14,  1953,  and  consisting  of  33  pages  and  three  exiiil  '  ~: 

data  and  r ecorKnendations ,  ^mich  raaterialj  data,  and  recoxoiKen^iacions  . 

are  not  a  part  of  said  Urban  Renewal  Plans 

Part  I  t     Application  for  Loan  and  Grant; 
Resolution  of  the  Au-<diority  approving  "the  Urban  P.enewal 
Plan  and  conditions  under  v/nich  P-eloeaticn  Pa"yrr:ents  will 
be  Kade. 

I-JHSSEilS  said  Urban  Rene'i-yal  Plan  has  he^an   approved  by  the 
Governing  Body  of  -che  Local  Public  2-.gency.  as  evidenced  by  -viie  copy 
of  said  3ody''  s  duly  certified  resolution  approving  said  Urban  Re- 
newal Plan,  vihich  is  attached  thereto?  cind 

IIHEBEHS   a  general  plan  has  been  prepared  and  is  recogn ;:.:>;  id 
and  used  as  a  guide  for  the  general  developrr^ent  of  tl'-e   Local  .".ty  as 
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a  -wvioxe;  and 

WHEREAS,  the  Boston^  Rsdevaloipinfient  Authority  vfhich   is  t^e  caly 
designatac  £nd  acting  official  plaiiai.ig  body  for  'che  Locality;  t.  ^s 
submitted  to  the  Governing  Body  its  report  and  reccirunsndations  rsspec 
ing  said  Urban  Renewal  Plan  for  the  Project  area  and  has  certified 
'that  said  Urban  Renewal  Plan  conforras  to  "the  said  general  plan  for 
the  Locality  as  a  viholcj  and  the  Governing  2ody  has  duly  considered 
said  report,  reccriiraendations,  and  certification  of  tl^e  'olanning 
body?  and 

I"JHERSi-iS  said  Urban  Renewal  Plan  for  'ch<B   Z^roject  a.rea  prescribes 
certain  land  •uses  for  the  Project  area  and  will  require^  among  other 
things,  changes  in  ironing,  the  vacating  and  removal  of  streets, 
alleys,  and  other  public  v/ays,  the  establishiaent  of  new  street  pat- 
terns, the  location  and  relocation  of  sewer  and  Hjciter  mains  and 
other  public  facilities ^  and  other  public  action ?  and 

WHEREAS  the  Local  Public  Agency  has  authorised  the  e2cecution 
of'  a  Cooperation  Agreement  by  and  between  the  Local  Public  Agency 
and  the  City  of  Boston  providing  for  the  mahing  by  the  Ci'ty  of  Boston 
of  local  grants-in-aid  in  accordance  with  Title  Z  of  the  Housing 
Act  of  IS'CS^  as  axandad-  csid   in  c:ccordance  with  a  loan  and  grant 
contract  to  be  entered  ii:.to  'o'^   and  be't^veen  the  Local  Public  A-3"encv 
a.nd  the  United  States  of  America^  which  local  grants-in-aid  are  to 
equal  at  least  one  third  of  the  actual  net  project  cost  for  "crie 
lifeshington  Park  Urban  Renewal  Area  as  finally  determined  and_  approved^ 
by  the  Housing  and  Hone  Finance  Adzuinistrator  of  the  United  States 
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or  iijaerica  xn  accordance  \-iz-cri   sucr:  -ccz^  Coopera-c2.cn  ---cre-sraer-'c  ana 
loan  and  grant  contrac'c;  and 

WHEREAS  -cna  Local  Public  Agency  has  prepared  and  suSjiaitted 
proposals  for  tijz^   relocation  of  farailies  that  may  be  displaced  as 
a  result  of  carryinc^'  out  the  i?roject  in  accordance  with  said  Urban 
Renewal  Planj  and 

W.2ESSAS  there  have  also  'izssr:.   "oresented  to  ■the  Governing  Body 
information  and  data  respectir:g  the  proposals  for  relocation  v^hich 
have  been  prepared  by  the  Local  Public  Agency  as  a  result  of  studies. 
surveys  J  and  inspections  j  arid  , 

^jHSREAS  'the  merabers  of  "ihis  Governing  Zody  have  general  hnov7~ 
iedge  of  the  conditions  prevailing  in  the  ]?ro;iect  area  and  cf  tl.e 
availability  of  proper  housing  in  the  locality  for  the  relocation  of 
faiailies  that  znay  be  displaced  fro::u  the  Project  are^  and^  in  'the 
light  of  such  knowledge  of  local  housing  conditions^  have  carefully 
considered  and  revievjed  such  proposals  for  relocationj  and 

W2iSREAS  it  is  necessary  that  the  Governing  Eody  talce  appropriat 
official  action  res^pecting  "che  prcpO'sals  for  relocation  and  ssiic. 
Urban  Renewal  Plan  for  'ihe  Project;,  in  confcrraity  with  the  c;:ncr-:.ct.ir 
for  financial  ;;.  .v :'..,•  ^  ■:.!;..  ..^  X,,:-:^:.  sen  the  Local  Public  Agency  and  v.  iv- 

Finance  Administrator « 

VJSSHEAS  the  Governing  Eody  is  cognisant  of  the  conditions  :;hat: 
are  iniposed  in  the  tindertahing  and  carrying  out  of  urban_ren';.-.val  yxc-;. 
ects  with  Federal  financial  assistance  under  "ritle  2j    includ...::g  :.hos^ 

Boston  R-24  /  R-231  -  l': 


prohibiting  discriiriinEtion  bscci-csa  of  raca^  color,,  o'seec-s    or  m:t±onZ:l 
origins  ■  ' 

iNiOvT^  THEREFORE^  BE  IS  TiESGLVED  BY  2-233  CITY  COUSvCIL  CE  30STGH 
AS  EOLLOvJSs 

lo   Shat  it  is  hereby  fovjind  i:nc;  deterrGined  that,  the  Project 
is  a .  substandard  and/or  decade:n.t  area  and  qualifies  as  an  eligible 
Projec'c  area  under  Chapter  121  of  the  hassaehusetts  General  Laws. 

2»   ihat  said  Urban  Renewal  Plan  for  the  Project  aforementioned; 
having  heer^   duly  reviewed  and  considered^  is  hereby  approved,  and  the 
Mayor  of  Boston  he   and  hereby  is  authorised  t.o  approve  said  Plan  and 
t'cie   City  Clerk  be  and  lo  hereby  directed  to  file  said  copy  of  said 
Urban  Renewal  Plan  with  the  rainutes  of  -ihis  meeting. 

3,  S::iat  it  is  hereby  found  :L:^.ci  deterrriined  that  said  Urban  Re- 
newal Plan  for  the  Project  area  confor:;:is  to  said  general  pl:.--n  of  the 
Locality.  •■      . 

4,  That  it  is  hereby  found  and  deterrained  that" the  "financial 
aid  provided  and  to  be  provided  pursuant  to  said  contract  for  Federal 
financial  assistance  pertaining  to  the  Project  is  necessary  to  enable 
the  Prefect  to  be  under tai-cen  in  accordance  with  'ihe  Urban  Fisnewa^ 
Plan  for  the  Project  area. 

5,  That  it  is  hereby  found  and  determined  that  the  above 
mentioned  Urban  Renev;al  Plsn  for  ■tl"-e  Uz-ban  Renewal  Area  will  ?;::::ord 
maximum  opportunity,  consistenu  with  the  sound  needs  of  the  ^iocality 
as  a  x-chole,  for  the  urban  renewal  of  such  areas  by  private  enterprise.. 
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6o   Si.at  i'c  is  liereby  found  E.nd  determinad  •tlia-c  the  Urbsin  Re- 
newal Plan  for  tlie  Urban  Renswc:!  --.rea  gives  due  corisidara'tion  to 
the  prcvisio;^  of  adecraate  parlc  and  recreational  areas  and  facilities, 
as  may  be  desirable  for  neighborhood  iruprovement^  %-;ith  special  con- 
sideration for  -iitiB   heal'ti^^  safety^  and  welfare  of  children  residing 
in  the  general  vicinity  of  the  site  covered  by  the  Plan. 

7.   That  it  is  hereby  found  and  cetemined  that  the  proposals 
for  the  proper  relocation  of  ■the  farailies  displaced  in  carrying  out 
th.'B   Project  in  decent^  safe,  and  sanitary  dcvsllings  in  confomiity 
with  acceptable  standards  are  feasible  and  can  be  reasona23ly  and 
tiraely  effected  to  permit  "tdie  proper  prcsecation  and  ccrapletion  of 
the  Project^  and  -chat  such  dwellings  or  dxvelling  units  available  or 
uO  ise  iUaae  avaaaabae  \io  sucn  caspi.acea  rai"iia.j.aes  are  a'c  _easn  eQuaa 
in  nrnnber  to  the  ntaiber  of  di-jplaced  f£:^ilies^  are  not  generally 
less  desirable  in  regard  to  public  utilities  and  piiDlic  and  ccniniercia^ 

area,  ■  are  available  at  rents  or  prices  v;ithin  the  financial  neans  of 
tne  daspaaced  mu".a..Laes,:  and  are  reasonabay  aGcessan_e  to  "cnear  p.taces 
of  employments 

S.   That  in  order  to  iruplement  and  facilitate  the  effectuation 


of  the  Urban  Renewal  Plan  hereby  a-r^'Droved 


q  4-5-  •) 


taat  certaan  offacaa-  actxon  raust  ne  taicen  oy   "inas  isoay  wa-cn  reterer 
araong  other  things ^  to  changes  in  soning^,  the  vacating  and  removal 
of  streets,  alleys ^  and  other  public  ways^  the  establishraent  cf  new 
street  patternsj  x^b   location  and  relocation  of  sewer  and  ti7ater  aiair 
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and  other  public  facilities^  and  other  piiblic  action,  and,  accord- 
ingly^  this  Body  herebys  (a)  pledges  its  cooperation  in  helping  to 
carry  out  such  Urban  Renev/al  Plan?  {b}    requests  the  various  oificiaia 
departments^  boards^  and  agencies  of  the  locality  having  ad:;ainistra- 
tive  responsibilities  in  the  premises  lilcev^ise  to  cooperate  to  such 
end  and  to  exercise  their  respective  functions  and  po-^^ers  in  a  1.^3.11^ 
ner  consistent  with  said  Urban  Renewal  Plan;  (c)    stands  ready  to 
consider  and  take  appropriate  action  upon  proposals  and  neasures 
designed  to  effectuate  said  Urban  Renewal  Planj  and  (d,.  au'thorises 
and  er.povv"ers  the  Mayor  of  the  City  of  Boston  to  e:--ecute  and  delaver 
in  the  narae  and  behalf  of  the  City  of  Ecston  a  Cooperation  Agreeraent 
by  and  between  the  City  of  Eos  ton  and  •tie  local  Public  hgency  pro- 
viding for  the  making  by  the  City  of  Boston  of  local  grants-in-aid 
in  accordance  with  ^'itle  1  cf  -the  Housing  Act  of  1949^  as  amendedj 
and  in  accordance  vji'ch  a  loan  and  grant  contract  to  be  enterea  rnto 
by  and  betvjeen  "the  Local  Public  i-^gency  and  the  United  States  of 
America,  which  local  grants-in-aid  are  to  equal  at  least  one  tnrrd 
of  the  actual  net  pre j  ecu  cost  for  "the  Ivashington  Park  Urban  Re- 
newal .-.rea  as  finally  deterzriined  and  approved  by  the  Housing  and 
Hoine  Finance  Adrainistrator  of  the  United  States  of  Araerica  in  accorci"- 
ance  wi'th  such  Act^  ,.ooperauion  Ag^reement  and  loan  and  grant  con- 

"tract.  

That  additional  financial  assistance  under  -the  provisions  of 
Title  I  of  the  Housing  Act  of  1349^  as  amended,  is  necessary  to  en- 
able the  land  in  -che  Project  area  to  be  renewed  in  accordance  with 
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the  Urban  Rene^\7al  Plan  for  -cha  Pro j  act  area  and^  aGcordingly^  -che 
filing  by  the  Local  Public  Agency  of  an  application  or  applications 
for  such  financial  assistance  under  said  Title  Z  is  hereby  aioprovad. 
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APPLICATION  FOR  LOAN  AND  GRANT  BINDER  NO. 

PART  II  s  LOCAL  PROJECT  APPROVAL  DATE 
PROJECT  NO.  MASS.  R~24 

Washington  Park  Urban  Renewal  Area  SUBMISSION  DATE 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 


CERTIFICATE  OP  RECORDING  OFFICER:  CITY  OF  BOSTON 


The  undersigned  here».y  certifies  thats 

1.  He  is  the  duly  qualified  and  acting  City  Clerk  of  the  City  of 
Boston,  Massachusetts,  (hereinafter  called  the  "Locality")  and  the 
custodian  of  the  records  of  the  Locality,  including  the  journal 

of  the  proceedings  of  the  Boston  City  Council  (hereinafter  called 
the  "Governing  Body");  and  is  duly  authorized  to  execute  this  cer- 
tificate. 

2.  Attached  hereto  is  a  true  and  correct  copy  of  a  resolution,  in- 
cluding the  WHEREAS  clauses,  adopted  at  a  meeting  of  the  Governing 
Body  held  on  the  eighteenth     day  of  February,  1963  (hereinafter 
called  the  "Resolution  of  the  Governing  Body"), 

3»  Also  attached  hereto  is  a  true  and  correct  copy  of  the  Urban 
Renewal  Plan,  which  has  been  previously  approved  by  the  Boston  Re- 
development Authority  as  evidenced  by  a  duly  certified  resolution 
of  that  body  attached  to  said  Plan,  presented  at  said  meeting,  and 
approved  by  the  Resolution  of  the  Governing  Body. 

4.  The  Resolution  of  the  Governing  Body  has  been  duly  recorded  in 
the  journal  of  said  meeting  and  is  now  in  full  force  and  effect. 

5.  Said  meeting  was  duly  convened  and  held  in  all  respects  in 
accordance  with  law  and  the  bylavjs  of  the  Locality.   To  the  extent 
required  by  law  or  said  bylaws,  due  and  proper  notice  of  said  meet- 
ing was  given.  A  legal  quorum  of  members  of  the  Governing  Body  was 
present  throughout  said  meeting,  and  a  legally  sufficient  niamber  of 
members  of  the  Governing  Body  voted  in  the  proper  manner  for  the 
adoption  of  the  Resolution  of  the  Governing  Body.  All  other  re- 
quirements and  proceedings  under  law,  said  bylaws,  or  otherwise, 
incident  to  proper  adoption  of  the  Resolution  of  the  Governing  Body, 
including  any  pviblication,  if  required  by  law,  have  been  duly  ful- 
filled, carried  out,  and  otherwise  observed. 


:,  A'  ■ 
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6»   If  the  seal  appears  below,  it  constitutes  the  official  seal 
of  the  Locality  and  was  duly  affixed  by  the  undersigned  at  the  time 
this  certificate  was  signed.   If  no  seal  appears  below,  the  Locality 
does  not  have  and  is  not  legally  required  to  have  an  official  seal. 

IN  WITNESS  WHEREOF,  the  undersigned  has  hereunto  set  his  hand  this 
^day  of  February,  1963. 

ATTESTS 


Signature  of  Attesting  Officer      Signature  of  Recording  Officer 


Title  of  Attesting  Officer         Title  of  Recording  Officer 


<r^iu..s..v,-:>^ 


|.'™fc«ata;K^.^:^ 


BI5  3TOa"]L&. 


JOHN  F.  COLLINS 
Mayor 


CITY    OF    BOSTON 

OFFICE    OF    THE    MAYOR 

CITY    HALL 


APPROVAL  OF  THE  KiAYOR 

CITY  0?  BOSTON 

URBAN  RENSW^Oi  PLAN 

WASHINGTON  PARK  URBAN  RENEWAL  AREA 

As  Mayor  of  the  City  of  Boston,  acting  pursuant  to  aut/ior^.- 
Zc-tion  by  the  Boston  City  Council,  I  hereby  approve  the  Urban 
Renewal  Plan  dated  January  14,  1963,  v.'hich  has  been  duly  approved 
by  the  Boston  Redevelopment  Authority  on  January  16,  1953,  anc 
subsequently  approved  by  the  City  Council  of  the  City  of  Boi'zo. 
on  February  18,  1963,  for  the  Washington  Park  Urban  Renev/a.  ;-.r  a 
in  the  City  of  Boston  as  described  -therein. 

Given  at  Boston,  Massachusetts,  this   -^  -^    day  of 

February,  1963. 

CITY  OF  BOSTON 


\y   John  F.  Collins,  Mayor 


CERTIFIED 


LS 
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APPLICATION  FOR  LOAN  AND  GRANT  BItroER  NO. 

PART  lis   LOCAL  PROJECT  APPROVAL  DATA 
PROJECT  NO,  MASS.  R-24 

Washington  Park  Urban  Renewal  Area  SUBIilSSION  DATE: 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 


APPROVALS  BY  BOSTON  REDEVELOPJffiNT  AUTHORITY   CODE  NO.  R-.303 
Aim   COM-iON'v^EALTH  OF  MASSACHUSkTTo 


The  following  documentation  is  attached  herewith  as  evidence 
of  (1)  approval  of  The  Boston  Redevelopment  Authority  of  the 
Urban  Renewal  Plan  and  conditions  under  which  Relocation  Pay- 
ments will  be  made  and  (2)  approval  of  The  Division  of  Urban 
and  Industrial  Renewal  of  The  Commonwealth  of  Massachusetts 
as  required  by  the  provisions  of  Chapter  121,  Section  26  ZZ 
of  The  General  Laivs  of  The  Commonwealth  of  Massachusetts  s 

1.  Resolution  of  Boston  Redevelopment  Authority 
Approving  an  Urban  Renewal  Plan  and  Conditions 
Under  I^ich  Relocation  Payments  Will  be  Made. 

2.  Certificate  of  Recording  Officer. 

3.  Resolution  of  Boston  Redevelopment  Authority  With 
Respect  to  Determination  and  Findings  That  The 
Washington  Park  Urban  Renewal  Area  is  a  Substandard 
and  Decadent  Area, 

4-   Certificate  of  Recording  Officer. 
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5,  Resolution  of  the  Boston  Redevelopment  Authority 
Re:  Urban  Renewal  Plan  for  the  Washington  Park 
Urban  Renewal  Area  s  Project  No.  Mass.  R-24. 

6,  Certificate  of  Recording  Officer 

7,  Washington  Park  Urban  Renewal  ^rea.  Project  Ko. 
Mass.  R-24,  Approval  of  The  Division  Of  Urban 
and  Industrial  Renewal,  Convraonwealth  of 
Massachusetts . 


Boston  R-24  /  R-303 


RESOLUTION  OF  BOSTON  REDEVELOPMENT  AUTHORITY 

APPROVING  AN  t^fefeAN  RENEWAL  PLAN  AND  CONDITIONS 

UNDER  'vmiCH   RELOCATION  PAYMENTS  WILL  BE  MADE 

FOR  PROJECT  NO.  MASS.  R-24 


WHEREAS,  in  connection  with  an  application  of  the  Boston 
Redevelopment  Authority,  hereinafter  referred  to  as  the  "Authority", 
to  the  Housing  and  Home  Finance  Administrator  for  financial  assis- 
tance under  Title  I  of  the  Housing  Act  of  1949,  as  amended,  the 
approval  by  the  Authority  of  an  Urban  Reniswal  Plan  for  the  project 
area  involved  in  such  application  is  required  by  the  Federal  Govern- 
ment before  it  will  enter  into  ?  contract  for  loan  or  grant  with  the 
Authority  under  said  Title  I;  and 

WHEREAS,  the  rules  and  regulations  prescribed  by  the  Federal 
Government  pursuant  to  Section  106(f)  of  said  Title  I  require  that 
the  conditions  under  which  the  Authority  will  make  Relocation  Pay- 
ments in  connection  with  the  Urban  Renewal  Project  contemplated 
by  said  application  and,  if  fixed  Relocation  Payments  are  proposed, 
the  Fixed  Relocation  Payments  Schedule  be  officially  approved  by  the 
Authority;  and 

WHEREAS,  there  was  presented  to  this  meeting  of  the  Authority, 
for  its  consideration  and  approval,  a  copy  of  an  Urban  Renewal  Plan 
for  said  project  area,  dated  January  14,  1963,  which  plan  is  entitled 
"Urban  Renewal  Plan,  Washington  Park  Urban  Renewal  Area,  Project  No. 
Mass.  R-24",  and  consists  of  thirty-three  (33)  pages  and  three  (3) 
exhibits,  attached  hereto  and  marked  "Exhibit  A, "  and  a  set  of 
conditions  under  which  the  Authority  will  make  Relocation  Payments, 
which  set  of  conditions  is  set  forth  in  the  Relocation  Program, 
including  a  Fixed  Relocation  Payments  Schedule  dated  January  14,  1963, 
attached  hereto  and  marked  "Exhibit  B",  for  the  Urban  Renewal  Project 
contemplated  by  said  application?  and 

WHEREAS,  the  Urban  Renewal  Plan  and  the  conditions  under  which 
the  Authority  will  make  Relocation  Payments  and  the  Fixed  Relocation 
Payments  Schedule  were  reviewed  and  considered  at  said  meeting;  and 

WHEREAS,  the  Authority  on  June  27,  1962,  adopted  and  approved 
a  Resolution  entitled  "Resolution  of  Boston  Redevelopment  Authority 
Approving  Relocation  Program  and  Conditions  for  Relocation  Payments" 
respecting  the  relocation  of  families,  individuals  and  business 
concerns  displaced  in  carrying  out  an  early  land  acquisition  program 
in  the  Clearance  Section  Tracts  of  said  project  area;  and 

WHEREAS,  the  Authority  is  cognizant  of  the  conditions  that  are 
imposed  in  the  undertaking  and  carrying  out  of  urban  renewal  projects 
with  Federal  financial  assistance  under  Title  I,  including  those 
prohibiting  discrimination  because  of  race,  color,  creed,  or  national 
origin: 
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NOW,  THEREFORE,  BE  IT  RESOLVED  by  the  Governing  Body  of  the 
Authority  as  follows? 

1.  That  the  conditions  under  which  the  Local  Public  Agency 
will  make  Relocation  Payments  are  hereby  in  all  respects  approved, 

2.  That  the  Urban  Renewal  Plan  is  hereby  in  all  respects 
approved  and  the  Secretary  is  hereby  directed  to  file  a  certified 
copy  of  said  Urban  Renewal  Plan  with  the  minutes  of  this  meeting. 

3.  That  the  Fixed  Relocation  Payments  Schedule  is  hereby  in 
all  respects  approved. 

4.  That  the  Resolution  approving  relocation  payments  and 
conditions  for  relocation  payments  adopted  and  approved  by  the 
Authority  on  June  27,  1952,  and  amendments  thereto,  respecting 
the  relocation  of  families,  individuals  and  business  concerns  dis- 
placed in  carrying  out  an  early  land  acquisition  program  in  the 
Clearance  Section  Tracts  of  said  project  area  shall  continue  in 
force  and  effect. 

5.  That  the  Site  Office  Manager  for  said  project  area  is 
hereby  designated  to  approve  all  claims  for  Residential  Relocation 
Payments  . 

6.  That  the  Business  Relocation  Officer  for  said  project 
area  is  hereby  designated  to  approve  all  claims  for  Business  Reloca- 
tion Payments. 

7.  That  it  is  hereby  found  and  deteinriined  that  the  proposals 
contained  in  the  Relocation  Program  for  the  proper  relocation  of 
the  families  displaced  in  carrying  out  the  project  in  decent,  safe 
and  sanitary  dwelling  in  conformity  with  acceptable  standards  are 
feasible  and  can  be  reasonably  and  timely  affected  to  pejnnit  the 
proper  prosecution  and  completion  of  such  project?  and  that  such 
dwellings  or  dwelling  units  available  or  to  be  made  available  to 
such  displaced  families,  are  at  least  equal  in  number  to  the  num- 
ber of  displaced  families,  are  not  generally  less  desirable  in  re- 
gard to  public  utilities  and  public  and  commercial  facilities  than 
the  dwellings  of  the  displaced  families  are  available  at  rents  or 
prices  within  the  financial  means  of  the  displaced  families  and 
are  reasonably  accessible  to  their  places  of  employment. 


APPLICATION  FOR  LOAN  AND  GRANT  BINDER  NO, 

PART  II :  LOCAL  PROJECT  APPROVAL  DATA 
PROJECT  NO.  MASS.  R-24 

Washington  Park  Urban  Renewal  Area  SUBMISSION  DATEs 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 


CERTIFICATE  OF  RECORDING  OFFICER 


The  undersigned  hereby  certifies  that: 

1.  He  is  the  duly  qualified  and  acting  Secretary  of  the  Boston 
Redevelopment  Authority  (hereinafter  called  the  "Local  Public  Agency") 
and  the  custodian  of  the  records  of  the  Local  Public  Agency,  incluJl- 
ing  the  journal  of  the  proceedings  of  the  members  of  the  Boston 
Redevelopment  Authority  (hereinafter  called  the  "Governing  Body"); 
and  is  duly  authorized  to  execute  this  certificate. 

2.  Attached  hereto  is  a  true  and  correct  copy  of  a  resolution, 
including  the  WHEREAS  clauses,  adopted  at  a  meeting  of  the  Governing 
Body  held  on  the  sixteenth  day  of  January,  1963. 

3.  Also  attached  hereto  is  a  true  and  correct  copy  of  the  Urban 
Renewal  Plan  presented  at  said  meeting  and  approved  by  said  resolution 

4.  Said  resolution  has  been  duly  recorded  in  the  journal  of 
said  meeting  and  is  now  in  full  force  and  effect. 

5.  Said  meeting  was  duly  convened  and  held  in  all  respects  in  * 
accordance  with  law  and  the  bylaws  of  the  Local  Pyblic  Agency.   To 
the  extent  required  by  law  and  (or)  said  bylaws,  due  and  proper 
notice  of  said  meeting  was  given.   A  legal  quorvmi  of  members  of  the 
Governing  Body  was  present  throughout  said  meeting,  and  a  legally 
sufficient  number  of  members  of  the  Governing  Body  voted  in  the 
proper  manner  for  the  adoption  of  said  resolution.  All  other  require- 
ments and  proceedings  under  applicable  law,  said  bylaws,  or  otherwise, 
incident  to  the  proper  adoption  of  said  resolution,  including  any 
publication,  if  required  by  law,  have  been  duly  fulfilled,  carried 
out,  and  otherwise  observed. 

6.  If  a  seal  appears  below,  it  constitutes  the  official  seal 
of  the  Local  Public  Agency  and  was  duly  affixed  by  the  undersigned 
at  the  time  this  certificate  was  executed.   If  no  seal  appears  be- 
low, the  Local  Public  Agency  does  not  have  and  is  not  legally  required 
to  have  an  official  seal. 

IN  WITNESS  WHEREOF,   the  undersigned  has  hereunto  set  his  hand 
this  eighteenth  day  of  January,  1963, 


(SEAL) 
ATTE5 


/"^^^W^ 


(^V\  I   0~K^ 


Signauur¥  c*f  Attesting  Officer              Signature  of  Recording  Officer 
Assistakt^/^crstary  Secretai^  ,,„--.^ 


Title  of  Attesting  Officer         Title 


RESOLUTION  OP  BOSTON  REDEVELOPMENT  AUTHORITY 

WITH  RESPECT  TO  DETERMINATION  AJ.E>  FIITOIKGS 
THAT  THE  WASHINGTON  PARK  URBAN  RENEWAL  AREA 
IS  A  SUBSTA13DARD  AND  DECADENT  AREA 


WHEREAS,  the  Boston  Redevelopment  Authority*  hereinafter  called 
the  •Authority,"   is  a  public  body,  politic  and  corporate,  duly  organ- 
ized and  existing  under  the  provisions  of  the  Housing  Authority  Law 
of  the  Ccrtsaonwealth  of  Massacdiusetts  and  having  a  usual  place  of 
business  in  the  City  of  Boston,  Massachusetts;  and 

WHEREAS,  the  Authority  has,  with  the  approval  of  the  Mayor  and 
City  Council  of  the  City  of  Boston  and  with  financial  assistance  pro- 
vided under  Title  I  of  the  Housing  Act  of  1949,  as  amended,  by  the 
Housing  and  Homo  Finance  Agency  of  the  United  States  of  America 
undertaken  and  conducted  surveys,  studies,  and  inspections  of  an  area 
in  the  City  of  Boston,  known  and  referred  to  as  the  Washington  Park 
Urban  Renewal  Area  hereinafter  called  the  "Project  Area",  for  which 
area  the  Authority  is  preparing  an  urban  renewal  plan,  and  in  which 
the  Authority  proposes  to  undertake  an  urban  renewal  project,  said 
area  being  c-pwcifically  t3:;3cribud  in  thu  "Prcjcct  Boutidary  Doccrip-  . 
tioa"  attached  hereto  and  r.iadc  a  part  of  this  resolution;  and 

WHEREAS,  the  Authority  has,  after  due  and  proper  notice,  held 
a  public  hearing  with  respect  to  the  Project  Area,  and  at  said  hearing, 
received  and  heard  extensive  evidence,  facts,  data,  statements, 
exhibits,  views,  and  opinions  with  respect  to  said  Projes^:  Area  and 
its  conditions,  including  (a)  statements,  facts,  data,  and  statistics 
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presented  by  officials  of  the  City  of  Boston  respecting  building, 
fire,  health,  police,  public  works,  and  traffic  control  problems 
in  the  Project  Area  and  bheir  causes,  and  law  enforcement  problems 
in  the  Project  Area  and  their  causes,  (b)  statements,  siorvey  facts, 
study  reports  and  extensive  exhibits  prepared  and  presented  by  m^nber: 
of  the  Authority's  staff,  including  detailed  explanations  of  the 
sujrvey  emd  study  procedures  used  by  the  staff,  detailed  descriptions 
of  the  Project  Area,  the  present  character,  physical  conditions,  and 
uses  of  land  and  structures  therein,  historical  data  respecting  the 
economic  and  land  use  trends  therein,  inspection  reports  respecting 
the  physical  condition  of  every  structure  in  the  Project  Area,  and  an 
extensive  collection  of  interior  and  exterior  photographs  disclosing 
the  appearance  and  physical  condition  of  structures  throughout  the 
Project  Area  and  in  every  section  thereof,  and  (c)  statements, 
opinions,  views  and  data  from  various  interested  individuals,  and 
representatives  of  various  organizations  pertaining  to  the  conditions 
existing  in  the  Project  Area;  and 

NOW,  THEREFORE,  be  it  resolved  that  the  Boston  Redevelopment 
Authority  acting  under  and  piirsuant  to  its  power  un<I<2r  the  provi- 
sions of  said  Housing  Authority  Law  and  any  other  powers  thereunto 
enabling,  does  hereby  determine,  declare  and  find  (1)  that  the 
Project  Area  is  a  svibstandard  and  decadent  area  in  that  it  is  em 
area  wherein  dwellings  predominate  which  by  reason  of  dilapidation, 
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overcrowding,  faulty  arraiigemen'  or  design,  lack  of  ventilation, 
light  or  sanitation  facilities,  and  coiribinations  of  these  factors, 
are  detrimental  to  safety,  health,  morals,  welfare  and  sound  growth 
of  the  Boston  community,  and  that  it  is  an  area  which  is  detrimental 
to  safety,  health,  morals,  welfare  and  the  sound  grown  of  the  Boston 
community  because  of  the  existence  of  buildings  which  are  out  of 
repair,  physically  deter iorp.ted,  unfit  for  human  habitation,  obsolete 
and  in  need  of  major  maintenance  and  repair,  and  because  buildings 
have  been  torn  down  and  not  replaced  and  in  which  under  existing 
conditions  it  is  improbable  that  the  buildings  will  be  replaced,  and 
because  of  a  substantial  change  in  business  and  economic  conditions, 
and  because  of  inadequate  light,  air  and  open  space,  and  because  of 
excessive  land  coverage  and  because  diversity  of  ownership, 
irregular  lot  sizes  and  obsolete  street  patterns  make  it  improbable 
that  the  area  will  be  redeveloped  by  the  ordinary  operations  of 
private  enterprise. 

Be  it  further  resolved  that  the  Boston  Redevelopment  Authority 
does  hereby  determine,  declare  and  find  the  following  particular 
facts  to  be  true  and  correct: 
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1,  Apprt>x±matrely  360.9  acres  of  land  within  theairea  «ere  found 
to  be  iit^roved  with  iMiildings  or  other  stmcttjreSr  and  ap- 
proximately 105.5  acres  were  found  to  be  devoted  to  improved 
streets.  Together  such  improved  land  was  found  ta  represent 
,  approximately  92.8  per  cent  of  the  total  of  about  502,4  acres 
of  land  lying  within  the  perimeter  boundrles  of.  the  urban  re- 
newal area.  Land  improved  with  buildings,  streets,  or  other 
improvements  was  found  to  be  distrlb«t.ed  generally  throughout 
"t3ie  entire  er^a^ 

^  Approximately  329.8  acres^tii  XamA  within  the  area^^were-dBound 
-to  be  devoted  to  uses  which  were  residential  in  character, 
exclusive  of  straeta*  AHeys^  smd  other  public  clgbts-odE-way« 
Such  land  v;^  found  to  represent  approximately  83.5  per  cent 
of  the^  total  net  land  area  of  about  395,2  acres  lying  withiii- 
the-perimeter  boundaries  of  the  urban  renewal  area.  Blocks 
clearly  predominantly  residential  in  character  were  f ound  ta 
be  distributed  generally-thronghout  the  entire  area. 

3.  Approximately  65.4  acres  of  land  within  the  area  were  found 
to  be  devoted  to  uses  v^lch  were  non-resldentiaX-in  charactsc^ 
Jjicluding  businesses,  industries,  and  institutions.  Such 
land  was  found  to  represent  approximately  16.5  per  cent  of 
the  total  net  land  area  within  the  area.  Blocks  character*- 
ized  by  non-residential  uses  were  found  to  be  distributed 
generally  throughout  many  sections  of  the  entire  area.  With- 
in these  bibcks  non-residential  uses  were  found  to  tM'ixii^&t*^ 
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mingled  with  and  adjoining  uses  which  were  residential  in  character. 

4,  Approximately  2,814  buildings,  or  94.5  percent  of  the  total  number 
of  2,979  principal  buildings  within  the  area,  ^^^ere  found  to  be  non--. 
fireproof  or  of  frame  construction. 

5,  Approximately  1S6  buildings,  or  5,6  percent  of  the  total  number  of 
2,979  principal  buildings  within  the  area,  were  found  to  be  devoted 
to  uses  which  were  non-residential  in  character,  including  busi- 
nesses, industries,  and  institutions.   Such  buildings  were  found 

to  be  distributed  generally  throughout  many  sections  of  the  entire 
area,  intermingled  with  and  adjoining  buildings  devoted  to  uses 
which  were  residential  in  character. 

6,  Approximately  1,662  buildings,  or  55.8  percent  of  the  2,979  prin- 
cipal buildings  within  the  area  were  found,  based  on  all  surveys 
and  inspections,  to  be  buildings  with  either  extensive  minor,  or 
major  defects,  and/or  serious  deficiencies, 

7,  Approximately  1,034  buildings,  or  34.7  percent  of  the  2,979  prin- 
cipal buildings  within  the  area  were  found,  based  on  all  surveys 
and  inspections,  to  be  buildings  with  such  major  defects  and/or 
serious  deficiencies  as  to  be  substandard  to  a  point  warranting 
clearance. 

8,  The  detailed  interior  and  exterior  inspections  of  the  principal 
buildings  throughout  the  urban  renev/al  area  as  a  whole,  disclosed 
that  s 

(a)   902,  or  79.4  percent,  were  found  to  have  one  or  more 

5  of  14 


(b)   490,  or  43.1  per  cent,  were  found  to  Ti^e  f±ve-or  more 
defects . 

id      41fi^jQr_36u>7  jtf^r.  .Offint^-Jveerg-iounA-to  have  10  or  more^ de- 
fects. 

(d)  83,  or  7,3  per  cent,  vere  found -to  Jbave  JL5-.<Mr  more  de- 
fects . 

(e)  170,  or  15,0  per  cent  were  found  to  have  foundation  wall 
which  were  out  of  plumb  and/or  horizontal  alignment, 

(f)  208,  or  18.3  per  cent  were  found  to  have  exterior  walls 
which  were  out  of  plumb  and/or  horizontal  alignment. 

(g)  354,  or  31.1  per  cent  were  found  to  have  deteriorated 
and/or  sagging  roofs. 

(h)   347,  or  30.4  per  cent  were  found  to  have  exterior  siding 
which  was  loose,  missing,  or  deteriorated. 

(i)   287,  or  25.3  per  cent  were  found  to  have  window  frames, 
sashes,  and/or  panes  which  were  loose,  broken  and/or  de- 
teriorated or  missing. 

(j)   432,  or  38.1  per  cent,  vr-^^e   found  to  have  worn,  sagging, 
and/or  deteriorated  interior  stairs. 

(k)   345,  or  30.4  per  cent,  were  found  to  have  escposed  elec- 
trical wiring. 

(1)   354,  or  31.1  per  cent  were  found  to  have  evident  or  re- 
ported vermin  infestation.  ,'    ! 

(m)   '87,  or  ^.2.0  i^er  cent  '/ers   found  to  have  ohsoleacent 
'plumbing. 
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(n)   240,  or  21»1  per  cent  were  found  jm  ytmrtx^^nV^i^  jr^p^^l^*^ 

central  heat  in  each  dwelling  unit.  \ 

(o)   349,  or  30.7  per  cent  were  found  to  have  sagging  end/or 

pitched  floors, 
(p)   401,  or  35.2  per  cent  were  found  to  have  vrozm,    loose 

and/or  mlssir^  flooring, 
(q)   353,  or  31.1  per  eent  were  found  to  have  plaster  missing 

or  evidence,  of  leaks  on  inside  walls  and/or  ceilings, 
(r)   392',  ot_34*5  per  cent  ware  found  to  have  worn  surf  aces 

and  holes  in.JLnsid@  walls. 
(s)   427,  or  37.6  per  cent,  ti^er^  .found  to  have  evidence  of 

cracks  in  inside  walls  and/or  ceilings* 
9.  ^^proximately  87  buildings,  or  52.4  per  cent  of  the  total 
mflT&er  of  166  principal  buildings  devoted  tonuses  which  were 
non-residential  in  character  were  found,  based  upon  all  Pur- 
veys and  inspections,  to  be  buildings  with  either  extensive 
minor,  or  major  defects,  and/or  serious  deficiencies. 

10.  i^prdximately  1,563  buildings,  or  56.7  per  cent   of  the  total 
ntimber  of  2,758  principal  buildings  within  the  area  devoted 
to  dwelling  uses,  were  fotmd  based  i^son  all  surveys  and  in- 
spections, to  be  buildings  with  either  extensive  minora  or 
major  defects,  and/or  serious  deficiencies. 

11.  Approximately  4,518  dwelling  units,  or  51.0  per  cent  of  the 
total  number  of  8,861  dwelling  units  within  the  area,  were 
foiind,  based  on  all  surveys  and  Inspections,  to  1^  in  prin- 
cipal bviildings  with  either  extensive  mlnor«  or  major  defects, 
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and/or  serious  deficiencies. 

12.  Approximately  596  dwelling  units,  or  6.7  per  cent  of  the  ta>- 
tal  number  of  8,834  dwelling  units  enumerated  for  the  area 
by  the  1960  U.  S,  Census  of  Housing,  were  reported  by  the 
Census  to  be  dilapidated  and  may,  therefore,  be  considered 
generally  as  unfit  for  hximan  habitation. 

13.  .^^proximately  578  dwelling  u..ics,  or  7.7  per  cent  of  the  to- 
tal -tiTindjer  of  8»834  dwelling  units  enumerated  for  the  area 
by  the  1960  U.  S.  Censiis  of  Housing,  were  reported  by  the 
Censuis  to  be  occupied  by  an  average  ntamber  of  more  than  1 
person  per  room,  and  may>  therefore,  be  considered  generally 
to  be  overcrowded. 
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14.  Approximately  650  dwelling  units,  or  7.4  percent  of  the 
total  nuinber  of  8,834  dwelling  units  enumerated  for  the 
area  by  the  1960  Census  of  Housing,  were  reported  by 
the  Census  to  be  vacant. 

15.  The  coverage  of  land  c^rea  by  representative  building 
types  in  the  xorban  renewal  area  was  found  to  range  from 
30-80  percent  of  net  residential  area,  as  compared  with 
the  30  percent  maxim\Jin  coverage  recommended  by  the  Com- 
mittee on  the  Hygiene  of  Housing  of  the  American  Public 
Health  Association  in  "Standards  for  Healthful  Housing: 
Planning  the  Neighborhood"  for  areas  such  as  the  urbaii 
renewal  area  where  two-  and  three-family  dwelling  types 
predominate. 

16.  The  floor  area  ratio  —  the  ratio  between  the  total 
floor  area  of  a  building  and  the  area  of  the  parcel 
on  which  it  is  situated  —  for  buildings  in  the  urban 
renewal  area  was  found  to  range  from  0.95  -  1.97,  as 
ccsnpared  with  the  maximu-T  floor  area  ratio  of  1.0  es- 
tablished by  the  "Proposed  Zoning  Regulations"  for  the 
City  of  Boston  for  areas  such  as  the  urban  renewal  area 
where  two-  and  three-family  dwelling  types  predominate. 

17.  The  residential  building  lots  in  the  urban  renewal  area 
on  which  there  are  a  substantial  number  of  three-family 
dwelling  types,  were  found  to  average  4,000  square  feet 
in  area,  and  40  feet  in  width,  as  compared  with  the  min- 
imum lot  size  dimensions  of  8,000  square  feet  and  50 
feet,  respectively,  for  three-family  dwellings  estab- 
lished by  the  "Proposed  Zoning  Regulations"  for  the  City 
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of  Boston.  A  predominant  number  of  non-residential  build- 
ing lots  within  the  urban  renewal  area  were  found  not  larg€ 
enough  in  size  to  provide  for  the  street  corner  sight  dis- 
tances, off-street  parking  and  loading,  access  drive,  and 
screening  requirements  established  for  such  building  lots 
by  the  "Proposed  SSoning  Regulations"  for  the  City  of  Bosto 

18.  The  net  dwelling  unit  density  within  the  urban  renewal 
area  was  found  to  range  from  12-120  dwelling  units,  and  tc 
average  33  dwelling  units  per  net  residential  acre  of  lane 
as  compared  with  the  20  dwelling  units  per  net  residentia] 
acre  or  less  recommended  by  the  Committee  on  the  Hygiene 
of  Housing  of  the  American  Public  Health  Association  in 
"Standards  for  Healthful  Housing:  Planning  the  Neighbor- 
hood" for  areas  such  as  the  urban  renewal  area  where  two- 
and  three-family  dwelling  types  predominate. 

19.  A  number  of  large,  older,  and  often  obsolete  single-family 
houses  within  the  urban  renewal  area  were  found  to  have 
been  converted  to  multi-family  dwellings  and  nursing 
homes, 

20.  A  number  of  first-floor  dwelling  units  within  multi- 
family  buildings  located  along  Warren  Street,  Washington 
Street,  Harold  Street,  and  Humbolt  Avenue,  were  found  to 
have  been  converted  to  stores  and  other  commercial  uses  ii 
compatible  with  the  use  of  combined  or  adjoining  dwelling 
accomnodatlons  in  these  areas. 
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^21,     A  ntunber  of  commercial  and  industrial,  tH-3ome~:tnstances  .. 
deteriorating,  uses  of  land  and  buildings  were  found, 
particularly  along  the  Warren  Street,  Washington  Street, 
Harold  Street,  and  Humboldt  Avenue  firontages,  to  be  hap- 
hazardly mixed  and  intermingled  with  land  amd  buildings 
used^ior  dwelling  and  institutional  purposes  such  as  to 
create  adverse  influences  from  non-residential  traffic, 
noise,  or  oth-sr  sources  d^trime-ital  to  tli2  J^/eillnr  cmi 

institutioaal  uses. 

22 »  '^A~nuniber  of  the  local  east-west -residential  service 

streets  within  the  urban  renewal  area  carry  traffic  which 
is  generated  by  the  heavy  "through"  traffic  volumes  and 
the  abutting  non-residential  uses  which  characterize 
the  north-south  arterials  which  are  located  on  the 
perimeter  of  the  project  area,  A  nxanber  of  the  local 
residential  service  streets  within  the  xirban  renewal 
area,  thus  congested,  are  characterized  by  limited  right- 
of-way  widths,  narrow  pavements,  and  on-streec  parking 
-along  one  or  iToth  sides  of  the  pavement,   such  as  to 
create  a  hazard  to.Jboth  j>edestrlan  and  vehicular  circu- 
lation. 
23.  The  Howe,  Boardman  and  V/illlams  Elementary  Schools  and 
the  Godvin  School,  located  within  the  urban  renewal 
area  and  built  in  1868,  1900,  1892  and  1CG5  respectively, 
are  all  rion-fireproof  structures,  the  abandoranent  of 
which  has  been  recoinmended  in  surveys  of  the  Boston 
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City  Planning  Board  c  u.d  by  other  school  building  surveys 
as  recently  as  1962.  These  surveys  have  pointed  out  the 
existing  public  el«nentary  school  plant  is  insufficient 
with  respect  to  building  location,  condition,  capacity, 
classrocOTi  and  special  facilities,  and  site  developanent 
to  meet  the  public  elementary  school  requirements  of  the 
Washington  Park  Area. 

24 •  The  amount  of  public  playground  space  within  the  urban 
Teitewal^^rea  "was  found  to  be  2.6  acres  as  cx3tap^r&d  with 
a  need  for  19,4  acres  of  public  playground  space  based 
upon  the  National  Recreation  Association  standard  of 
222  square  feet  of  space  for  each  of  the  area's  3,800 
elementary  school  children. 

25.  The  trend  in  real  estate  prices  between  1955  and  1961 
has  been  downward  in  a  large  number  of  blocks  vdithin 
the  urban  renewal  area,  particularly  in  that  section 
of  the  area  north  of  Tovmsend  Street.   In  this  section, 
the  index  of  real  estate  prices  dropped  by  appiroxi- 
mately  30  percent  during  this  period.   In  that  section 
of  the  area  south  of  Townsend  Street,  the  index  of  real 
estate  prices  declined  by  about  20  percent  in  blocks 
bordering  on  Townsend  Street  itself,  in  blocks  located 
in  the  western  part  of  the  urban  renewal  area  near 
Washington  Street,  and  in  blocks  running  through  the 
center  of  the 
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area  north  of  Seaver  Street,  and  between  Hui^tx>Xdt  and 
Elm  Hill  Avenues.  Available  data  indicates  that  the 
trend  of  real  estate  prices  elsewhere  in  the  City  of 
Boston  during  the  same  period  of  time  was  upward. 

26.  ^  The  participation  of  lending  institutions  in  tl«  real 
estate  market  within  the  urban  renewal  area,  as  evi- 
-denced  in  the  ^puii^chase  o£  iKHtse  ownrtgages  by  savings 
banks,  cooperatives,  savings  and  losn^a^Boctatlons,  in- 
surance^ tx>n^3ani«Sr  and  oorrattercial  banks  between  19415 
an<^  1951  has  be^i  declining.  These  lending  institutions 
together  recorded  the  acquisition  of  250  mortgages  dur- 
ing t^  period  1950-1954,  385  mortgages  dtiring  the  peci^ 
od  1955-1959,  b\-!t  only  b3  mortgages  during  the  period 
1960-ri61. 

£l.     The  trend  in  population  between  1950  and  1960  has  been 

generally  downward  within  the  urban  renewal  area.  The 

't  ■ 

1950  po]^lation  of  the  area  was  32,650  persons.  By  1960. 
the  popu!|Lation  of  the  area  had  declined  to  25,922  per- 
sons, a  h^t  loss  of  6,728  persons,  or  20  per  cent. 

28.  Approximat^ely  28.0  cases  of  infant  mortality  for  each 
4i,  000  infants  .Tinder--one-year  of  age  were  found  to  ha:\^ 
o^^curred  within  the  urban  renewal  area  between  1955  ^i^ ._ 
1959  as  compared  with  26.7  such  cases,  for  tl^^  City  of 
Bos^n  as  a  whple. 

29.  ApprtixdLmately  i06.4  new  cases  of  pulmonary  tuberculosis 
for  each  100,000  residents  were^  found  to  have  occurred 
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within  the  urban  renewal  area  in  1958  as  compared 
with  79.5  such  cases  for  t  ^  City  of  Boston  as  a 
whole. 

30.  Approximately  12.2  commitments  by  the  Youth  Service 
Board  for  each  1,000  residents  under  18  years  of  age 
were  found  to  have  occurred  within  the  urban  renewal 
area  between  1958  and  1960  as  compared  with  3.8  such 
commitments  for  the  City  of  Boston  as  a  whole. 

31.  Approximately  17.2  percent  of  the  total  population  and 
21.5  percent  of  the  households  within  the  urban  renewal 
area  were  found  to  have  been  given  public  welfare  as- 
sistance during  1950  as  compared  with  6.3  and  11.4 
percent,  respectively,  for  the  City  of  Boston  as  a  whole. 

32.  ""irf^proximately  25  percent  of  the  in-patient  admissions, 

i 

35  percent  of  the  out- patient  admissions,  and  40  percent 
of  the  emergency  admissions  at  the  City  Hospital  during 
1960  were  found  to  have  come  from  the  urban  renewal 
area  of  Roxbury  and  its  vicinity  as  compared  with  the 
hospital's  case  loads  for  areas  elsewhere  within  its 
service  area. 
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PROJECT  BOUNDARY  DESCRIPTION 

WASHINGTON  PARK  URBAN  RENEWAL  AREA 

PROJECT  NO.  MASS.  R-24 


The  Washington  Park  Urban  Renewal  Area,  Project  No.  Mass.  R~24,  is 
bounded  and  described  as  follows s 

That  certain  tract  of  land,  referred  to  as  the  Washington  Park  Urban 
Renewal  Area,  situated  in  the  City  of  Boston,  County  of  Suffolk, 
and  Commonwealth  of  Massachusetts,  and  bounded  generally  as  follows: 

Beginning  at  the  southeasterly  corner  of  the  tract  herein  described, 
at  a  point  vftiich  is  the  intersection  of  the  easterly  sideline  of 
Blue  Hill  Avenue  with  the  southerly  sideline  of  Seaver  Street; 

Thence  running  westerly  and  northwesterly  across  Blue  Hill  Avenue 
and  along  the  southerly  sldel.ina  of  Soaver  Street  to  a  point  which 
is  the  intersection  of  said  line  with  the  easterly  sideline  of  Wal- 
nut Avenue; 

Thence  running  northwesterly  across  Walnut  Avenue  to  a  point  which 
is  the  intersection  of  the  westerly  sideline  of  Walnut  Avenue  with 
the  southerly  sideline  of  Columbus  Avenue; 

Thence  running  northwesterly  along  the  southerly  sideline  of  Columbus 
Avenue  to  a  point  which  is  the  intersection  of  said  sideline  with 
the  easterly  sideline  of  Washington  Street; 

Thence  turning  and  running  westerly  across  Washington  Street  to  a 
point  which  is  the  intersection  of  the  westerly  sideline  of  Washing- 
ton Street  with  the  southerly  sideline  of  Atherton  Street; 

Thence  turning  and  running  northeasterly  along  the  westerly  sideline 
of  Washington  Street  to  a  point  which  is  the  intersection  of  said 
sideline  with  the  southerly  sideline  of  Dimock  Street; 

Thence  turning  and  running  northwesterly  along  the  southerly  side- 
line of  Dimock  Street  to  a  point  100  feet  westerly  from  the  inter- 
section of  the  westerly  sideline  of  Notre  Dame  Street  with  the 
southerly  sideline  of  Dimock  Street; 

Thence  turning  and  runnir.g  northeasterly  across  Dimock  Street  to  a 
point  which  is  the  intersection  of  the  northerly  sideline  of  Dimock 
Street  and  the  southeasterly  corner  of  property  now  or  formerly  owned 
by  th<>t^New  England  Hespited  for  Women  and  Children; 
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Thence  running  northeasterly  along  the  southwesterly  sideline  of 
2893  Washington  Street  now  or  formerly  owned  by  Notre_  Dame  Academy 
(a  Mass.  Corp.)  to  a  point  which  is  the  intersection  of  said  side- 
line and  the  northeasterly  corner  of  land  now  or  formerly  owned  by 

Thence  turning  and  running  westerly  along  the  southerly  sideline  of 
2893  Washington  Street  now  or  formerly  owned  by  Notre  Dame  Academy 
(a  Mass.  Corp.)  to  a  point  which  is  the  intersection  of  said  sideline 
and  the  easterly  sideline  of  Colvunbus  Avenue; 

Rience  running  westerly  across  Columbus  Avenue  to  a  point  300  feet 
northerly  from  Dimock  Street  located  on  the  westerly  sideline  of 
Columbus  Avenue y 

Thence  turning  and  running  northerly  along  the  westerly  sideline  of 
Columbus  Avenue  to  a  point  which  is  the  intersection  of  said  sideline 
with  the  northerly  sideline  of  Ritrhi?  Street ; 

Thence  turning  and  running  easterly  across  Columbus  Avenue  to  a  point 
Which  is  the  intersection  of  the  easterly  sideline  of  Columbus  Avenue 
jand  the  northerly  sideline  of  Ritchie  Street; 

Thence  turning  and  running  southeasterly  along  the  northerly  sideline 
of  Ritchie  Street  to  a  point  700  feet  from  the  intersection  of  the 
westerly  sideline  of  Columbus  Avenue  with  the  northerly  sideline  of 
Ritchie  Street; 

Thence  turning  and  running  southerly  across  Ritchie  Street  to  a 
point  located  on  the  southerly  sideline  of  Ritchie  Street  130  feet 
from  a  point  which  is  the  intersection  of  said  sideline  with  the 
westerly  sideline  of  42  Marcella  Street  now  or  formerly  owned  by 
Sherman  and  Ella  Busby; 

Thence  turning  and  running  northeasterly  along  the  southerly  sideline 
of  Ritchie  Street  to  a  point  which  is  the  intersection  of  said  side- 
line with  the  westerly  sideline  of  42  Marcella  Street  now  or  formerly 
owned  by  Sherman  and  Ella  Busby; 

Thence  turning  and  running  southerly  along  the  westerly  sideline  of 
42  Marcella  Street  no\j   or  fo3rr.-icrly  ov;ncd  by  Shcrnan  and  Ella  Buoby  to 
point  which  is  the  intersection  of  said  sideline  with  the  northerly 
sideline  of  2893  Washington  Street  now  or  formerly  owned  by  potre 
Dame  Academy  (a  Mass.  Corp.); 

Thence  turning  and  running  southeasterly  along  the  northerly  sideline 
of  2893  Washington  Street  now  or  formerly  owned  by  Notre  Dame  Academy ^ 
(a  Mass.  Corp.)  to  a  point  which  is  the  intersection  of  said  sideline 
and  the  westerly  sideline  of  Washington  Street; 
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Thence  turning  and  running  northeasterly  along  the  westerly  sideline 
of  Washington  Street  to  a  point  which  is  the  intersection  of  said 
sideline  with  the  southerly  sideline  of  Guild  Street? 

Thence  turning  and  running  northwesterly  along  the  southerly  side- 
line of  Guild  Street  to  a  point  which  is  the  intersection  of  said 
sideline  with  the  westerly  sideline  of  Lambert  Avenue? 

Thence  turning  and  running  northeasterly  along  the  northerly  sideline 
of  Lambert  Avenue  to  a  point  which  is  the  intersection  of  said  side- 
line with  the  northerly  sideline  of  Bartlett  Street? 

Thence  turning  and  running  southeasterly  along  the  northerly  sideline 
of  Bartlett  Street  to  a  point  which  is  the  intersection  of  said  side- 
line with  the  westerly  sideline  of  Washington  Street? 

Thence  turning  and  running  northeasterly  along  the  westerly  sideline 
of  Washington  Street  to  a  point  which  is  the  intersection  of  said 
sideline  with  the  southerly  sideline  of  Dudley  Street? 

Thence  turning  and  running  northerly  across  Dudley  Street  to  a  point 
which  is  the  intersection  of  the  northerly  sideline  of  Dudley  Street 
with  the  westerly  sideline  of  Guild  Row? 

Thence  turning  and  running  easterly  across  Guild  Row  to  a  point  which 
is  the  intersection  of  the  easterly  sideline  of  Guild  Row  with  the 
northerly  sideline  of  Dudley  Street? 

Thence  running  easterly  along  the  northerly  sir^eline  of  Dudley  Street 
to  a  point  which  is  the  intersection  of  said  aidolihe  with  tho  westerl 
sideline  of  Warren  Street? 

Thence  running  easterly  across  Warren  Street  to  a  point  which  is  the 
intersection  of  the  easterly  sideline  of  Warren  Street  with  the 
northerly  sideline  of  Dudley  Street? 

Thence  turning  and  running  southerly  across  Dudley  Street  to  a  point 
which  is  the  intersection  of  the  southerly  sideline  of  Dudley  Street 
with  the  easterly  sideline  of  Warren  Street? 

Thence  running  southeasterly  and  southerly  along  the  easterly  side- 
line of  Warren  Street  to  a  point  which  is  the  intersection  of  said 
line  with  the  westerly  sideline  of  Blue  Hill  Avenue? 

Thence  running  southerly  across  Blue  Hill  Avenue  to  a  point  which  is 
the  intersection  of  the  easterly  sideline  of  Blue  Hill  Avenue  with 
the  northerly  sideline  of  Geneva  Avenue; 


thence  turning  and  running  southwesterly  and  southerly  along  the 
easterly  sideline  of  Blue  Hill  Avenue  to  a  point  V7hich  is  the  inter- 
section of  said  sideline  with  the  northerly  sideline  of  Seaver  Street; 

Thence  running  southerly  across  Seaver  Street  to  a  point  which  is 
the  intersection  of  the  easterly  sideline  of  Blue  Hill  Avenue  witii 
the  southerly  sideline  of  Seaver  Street,  which  is  the  point  and 
place  of  beginning. 


APPLICATION  FOR  LOAN  AND  GRANT  BINDER  NO, 

PART  II:  LOCAL  PROJECT  APPROVAL  DATA 
PROJECT  NO.  MASS.  R-24 

Washington  Park  Urban  Renewal  Area      SUBMISSION  DATE: 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


CERTIFICATE  OF  RECORDING  OFFICER 


The  undersigned  hereby  certifies  that: 

1.  He  is  the  duly  qualified  and  acting  Secretary  of  the 
Boston  Redevelopment  Authority  (hereinafter  called  the  "Local 
Public  Agency")  and  the  custodian  of  the  records  of  the  Local 
Public  Agency,  including  the  journal  of  the  proceedings  of  the 
members  of  the  Boston  Redevelopment  Authority  (hereinafter  called 
the  "Governing  Body")?  and  is  duly  authorized  to  execute  this 
certificate. 

2.  Attached  hereto  is  a  true  and  correct  copy  of  a  resolu- 
tion, including  the  WHEREAS  clauses,  adopted  at  a  meeting  of  the 
Governing  Body  held  on  the  thirtieth  day  of  January,  1963. 

3.  Said  resolution  has  been  duly  recorded  in  the  journal 
of  said  meeting  and  is  now  in  full  force  and  effect. 

4.  Said  meeting  was  duly  convened  and  held  in  all  respects 
in  accordance  with  law  and  the  bylaws  of  the  Local  Public  Agency. 
To  the  extent  required  by  law  and  (or)  said  bylaws,  due  and  proper 
notice  of  said  meeting  was  given.  A  legal  quorum  of  members  of 
Governing  Body  was  present  throughout  said  meeting,  and  a  legally 
sufficient  number  of  men&>ers  of  the  Governing  Body  voted  in  the 
proper  manner  for  the  adoption  of  said  resolution.   All  other 
requirements  and  proceedings  under  applicable  law,  said  bylaws, 

or  otherwise,  incident  to  the  proper  adoption  of  said  resolution 
including  any  pTablication,  if  required  by  law,  have  been  duly 
fulfilled,  carried  out,  and  otherwise  observed. 

5.  If  a  seal  appears  below,  it  constitutes  the  official 
seal  of  the  Local  Public  Agency  and  was  duly  affixed  by  the  under- 
signed at  the  time  this  certificate  was  executed.   If  no  seal 
appears  below,  the  Local  Public  Agenry  does  not  have  and  is  not 
legally  required  to  have  an  official  seal. 
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IN  WITNESS  WHEREOF,  the  undersigned  has  hereunto  set  hi© 
hand  this  nineteenth  day  of  February,  1963, 


(SEAL) 
ATTEST 


A".  ^  ^  .,}       ^^^7^  y-^y'L-i-l  (--7?  I ci 


\ 


Signature  of  Attesting  Officer    Signature  of  Recording  Officer 


^./^  r[._...J 


Title  of  Attesting  Officer 


..-<ij^c.^in- 


Title 
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RESOLUTION  OF  THE  EGG  TON  REDEVEL0PJ2SNT  AUTHORITY 
RSs   URBAN  RENEWAL  PLAN  FOR  THE  WASHINGTON  PARK 
URBAN  RENETatAL  ARSAs   PROJECT  NO,  I^IASS.  R-24 


MiSKEAS^  pursuant  to  the  provisions  of  Chapter  652  of  the 
Acts  of  1950,  tlT.e  Boston  Redeveiox-'n\ent  Au'tliority  succeeded  to  all 
the  po-wars  and  duties  of  the  planning  board  of  the  City  of  Boston? 
and 

^liEKEAS,  Chapter  121  of  the  D^ssachusetts  General  Lav;s  re- 
quires the  Boston  Redevelopment  Au-chority  to  find  and  determine  that 
an  urban  renewal  plan  is  based  upon  a  local  survey  and  conforms  to 
a  comprehensive  plan  for  the  locality  as  a  xvhole? 

NOW^  THEREFORE  s  BE  IT  DETERI4IFiED  by  the  Boston  Redevelopment 
Authority,  acting  as  the  planning  board  for  the  City  of  Boston^, 
that  the  Urban  Renex\?al  Plan  for  the  Washington  Parh  Urban  Renewal 
Area  is  based  upon  a  local  survey  .and  conforms  to  a  coraprelaensive 
plan  for  the  locality  as  a  whole. 


APFLXa^SuXSlJ  FOR  LOMl   AJ2D  GRANT  BIM)ER  KO. 

PART  II  :  t'QCIiL'TROi.^Ci  i^S^$m^i^M>^JSh 
PROJECT -NO.  MASS „.._R-24      '       '"~"-^ 


Washington  Park  Urban  Renewal  Area         ^'---.^  SUBI-HSSIOH  EM'S 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


CERTIFICATE  OF  P^COKDIKG  OFFICER  CODE  NO. 


CERTIFICATE  OF  iSCQRD2£7G  OFFICER  ': 

The  xmdersigned  hereby  certifies  -Siats 

1.  He  is  duly  qualified  and  acting  Secre'cary-o-f-the-Bostcn  Redevelop- 
ment Authority  (hereinafter  called  the  "Local  Public  Agency")  and  the 
custodian  of  the  records  of  the  Local  Public  Agency,  including  the 
journal  of  the  proceedings  of  the  Members  of  the  Boston  Redevelopment 
Authority  (hereinafter  called  the  "Governing  Bod3^')y  and  is  duly 
authorized  to  execute  -this  certificate. 

2.  Attached  hereto  is  a  true  and  correct  copy  of  a  resolution,  in- 
cluding the  T:5HSP^AS  clauses,  adopted  at  a  meeting  of  the  Governing 
Body  held  on  the  "'/^'■^'-         day  pf  /y//},-u>'^   195  S.  • 

3.  Said  resolution  has  been  duly  recorded  in  the  journal  of  said 
meeting  and  is  now  in  full  force  and  effect.  — 

4.  Said  meeting  was  duly  convened  and  held  in  all  respects  in  accord- 
ance with  law  and  -the  bylaws  of  the  Local  Public  Agency.   To  the  .. 
extent  required  by  law  or  said  bylav;s,  due  and  proper  notice  of  said 
meeting  was  given.   A  legal  quorum  of  members  of  -the  Governing  Body 
was  present  tliroughout  said  meeting,  and  a  legally  sufficient  number 
of  members  of  the  Governing  Body  vDted  in  the  proper  manner  for  the 
a'doption  of  said  resolution.   xAll  other  reoruirements  and  proceedings 
under  law,  said  bylaws,  or  otherwise,  incident  to  the  proper  adoption 
o'f  said  resolution,  including  any  publication,  if  required  by  lav, 
have  "been   duly  fulfilled,  carried  out,  and  other\-/ise  ojjserved. 


5}\.   If  the  seal  appears  below,  it  constitutes  -the  official  seal  c:: 
tihe  Local  Public  Agency  and  was  duly  affixed  by  -'che   undersigned  a - 
tiie  time  this  certificate  v;as  signed.   If  no— seal  appears  below,  -the 
Local  Public  Agency  does  not  have  and  is  not  legally  required  to  have 
an  official  seal. 


■cax3  i  ->  ^^lA. 


day  of 


aas  nereun^^o   set:  a-s 
J    1962. 
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of  Auues'iing  0;;ficer 


J\G^ll^  \  ,4. 
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;ting  Officer     ^ 


>m?i/f?imi'Wt 


'^A^acmUeliA' 


:'ch  15,    1;63 


Right  P.evei-end  I'lonsignor  Francis 
Boston  lleievelopment  Authority 
73  Treiuont  Street 
Boston  8,   i-lassachusetts 


Iicirnian 


EiSciT  i-iOnsxgnor 


aiy: 


'.vashingxcn  i-ari:-.-ass 

.ZOStoT;.     l-E'-ES 


We  aciaiovjledge  receipt  of  j^our  letters  dated  February'  25th,  Karch 
13th,  Ilarch  15th  to^-ether  ••jith  an  ua-ban  renexval  plan  dated  Januarj'..  14'-, 
1963  xor  the  noted  project. 

This  Division  acting  under  the  provisions  of  Section  26-iZ  Chapter 
121  of  the  General  Lax-.-s  concurs  in  the  findinjs  of  the  Boston  Redevelop- 
Rent  Autiority  acting  as  the  Plaming  Board  of  the  City  of  Boston  that 
the  Urban  Reriewal  Plan  for  the  '.vashington  Psrk  Project  .-'jrea  dated  January 
li;-,  1963  is  based  upon  a  local  survey  and  cor^orms  to  a  coir.prehensive  ..l^n 
for  the  City  of  Boston  as  a  whole. 


Furthermore,  this  Division  under  ssid 
Chapter  121  makes  the  folloviing  findings  :- 


01  tne  noxea 


A.  The  project  area  v-rould  not  07/  private  enterprise  alone,  and 
".without  the  aid  sought  ;  rem  the  federal  govcrn-Tient  or  otner 
subsidy,   be.  made  available   for  urban  renewal. 

B.  The  proposed  land  uses   £nd  bvilding  recruirements   in  the  project 
areas  in  the  locality  whei-e  the'projecL.   area  is   loc;,ted  will 
afford  raaxiriiuiri  opportunity  to  privately  financed  ui-ban  i-enewal 
consistent  with  the  sound  needs  of  the  locality  as  a  whole; 

G.     The  financial  rjlan  i:i   sound. 

D.     The  project  ai-ea  is  a  substandard  and  decadent  area; 

S.     The  urban  renewal  plan  is   sufficiently  conii?lete,   as  required  by 
this  section. 


\'e  note  "fchat  the  plsxi  has  been  arprovei  by  the  I-Iayor  with  the  .r,,;;.:r  .-.y-. 
of  the  Boston  City   Council,    after   due  notice  and  a  public  hearing. 

The  statutes   ■.■rere  complied  i-:ith  in  that  no  public  hearing  by  this 
Division  has  been  rec^uested. 

It  is  the  intention  of  the  Division  of  Urban  and  Industrial  Renex-jal 
that  this   letter   shall  serve  as  an  uncond:..tional  aprjroval  of  project  ^vashi 
Park  Project  llo.   i-iass  R-2i^-£'oston,   i-Iassachusetts . 

Very  truly  yours , 


^  John  h,   Leuteney,  uirecuor 

Division  of  Urb--n  and  Industrial  Rene-.- 


APPLICATION  FOR  LOAN  AND  GRANT  Bim)ER  NO, 

PART  lis   LOCAL  PROJECT  APPROVAL  DATA 
PROJECT  NO.  MASS.  R-24 

Washington  Park  Urban  Renewal  Area  SUBMISSION  DATE 

Boston  Redevelopment  Autliority 

Boston.  Massachusetts 


OPINION  OF  LFA  COUNSEL  RESPECTING  CODE  KO.  R-304 

URBAM  RENEWAL  PLAN 


Mr.  Charles  J.  Horan 

Director  of  Urban  Renewal 

Region  I 

Housing  and  Home  Finance  Agency 

346  Broad^vQy 

New  York  13,  New  York 

Re;  Urban  Renewal  Plai*  for  Washington  Park  Urban  Renevjal  Area 

Project  Ho«  Mr^,ss_..^  R^'24.  Boston,  Massaehmsetts  ^  ,  _^ _^,_, 

Dear  Sirs 

As  counsel  for  x:he  Boston  Redevelopment  Authority  in  the  above- 
identified  project,  this  is  to  supplement  my  opinion  addressed  to 
you  under  date  of  January  25,  1963,  in  connection  with  the  Urban 
Renev/al  Plan  referred  to  herein  (hereinafter  called  the  "Plan"), 
As  legal  counsel  in  the  above-identified  project  my  further  opinion. 
is  as  follows? 

1.  To  my  knowledge  the  Plan  has  not  been  modified  in  any  respect, 

2.  The  Plan  has  heen   duly  approved  by  the  City  Council  and  the  Mayor 
of  Boston,   I  have  examined  a  record  of  the  official  proceedings 
respecting  the  latter  approval*  All  public  bodies^  officials,  and 
agencies  which,  under  the  State  or  Local  law,  are  required  to  author- 
ize or  approve  the  Plan  have  done  so.   A  public  hearing  on  the  Plan 
required  under  State  or  local  law  has  been  held  in  the  time  and  man- 
ner and  at  the  place  required,  following  t!ae   giving  of  due  notice  to 
to  the  appropriate  parties  by  the  public  body  or  public  officer^  all 
in  accordance  with  law.   Every  public  hearing  required  by  law,  includ- 
ing any  such  hearing  on  the  project  (as  distinguished  from  a  public 
hearing,  if  any,  on  tlie  Plan}  under  Section  105  (d)  cf  the  Housing  Act 
of  1949,  as  amended,  or  under  any  other  law,  has  been  held  in  the  time 
and  manner  and  ac  the  place  required,  following  the  giving  of  due 
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notice  to  the  appropriate  parties,  by  the  appropriate  public  body  or 
public  official,  all  in  accordance  with  law, 

3,  All  the  procedural  requirements,  approvals,  s^id  other  actions  and 
formalities  required  under  State  and  local  law  to  make  the  Plan 
legally  effective  have  been  duly  fulfilled,  taken,  and   completed,  as 
the  case  may  be. 

4.  To  my  knowledge  there  is  no  pending  or  threatened  litigation  of 
any  kind  concerning  the  Plan  or  said  project. 

Yours  truly. 


John  C.  Conley 
General  Counsel 


APPLICATION  FOR  LO^iN  AND  GRANT  BINDER  KG. 

PART  lis   LOCAL  PROJECT  APPROVAL  DATA 
PROJECT  NO.  1"IASS.  R-.24 

Washington  Park  Urban  Renewal  Area       SUBMISSION  DATE: 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


COOPERATION  AGREEMENT  RE;  CODE  NO.  R-305 

LOCAL  GRANTS-IN-AID 


An  executed  cooperation  agreement  respecting  the  provision 
of  local  grants-in-aid  is  attached  herewith. 


Boston  R-24  /  R-305  1  of  1 


COOPERATION  AGREEIffiKT 
by  and  between 
CITY  OP  BOSTON  Mm   BOSTON  REDEVELOPMEITO  AUTHORITY 

THIS  COOPERATION  AGRSEI^I5T,  entered  into  as  of  the  15th  day 
of  March,  1963,  by  and  between  the  CITY  OP  BOSTON,  a  municipal  cor- 
poration of  THE  COMMONWEALTH  of  Massachusetts  (hereinafter  referred 
to  as  the  "City")  and  the  BOSTON  REDEVELOPMENT  AUTHORITY,  a  p^iblic 
body  politic  and  corporate  created  under  the  laws  of  said  Common- 
wealth (hereinafter  referred  to  as  the  "Authority" ) . 

WITNESSETH  THAT: 

WHEREAS,  the  Authority  has  on  January  16,  1963,  adopted  an 
Urban  Renewal  Plan  (hereinafter  referred  to  as  the  "Plan")  for  the 
Washington  Park  Urban  Renewal  Project  No.  Mass.  R-24  (hereinafter 
referred  to  as  the  "Project"),  in  the  City  of  Boston,  and  said  Plan 
has  been  approved  on  February  26,  1963,  by  the  Mayor,  with  the  approv« 
al  of  the  City  Council,  of  the  City  of  Boston;  and 

WHEREAS,  the  Plan  provides  for  the   acquisition,  demolition, 
and  removal  of  structures  in  the  Washington  Park  Urban  Renewal  Area 
(hereinafter  referred  to  as  the  "Urban  Renewal  Area"),  the  installa- 
tion of  site  improvements  and  public  facilities  and  the  disposition 
of  land  in  the  Urban  Renewal  Area  for  uses  in  accordance  with  the 
Plan;  and 

WHEREAS,  the  Authority  will  need  financial  assistance  from 
the  United  States  of  America  under  Title  I  of  the  Housing  Act  of  1949, 
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as  aitiended,  (hereinafter  referred  to  as  Title  X),  and  also  local 
grants""in-»aid  in  order  to  carry  out  and  complete  the  project?  and 

V^IEREAS,  under  Title  I  such  local  grants-in-aid  may  consist 
of 5  arocng  other  things,  cash  grants?  donations  at  cash  value  of 
certain  real  property,  in  the  Urban  Renev^al  Area;  demolition  or 
removal  work  in  the  Urban  Renewal  Area  at  the  cost  thereof;  ii>- 
stallation  of  site  improvements  and  the  provision  at  their  cost 
of  public  buildings  or  other  public  facilities  which  are  neces- 
sary for  carrying  out  the  urban  renewal  objectives  of  the  Project 
in  accordance  with  the  Plan;  and 

WHEREAS  the  Authority  has  applied  for  financial  assistance 
from  the  United  States  of  America,  under  Title  I,  in  the  form  of 
loans  and  grants;  and 

T'HEREAS  the  City  of  Boston  acting  by  and  through  its  Mayor, 
with  the  approval  of  the  Boston  City  Council,  on  August  14,  1962, 
executed  a  covenant  with  the  Authority  whereby  the  City  of  Boston 
shall  bear  any  and  all  loss  that  may  arise  as  a  result  of  early 
land  acquisition  and  related  activities  for  the  Project  in  the 
event  that  the  land  so  acquired  or  so  acquired  and  cleared  is  not 
used  for  urban  renewal  purposes  because  an  urban  renewal  plan  for 
the  Urban  Renewal  Area  is  not  approved,  or  is  amended  to  emit 
such  land  or  is  abandoned  for  any  reason;  and 
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lifHEREAS  the  Local  Public  Agency,  with  the  consent  of  the 
City  of  Boston  acting  by  and  through  its  Mayor  with  the  approval 
of  the  Boston  City  Council,  on  November  21,  1962,  assigned  any 
and  all  of  its  rights  under  said  covenant  to  the  United  States 
of  America? 

NOW,  THEREFORE,  in  consideration  of  the  benefits  to  accrue 
to  the  City  from  the  carrying  out  of  the  Project  and  of  the 
mutual  covenants  herein  contained  and  for  other  good  and  val- 
uable consideration,  the  parties  do  hereby  covenant  and  agree 
as  follows! 

1.  The  Authority  will  undertake  the  Project  in  accordance 
with  the  Plan  and  will  commence  and  carry  out  as  expeditiously 
as  possible  each  successive  phase  of  the  Project  as  funds  are 
made  available, 

2,  To  help  defray  the  cost  of  the  Project,  the  Authority 
will  comply  with  all  necessary  conditions;  statutory  or  other- 
wise, to  obtain  a  capital  grant  from  the  United  States  under 
Section  103  of  Title  I  in  the  maximum  amount  allowed  by  law. 
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3.  The  City  will  maks  local  grsnts-in-aid  (aa  heretofore 
defined)  to  the  Authority  in  a  total  amount  v?hich,  together  with  all 
other  local  grasits«in-aid  made  to  the  Project,  will  equal  one-'third 
of  the  actual  net  project  cost  of  the  Project  as  finally  determined 
and  approved  by  the  Housing  and  Hoice  E'inance  Adininistrator  of  the 
United  States  in  accordance  with  Title  I,  and   in  aacordan«3e  with 

a  loan  aiid  grant  contract  to  be  entered  into  by  and  between  the 
Authority  and  the  United  States  of  America,  which  amount  is  cur« 
rently  estimated  at  $11,367,370, 

4,  After  the  execution  of  naid  loan  and  grant  contract, 
the  City,  insofar  as  it  hsas  authority,  upon  request  by  the  Authority, 
after  the  vacation  and  laying  out  of  appropriate  streets  and  public 
ways  in  accordance  with  the  Plan,  will  commence  construction  of ^ 

and  thereafter  diligently  prosecute  to  completion,  improvements 
and  supporting  facilities  as  required  by  the  Plan  for  the  Project 
in  accordance  with  a  reasonable  schedule  for  the  commencement  of 
construction,  which  schedule  shall  be  established  and  seasonably 
communicated  by  the  Authority,  acting  by  and  through  the  Develop- 
ment Administrator,  to  the  Mayor  and  to  the  appropriate  board, 
officer  or  agent  of  the  City,  If,  during  the  course  of  the  Project 
it  appears  that  such  construction  schedule,  and/or  the  costs  re^ 
lated  thereto,  are  inappropriate  or  inaccurate,  such  schedule  and 
costs  may  be  amended  by  the  joint  agreement  of  the  Development 
Administrator  of  the  Authority  and  the  Mayor,  The  locations  indi- 
cated for  thQ  sit©  improvements  are  to  be  determined  by  reference 
to  the  Plan  for  the  Project, 
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5s   After  the  execution  of  said  loan  and  grant  coritract  b^-- 
tween  the  Authority  and  the  United  States /  the  City,  acting  by  its 
Mayor,  will  recommend  to  the  proper  board  or  officer  the  construc- 
tion of  such  supporting  facilities  as,  in  the  opinion  of  the  Autho- 
rity, may  be  necessary  or  desirable  in  the  execution  of  the  Plan  in 
accordance  with  a  reasonable  schedule  established  by  the  Authority 
acting  by  the  Development  Administrator » 

If  during  the  course  of  the  Project  it  appears  that  the  con- 
struction schedule,  or  the  costs  related  thereto,  is  inappropriate 
or  inaccurate,  such  schedule  may  be  amended  in  each  case  by  the 
joint  agreement  of  the  Development  Administrator  of  the  Authority 
and  the  Mayor  or  appropriate  board  or  officer  involved. 

If  the  City,  acting  by  the  Mayor,  appropriate  board,  officer 
or  agent  thereof,  should  fail  to  take  appropriate  actions  to  con- 
struct such  supporting  facilities  by  the  date  or  dates  set  forth 
in  such  schedule,  (or  by  such  other  dates  as  shall  be  mutually 
agreed  upon  as  aforesaid) ,  or  shall  fail  diligently  to  prosecute  said 
work  to  completion,  then  the  City  shall  upon  demand  by  the  Authority, 
pay  to  the  Authority  two  thirds  of  the  sums  of  money  which  according 
to  said  schedule  are  the  estimated  costs  to  be  credited  to  the  Project 
with  respect  to  each  item  of  work  or  portion  thereof  to  which  such 
failure  relates,  which  sums  of  money  shall  be  considered  as  cash 
local  grants-in-aid  to  the  Project. 

6.  If  during  the  course  of  the  project,  revised  estimates 
cf  net  project  cost  are  determined  and  approved  by  HHFA  which  make 
necessary  additional  local  grants-in-aid  to  the  Project,  the  City  wii: 
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upon  demand  hy   tlie  Authority,  pay  to  the  Authority  such  ^Kounts  of 
ivone'f   c>s  v;ill,  togetlier  v/ith  all  other  local  ciaxits-ixi-aid  made  or 
to  be  mado  to  the  Project  in  accordance  with  the  previously  approved 
estinate  of  net  project  costs,  total  one-third  of  such  revised  esti- 
mate of  net  project  cost. 

7,   Upon  completion  of  tlie  Project  by  the  Autl-iority  and  tl- 
final  determination  and  approval  as  aforesaid  of  fJie  a'jtual  net 
project  cost  thereof,  the  city  v;ill  make  such  additional  casfe  pay^aenc 
if  any,  as  may  be  necessary  to  bring  the  total  local  grants-in-aid 
for  the  Project  up  to  an  amount  equal  to  one  third  of  said  actual 
net  project  cost  as  so  finally  determined  and  approved?  and  if  upon 
such  final  determination  and  approval,  the  local  grants-in-aid  there 
tofore  made  to  the  Project  shall  total  an  amount  in  excess  of  one 
third  of  said  actual  net  project  cost  as  so  finally  determined  and 
approved,  such  portion  of  the  excess  as  was  paid  in  cash  shall  be 
refunded,  without  interest,  by  the  Authority  to  the  city. 

8.   The  city,  actiirg  by  its  mayor,  will  recommend  to  the 
proper  board  or  officer  the  vacating  of  such  streets,  alleys  and 
other  public  rights-of-way  within  the  Urban  Renewal  Area  as  may, 
in  the  judgment  of  the  Authority,  be  necessary  or  desirable  in  carr^" 
ing  out  the  Plan,  and  the  laying  out  as  public  streets  or  ways  of 
all  streets  and  ways,  with  their  adjacent  sidewalKs,  within  t.he 
Urban  Renewal  Area  in  accordance  with  the  Plan?  and  the  Authority 
further  agrees  not  to  sue  the  city  for  any  damages  incurred  by  reasor 
of  any  such  vacating  or  laying  out?  and  the  Authority  further  agrees 
to  reimburse  the  cJity  for  any  damages  recovered  by  others  under 
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Chapter  79  of  the  General  La^^^s  of  Massadliusetts,  as  amended,  by 
reason  of  such  vacating  or  laying  out, 

9,  The  City,  acting  by  its  Mayor,  will  reaonimend  to  the 
proper  boards  or  officers  such  action  as  luay  be  necessary  to  waive^ 
change  or  modify,  to  the  extent  necessary  or  desirable,  in  the  j~4:dg»« 
ment  of  the  Authority,  to  permit  carrying  out  the  Project,  the 
statutesa  ordinances,  rules  and  regtalafcions  regulating  land  uses  in 
Boston  and  prescribing  health,  sanitation  and  safety  standards  for 
buildings  in  Bostona 

10,  The  Authority  recognizes  that  the  City,  in  accordance 
with  Section  26R  of  Chapter  121^?  may  require  payments  in  lieu  of 
taxes,  betterments  and  special  assessments  on  all  property  held  by 
the  Authority  as  part  of  the  Projects  "H-ie  City  hereby  agrees  that 

if  such  payments  are  required  pursuant  to  said  Section  26R  they  shall 
not  be  required  in  excess  of  the  amount  of  such  payments  eligible 
as  project  costs  under  the  applicable  regulations  of  the  Housing  and 
Home  Finance  Administrator  in  effect  from  time  to  time,  and  further 
agrees  that  any  such  payments  required  will  be  based  upon  assessments 
in  the  tax  year  1962« 

11,  The  City  shall  continue  to  maintain  the  "workable 
program"  heretofore  adopted  by  it,  and  shall  cooperate  with  the 
Authority  by  such  otlier  lawful  actions  and  in  such  other  lawful 
ways  as  may  be  necessary  in  connection  with  the  undertaking  and 
carrying  out  of  the  Project  in  all  its  phases,  including  the  relo« 
cation  of  families  to  be  displaced  from  the  Urban  Renewal  Area« 
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12.  The  city  will  taTce  steps  appropriate  to  assure  that 
no  member  of  its  governing  body,  and  no  other  City  official  who 
exercises  any  functions  or  resporisibilities  in  the  review  or  approval 
of  t.  i  Project  shall,  prior  to  the  completion  of  the  Project,  volun- 
taiiiiy  acquire  any  personal  interest,  direct  or  indirect,  in  any 
property  included  in  the  Urban  Renewal  Area,  or  in  any  contract  or 
proposed  contract  in  connection  with  the  carrying  cut  of  the  Project. 

13.  The  City  agrees  that  each  p\xblic  facility  provided  as 
a  non-cash  local  grant-in-aid  shall  be  open  to  all  persons  without 
regard  to  race,  creed,  color,  or  natural  origin. 

14.  This  Agreement  shall  take  effect  as  a  sealed  instru- 
ment. 

IN  WITHESS  WHEREOF  the  City  of  Boston  and  the  Boston  Re- 
development Authority  have  respectively  caused  this  Agreement  to  be 
duly  executed  as  of  the  day  and  year  first  above  written. 


(SEAL) 


Attest: 


'4.1.H 


/City  Clerk 
(SEAI-) 

Attests  ■  ■■i>) 


Secreta£^y 


y^n.  (.  (%j^ 


^ 


CITY  OF  BOSTON 


Bv"^^'"? 


^-e^ 


MSLyox 


BOSTON  REDEVELOPI!ffiNT  AUTHORITY 


By_ 


^    ! 


Chaxrnicin 


App-ro,ved/^as  to  Form: 


'Jly.^P  d^A 


General  Counsel 


Approved  as  to  Forms 


%<^ 


(     ^^ 


Corporation  Counsel 


APPLICATION  FOR  LOAJM  AND  GRANT  BIIOTER  NO. 

PART  lis   LOCAL  PROJECT  APPROVAL  DATA 
PROJECT  NO.  l^iASS.  R-24 

Washington  Park  Urban  Renewal  Area       SUBMISSION  DATE; 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


CERTIFICATIONS  RE J   LOCAL  GRANTS-IN-AID   CODE  NO,  R-306 
NOT  PREVIOUSLY  SUBMITTED 


This  section  is  not  applicable  because  the  cost  of  construction 
of  project  improvements  and  public  facilities  and  site  clear- 
ance work  offered  as  a  non-cash  local  grant-in-aid  was  pre- 
viously submitted  under  Code  No.  R-226(3). 
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APPLICATION  FOR  LOAN  AND  GRAl-Tr  BINDER  NOo 

PART  lis   LOCAL  PROJECT  APPROVAL  DATA 
PROJECT  NO,  MASS.  R-24 

Washington  Park  Urban  Renewal  Area       SUBMISSION  DATE; 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


AFFIDAVITS  OF  PUBLICATION  CODE  NO.  R-307 

OF  NOTICE  OF  PUBLIC  HEARINGS 


Affidavits  of  publication  of  notice  of  public  hearings  held 
by  Boston  Redevelopment  Authority  on  January  14,  1963  and 
Boston  City  Council  on  February  13,  1953  are  attached  herewith. 
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APPLICATION   FOR  LOAN  AND   GRANT 

PART    II    :    LOCAL    PROJECT  APPROVAL   DATA 

PROJECT   NO.    MASS.    R-24 


BINDER  NO. 


Washington  Park  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,    Massachusetts 


SUBMISSION  DATE 


NOTICE  OF  PUBLIC  HEARING    s    BOSTON  REDEVELOPMENT  ..JTrlORITY 


ADVERTISEMENT 

BOSTON   REDEVELOPMENT 

AUTHORITY. 


WASHINGTON  PARK  URCAN 
RENEWAL    AREA. 


PROJECT    NO.    MASS.    R.24. 


NOTICE    OF    PUBLIC    HEARING 


1!)S3. 
Hos- 
hury 
>rner 


public  hearing  will  be  "heM  by  the  '. 
RcJcvelopment  Authority  on  January  U 
Rl  7.30  P.M.  (Eastern  Standard  Time)  i 
ton  Technical  Hifrh  School,  formerly  Ri 
Memorial  Hicrh  "school,  located  at  the 
of  Warren  and  Townscnd  streets,  Boston, 
Massachusetts,    to   consider: 

1.  A  proposed  dotormination  by  the  Ho-^txin 
Redevelopment  Authority  that  the  following 
described  area,  for  which  the  Boston  Rcdevclr.p- 
ment  Authority  is  preparing  an  urban  renewal 
plan    ia    a  aubstJtndaijd   nTid    decadent  area: 

Thnt  cert|i|n  trne(,  of>  IniiH,  rofcrred  to  n» 
t'ht?  Waehihstton  Park  Rpptwal  Afen,  situiiied 

in  the  City  of  Boston,  County  of  BufTolk,  and 
Commonwealth  of  Massachusetts,  and  bounded 
generally  as   follows: 

Northerly  by  the  Tiortherly  sideline  of 
Dudley  street. 

Easterly  by  the  easterly  sideline  of  Warren 
street  and  the  easterly  sideline  of  Blue  Hill 
avenue. 

Southwesterly  by  the  southwesterly  sideline 
of  Seaver  street  and  tjhc  southwesterly  sideline 
of  Columbus   avenue. 

Westerly  by  the  westerly  sideline  of  Wa.'ih- 
ington  street  to  the  southerly  sideline  of 
Dimock  street,  thence  by  the  southerly  side- 
line of  Dimock  street  to  a  point  which  is  the 
intersection  of  the  extended  property  line  be- 
tween the  Notre  Dame  Acadi-my  and  the  New 
England  Hospital  with  the  southerly  sideline 
of  Dimock  street;  thence  turning  and  rurniing 
across  Dimock  street  by  said  extended  prop- 
erty line  and  by  the  property  line  between 
the  Notre  Dame  Academy  and  the  New  Eng- 
land Hospital  to  Columbus  avenue  and  across 
Columbus  avenue  by  said  property  '  :tended 
to  intersect  with  the  westerly  sideline  of  Co- 
lumbus avenue,  thence  by  the  westeriy  side- 
line of  Columbus  avenue  to  the  northerly  side- 
line of  Ritchie  street,  thence  by  the  northerly 
sideline  of  Ritchie  street  to  the  intersection 
of  the  northerly  sideline  of  Ritchie  street 
with  the  westerly  sideline  of  Marcella  street; 
thence  crossing  Ritchie  street  to  a  point  in 
the  southerly  sideline  of  Ritchie  street  which 
is  the  property  corner  between  Notre  Dame 
Academy  and  property  at  Number  42  Mar- 
cella street,  thence  running  by  various  courses 
and  distances  in  a  general  southeasterly  direc- 
tion by  the  northeasterly  property  line  of 
Notre  Dame  Academy  to  the  westerly  sideline 
of  Washington  street;  thence  by  the  westerly 
sideline  of  Washington  street  to  the  southerly 
aideline  of  Guild  street;  thence  by  the  southerly 
sideline  of  Guild  street  to  the  westerly  side- 
line of  Lambert  avenco;  thence  by  the  west- 
erly sideline  of  Lambert  avenue  to  the  north- 
erly sideline  of  Bartlctt  street,  thence  by  the 
northerly  sideline  of  Bartlett  .street  to  the 
westerly  sideline  of  Washington  street,  thence 
by  the  westerly  sideline  of  WaBhington  street 
U>  iht   nortifasrljr   sideline   of  Dudley    street. 


A    proposal    for    the   undertaking    by    the 
>n    Redevelopment    Authority    of    an    urban 
v.tI    project  under  the   provisions   of   Mis- 
'    "  (Ter.    Ed.),    Chapter 


ncrni    Lj 
amended,     with     federal     fin 
under  the 
nded 


:il    Airea;   to  ncquii 


Act  of  194'.f,  Title 
hingtmi  Park  Urhin 
land    in    the    projet-t 


uct. 


ited 


habilitation      and 
[>r     other      improv. 
and    repair    or    r 
mber    of    structu 
lent     Authority 


playgrounds,  and  other 
to  make  land  available 
development  by  private 
lencies  as  authorized  by 
progr 


of 


for 


idan 


icludii 
n    of    a 
Boston 
ce     and 


Frogr 


al  Pla 


for   the 
for  the 


the  Urban   Rene 
nng    propo 


Redevelnpn 
demonstration    purposes: 

■'■.     A    Proposed    R<'loratioi 
Washington    Park    Urban    R 

■).      A   Proposed  Urban   Re 
Wiishington    Park    Urban 

The  KnlocAlion  Prograi 
Plan   and  the  Property  Map  sho 
acquisitions    are    available    for    examination    at 
the    offices    of    the    Boston    Redevelopment    Au-  , 
thority  at  711  Tremont  Street,  and  at  City  Hall 

Atifigii,    lliiston.   Mns3nrhim.:|i«,    nnti   will   be 
otitn  fbr  <iljcu»loH  at  the  lieiifintt. 

Any   perBon   or  orgiyiization   desiring    to   be, 
heard    in    connection    with    the    above    matters 
may  appear  and  will  be  given  an  opportunity  '  " 
to  be  heard, 

Boston-  Ria)EVELOPMENT  AuTnoBrrv, 
Bt  Kami  Simontan, 
(Dec,  29.)  Secretary. 


•(    '.. 


JOHN  F.  COLLINS 
Mafor 


CITY  OF  BOSTON 

OFFICE  OF  THE  MAYOR 

CITY  HALL 


AFFIDAVIT  OF  PUBLICATION 


Then  personally  appeared  John  J.  Scully,  City  Record, 
Official  Chronicle  of  Boston  Municipal  Affairs,  and 
made  oath  that  the  advertisement  hereto  attached  was 
published  in  the  City  Record,  Volume  54,  No.  52,  dated 
December  29,  1962,  as  ordered. 

Subscribed  and  sworn  to  before  me  this  tenth  day  of 
January,  1963 . 


4 — —t — 4 — — /  ■       / -p^ — — 

/frames  E.  Pinigan, /Jr.         Jotifi  J.  OScull^f^Acting  for 
Notary  Public  William  R,  Halpin 

Acting  Editor     -  ' 


September  28,  1967 
My  commission  expires 


APPLICATION   FOR  LOAN  AND   GRANT  BINDER  NO. 

PART    II    :    LOCAL    PROJECT  APPROVAL   DATA 
PROJECT   NO.    MASS.    R-24 

Washington  Park  Urban  Renewal  Area  SUBMISSION  DATE 

Boston  Redevelopment  Authority 
Boston,    Massachusetts 


NOTICE   OF    PUBLIC   HEARING    i    BOSTON   CITY   COUNCIL 


ADVi<;RTISEMENT 

CITY    OF    IIOSTON. 


PUBLIC  HEARING 

The  OommittGo  on  Urbnn  Redevelopment. 
RehabiliUtion  and  Renewal  of  the  Boston 
City  Council  will  hold  a  publlci  henrinR  at 
the  Boston  Technical  Hiirh  School,  Deckard 
Street  entrance,  nrar  the  corner  of  Warren 
street.  Roxbury.  on  Wednesday.  February  13, 
1903.  at  eisrht  o'clock  P.M.,  to  con.sidcr  a 
resolution  approving  the  Urban  Renewal  Plan 
and  a  Cooperation  ARrcement  with  the  Bas- 
ton  Redevelopment  Authority  for  the  Wasli- 
inston  Park  Urban  Renewal  Airf-i  as  de- 
acribed    below: 

,  Thnt  certain  tract  of  land,  referred  lo  as 
the*  WashinKton  Park  Hencwnl  Areii,  altuated 
in  the  City  of  Boston,  County  of  Suffolk, 
and  Commonwealth  of  Massachusetts,  and 
bounded   Konerally   as   follows: 

Northerly  by  the  northerly  sideline  of 
Dudley    street: 

Easterly  by  the  easterly  sideline  of  Warren 
street  and  the  e-isterly  sideline  of  Blue  Hill 
avenue:  . 

Southwesterly  by  the  southwesterly  sideline 
of  Seaver  street  and  the  southwesterly  side- 
line   of    Columbus    avenue:  .   „,     x. 

Westerly  by  the  westerly  sideline  of  Wash- 
ington street,  including  the  property  referred 
to  aa  the  Notre  Dame  Academy  area  and  the 
area  referred  to  as  the  Bartlett  Street  garage 
area  of  the  Metropolitan  Transit  Aiutbority. 
Fob  the  CoM]«rrTEE, 

Patrick   F.  McDonouoh, 
(Jan.  M.)  Chairrrum. 


^u^:-,v^ 


CITY   OF   BOSTON 

OFFICE    OF    THE    MAYOR 

CITY  HALL 


JOHN  F.  COLLINS 

Mayor 


AFF ID/WIT  OF  PUBLICATION 


Then  personally  appeared  John  J.  Scully,  City  Record, 
Official  Chronicle  of  Boston  Municipal  Affairs,  and 
made  oath  that  the  advertiseraent  hereto  attached  v;as 
published  in  the  City  Record,  Volume  55,  No.  4,  dated 
January  26,  1963,  as  ordered.  ■   .  .-  .. 

Subscribed  and  sworn  to  before  me  this  'nineteenth  day  of 
February,  1963. 


LJ^^' 


ames  E.  Finigs: 
Notary  Public 


'MM 


September  28,  1967 
My  commission  expires 


APPLICATION  FOR  LOAN  AND  GRAITT  BINDER  NO. 

PART  lis   LOCAL  PROJECT  APPROVAL  DATA 
PROJECT  NO,  MASS.  R-24 

Washington  Park  Urban  Renoral  Area       SUBMISSION  DATE: 
Boston  Redevelopment  Autliority 
Boston,  Massachusetts 


EXCERPTS  FROM  MIInIUTES  OF  PUBLIC  HEARING   CODE  NO.  R-308 

Excerpts  from  minutes  of  public  hearings  held  by  Boston 
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WASHINGTOi^  PAEK  -  REDEVSILOPI^SS^IT  ?LM  kW  R2L0CA';?I0Iii  PLAi: 


Boston  Teclinical  High  Scliool 
Warren  and  Toi^nsend  SlsrestSj 
Bostonj,  mssachusetos* 
Wednesday,  Febi-'uary  13,  1963 « 
.■:...:..■  S:Ob  P-M, 


HEARING  before  the  ComaitteG  on  Urean  Redovelopnient^ 
Eehabilitation  and  R©nei-;a.l  of  the  Boston  City 
Councils  held  at  the  Bostoii  Technical  High  Schools, 
Boston,  I'^ssachusetts-i  on  Wednesday ^  FehTuary  13 i, 
1963  5  at  Si  CO  Pbi'Lj  re  I'Jashington  Park  Redsvelopsient^ 
-    Redevelopment  Plan  and  Relocation  Piais-    __:,,,..    -  -     : 


Before  Comicillor  McDonough-   Chairffian^- 


2 

Chairnian  McBOMOUCH-u  The  Committee  Hill  be  in 

order»  ■  "  '' '    ""^  ■— r-^-.-- 

This  is  a  ineeting  of  the  Boston  City  Counci3. 
Committee  on  Urban  Redevelopment ,  Reha.bilitation  and  RoriSiJal 
considering  tlie  resolutions  i^'herebj  the  City  Council  v;o'alc; 
adopt  a  redevelopment  plan  and  relocation  plan- for  the  ■."_^ 
Washington  Park  Project*       There  ^Jas  a  public  notice  of 
this  hearing  published  In  the  following  ne?j£paper32  ■: 
.^MES  SsiSB.?  52^SE  £5i£§.M=  IISJs^SE  ISQSiSiSS?  Si£22^!&;;:  'K^S- -i-jl 
^"^^^  SsSi^l§E  Science  i'ih^sli:!H.S  o^  Jap.uary  2S;,  1963,  iii 


"accos'dance  with  the  legal  requirements  for  such  hearirig.. 
The  GoRiaittsG  is  in  receipt  of  the  follCi^Jir-c 
coEuaunicatioa  freia  hio  Hoaior  t-r/i;  i^'^yor-,  dated  Jasmary  i.&. 
1963s  ' 

[I'Jhereiipoa  -uhs'  co'&:m.i>ilQ&t>loii  I'jas  read..] 
The.  Chair  is  in  receipt  of  a  '\rer-3?'  lei>\gt%'     ■' ; 
of  people  vjho  iTOuld  li";;C'  to  bs  iiaard  coacsmliig  -iihls  ;;    .: 
I  don't  know  ^shether  or  not  they  are  all  here  Iti  attex:i.;.d;:;; 
and  I  don'^t  laio^  ivhether  the  :<iiight  is  long  eaotsgli  to  lz^i 
them  ally  but  \sq  'rfill  start  i-^itkn  them«       I  would  liice   ■■',^,:i 
of  all  to  impress  i^.pon  joii  that  this  list  is  ireij  leis^  J,  j, 
and  I  viouldj   therefore ;.  ask  th^;  indiviQual  Bpeskai-s^  i 
they  have  soinsthing  m^n  to  aM^  to  please  record  the.;-: 
either  for  or  against  the  project  as  briefly  as  •SJiey  :, 
can  and,   secondly,  I  would  like  to  eapha.3ise  at.  the  s'l:-:'L;f  i: 


the  ma.%teT  pending  before  oh  is  body  at  the  present;  tiir;^^ 
is  ohe  approval  of  a  resD2.iit;loa  which  would  approve  the 
redsvelopsent  ^lan^  a  model  of  i^'hich  is  before  v.3  he.re  sn6., 
further,  the  resoiutia-a  vio^1l■;;■  cp'oroYQ  a  rolo  cation  p-r  rjgr'un 
for  ths  people  xvho  are  displaced  as  a  result  of  thi>   orciec:- 

I  lm"ve  a  list  of  Ci.,:^  and  State  off iciral  :  ;'h-- 
I  understand  would  like  to  ba  hsard*     I  don^t  knovs  '■•;::.•;■:;  .r 
thoy  are  all  here  or  any  of  tlieni  .in  attendarice^  hwt  "'.  '■;:l  .1 
call  for  thsm,  .  ,;■'::':;■■-'' j:':-- 

-"■"~'"^—  ""The  first  is  Senc-toj?'  Frask-  Foster.  Honav*   .?::.;i, 
Frank  Foster  of  the  6th  Sij.f folk  District »     I  dozi'^t  s  o  h.'an 
in  the  hall  out  pci-haps  lie  ivill  as  Iiqtq  later- 

,   .    The  secorHs  is  -the  IrDKorabS-e  Alfred  S«  B:-:' 
Sepresentati'fe'e  from  District  11^  S^ffo'lk*     Is  Mr«  Brouli^e:.  s 
in  the  hall,,  please? 

Mr»  SLAM-*     i5r«  Ghairsaas,  th©  EspresentatiTs  ;ls 
not  hers  and  asked  ae  to  i°ead  hie  statoaent* 
■   -,  .--   Chairiiiaa  JfcBOIOUGila     Will  jou  take  ths  :ai-^rophor 

please?  -.  ^.,-.:..:,;:v...,.:,:.., 

IfAHRlfT  J.*  il-i^;2 
Mft.  ELAM»     Hr«   Ohairaan  and  Msiabers  of  the  S:Lty 
Council  Committee  cri  Uri^an  Eer?,Qi-?slj   Harry  J*  El^ia^  .?j  ■'  :^  ^u■a 
ropresenting  Kr<;,  Brothers.,  the  Etapresentatiire-,  i&o  i;: 
indisposed  this  evenirag  and  has  asked  sis  to  present  tr-  jou 
this  statesisntfr 


I^.   Chairjiian  and  Members  of  the  CoKiaittee  on 
Urban  Renevjal  and  Redevelopment  of '  the' Boston  City  Cou>r:.eils 

*^Tim9  and  time  again  oiJ-e'r  the  past  tvjo  years ;,  I 
have  appeared  at  public  hearings  on  various  aspects  of  the 
Washington  Park  Ui'baii  Reiievjai  Flap,  to  spoak  in  its  s'appor-t 
on  behalf  of  the  large  number  of  siy  constituents  «lio  hav-e  .  ■ 
requested  me  to  urge  its  approval* 

;.:  :  .;    ^I  regret  very  michi^y  inability  to  be .  present 

tonight  J  but  I  i^ant  5.t  read  into  the  i^ecors  of  -ilie  proceed- 
ings that  I  haiJ-e  li'je-a  in  this  ai^ea  all  of  mj  life,-  that  I 
ain  completely  faiaiiiar  i^ith  the  serious  conditions  of  blight 
that  Qiisist  hera^  and  that  2  aa  vi'oally  aiid  persoaallj  coiicei'T.G 
about  the  future  of  the  GOSGmnity« 

"Although  I  reGogiiise-,  alorig  i^Jith  the  othey.  tiiink-' 
ing  citiseBS  here^  that  us^ban  rsins^ml  X'^Jill  not  solve  all  of 
our  probleas^   I  do  leol  that  ^crl thou t  it^  t^e  t^ill  uq'^gt  b;;: 
able  to  eliminate  the  blight  a±.  its  roots*     Ever  sir^ro  t^a 


day  I  's^'as  .elected  to  public  office  people  in  Washii::;gir:Qi\  '?a:^z 
have  hQ^n  urging  me  to  help  theia  get  tlie  decent  housing;-  ^mi 
schcolSj  Eore  playgrousidS;^  off«»street  parking  faeilities 
and  all  the  other  thir^gs  which  are  necessary  to  make  this 
a  healthy  place  in  which  to  live  and  raise  our  child::  .n:.-> 
"These  ii2jp::^ovemeiit.S3  gentleaeH;,  ai^e  among  ':;hj? 
proposals  included  iii  the  coapi'^^ted  plaiis  for  the  re'-;, ::.:.■■ 
of  Washington  Park  5  mm  1  iirge  ly'ou  to  approve  it  x-iit' 


possible  speed  in  order  that  the  Vrliole  program  can  moTe 
forvjard  vJith  the  least  amount  of  hardsliip  iipoii  the  peop}. 
of  my  comamiitya 
_-  ,  _  ■  '^•?i.es^Qctfv.lly^^"     ■•'"■ 

\;:-  :,..,,...-::;     "Alfred  S.  Brothers*'* 

Chairiiian  McDOHOUGH*     Thanli  jov.  very  uracil^  i<x' 
Slam..-_     / 

It  has  been  ss^ggestecl  to  sie  perhaps  it  i^'ouid  b-e 
appropriate  at  this  time  if  I  iirtraduced  ayself  and  -tlie 
members  of-  the  Committee  mio  are  prssent* 

First  of  alls,  I  an  City  Couj^cillor  Patrick 
McBonoi7,gh»     Ths  felloi^  sitt-lng  to  my  left  is  ComicilloF  <J:>hi 
J*  Tier-ney,,  Jr*     To  my  iKmecliats  riglit  is  Oou«iei3.Xox'*  Thor.  .;■ 
A*  Sullivap.j,  and  the  g©2itleiaan  to  his  right  is  Coiincillo:^ 
Jolin  S*  Kerrigan^  .  .■  ,    ;,: 

The  nort  gentleman  on  any  list  is  the  HoEiorabj,;; 
Hoyal  L*  Boiling^  Eeprssentative  froai  the  sams  district^ 
Ward  12.     Is  Mr^  Bollisg  present?    - 
.:   [Ho^rssponse^^j 

Tho  next  gentlesaKi  is  a  fello°vJ  i-^ho  on  occasion 
has  mora  iapor'tant  places  to  be  in^  as  I  see  in  the  papers-, 
Frank  Vi„  I-brris^  Jr^j  Director  of  tlie  State  Housing  Eoarcl* 
Is  Mr<,  I«>rris  present? 


Mr*  ISERIS-     .wr™   Ohairr:!.?!!  and  Distinguished 
"Members  of  -bhe  Cloy  Cotmcil.  my  naao  is  Frank  W^  I'brris^ 
oa^qjayer  of  the  City  of  Bosjton^  a  Roiibiiry.  resident  arid^nonT:" 
ownsr^  and  friend  and  noigJibor  to  inost  of  thoso  idio  are  h^;rs . 

.   Like  RspresGntatiATe  Brol^bei^s^   I  have  appear© :'; 
before  each  of  laany  hsariMgs  recfuired  on  the  Vieli-^oio^sri 
Wasliington  Park  ReDei'^al  Prograa^     Toaight  I  appoar  to  s:v' 
a  final  bit  of  testisiiony  Zo  a  %i'ol'ami:soiis  rscord  that  b.c?,G 
been  stretched  before  thcu.saiidc  of  people^  himdrsds  of:;- 
technicians,  many  citisen  and  ■5't>ter  groups^  and  all  civi:' -. 
social  and  political    bodies -icsi-y^C'l'yed=  ::,.>••• 

-::.-■::,  This  vast  propotsaJ.  is  at  the  f;lnal  t^iiT'Ssholfc    • 
the  moment  of  truth  has  ai'Fi^Gd*     Ths  question  is>  Skall    ^ 
City  €oimcil  in  its  wisdo£i  grant  and.  give  to  the  Rede'/el. 
Eiont  AiJthorit^  the  rights  ami  -no^P^rs  to  file  ■ohe  app3.1ce.-  ^ ;, 
for  loan  and  grant  to  the  Unitsd  States  GoToriii^sBt  to  sec^i^i^G 
tho  Federals  State  and  Laeail  assistanc©  needed  to  stas'-t.  fas. 
.Job  in  Roxfeary^  U*S«A,?         /■'..' 

'%  ansi'Jer  to  this  e^Eiery  is  again  a  vlgoTous  T  ■;•:■ 

Ho  other  body  can  c2o'  this  e^^cept  tha  Council, 
ladies  and  gontlesienj  and  they  hold  tho  key  to. the  door» 
\-1q  piAt  our  trust  in  thea  and  in  them  I  say  tie  can  he  siiro 
0.3  they  reflect  i^hat  this  means  to  o'os'  great  city  of  rieritagffi* 

I«kny  people  do. not  knoii  it^  but  this  rene^^sul     ' 


is  hut  scraps  of  paper  isitliout  the  ongoing  cooperatiQii 

and  afx'irnia'bi'ue  action  bj  this  deliberative  and  determlniin,^:;; 

body  for  years  to  coaa* 

And  BO  °^'e  rest  ov.r  case  tonight  with  the .  Citj 
Coimcii  of  Boston,  l=5a.sn:'aclTj.setts,,  the  TCiioneers  in  "die  t;rog:."aui 
to  push  urban  renei-.'al  as  a  tool,     for  better  i-ieighborhooS 
li'uiiig  rather*  thaji  a.  tool  of  doKoiitiona     We  rest  the  case 
for  permission  to  start  progress'.;!,  J-'^ot  to  acclcdm  a  "i^lctDiy;, 
'We- ask  for  a  f i^ll  and  Hfiaaiiaous  -UDte  to  begin  the  i^o;rk  o;':' 
execution  eri.6  Gosaitmeats* ' 

llo  City  Gotiucil  has  been  more  taiorough  in  ...ook.jig 
into  the  detail  of  -this  type  of  prograa  in  the  countrj  ?2i<a 
so  your  '=^^ote  tonight  113 ill  be  a  trib'ate  to  a.  sincere  st'  ;';  • 
ffiacle  bjr  you  isa  delibera':>;i;ng  tht:  ™;;:;ttsr  Qf  MashSiigtoa  E:...;;:..- 

.  So  as  jovi  Gorfcif^  this  plan  for  ©ligiblXiiy 
jov.  ^'©view  the  schedule  for.  relocation^  as  you  endorss    :'•  .:■ 
request  for  Federal  or  o^tlier  aid^,  and  f Inailys  as  yoy.  oippr'-ve 
the  filing  of  the  application.,  I  say  that  as  yoii  do  this 
you  signal  a  nex?  era  in  p2;^ogreBS  3?athor  thaa  despair^  isa 
hope  in  a  city  rather  thasi  sii  tirge  -to  rusi  from  itv> 

Gsntleaeiip   I  ask  you  to  re&ul.'c  and  approve  Hithoist 
condition  or  cloud  of  condition,  matters  required  for  the 
Federal  and  local , appro v-al  for  the  Washi^gton  Paris  Urbau 
Rene^^al  Project  ^^mich  is  noi-:  before  youc. 

I  go  on  record  as  praising  your  patiencOis 


respscting  jrour  sincei'e  accGptc"u':ce  for  the"  repressntcitio-' 
of  alX  the  people  of  Eozbury  and  ohe  City  as  a  v.-holc;  ■■:;•.  ', 
hoping  that  you  will  ■■70 te  a.  :roso-anding  Ays  in  yoi/.r  c".:;! 

forum*  ...  '     ""  ■  ■ 

EG!;?pectf5:illy  subzol  oted  s  ■  / 

■  •    Chairrssn  K:cBCi5GiTG-PI «     Tliaijl!:  jgvl  very  much-,  Mrt> 
JSarris*.  .    ■    ;.  ,^_^:^....:.„_^_^,.^::-^'—'"' — ' 

Apropos  of  vihat  Mt^  r&rris  has  said,  I ■  mf,::!;.-;:,  say 
that  this  project  has  beon   voted  appro-ycil  by  the  Gltj    Couiici^ 
in  ■various  forms  a  nui^^be:::^  of  tilnos  iB  the  pastw     It  ;i  ■;?-"i  :f! 
out  reeiueed  in  sise  and  apprs'sreci  by  us -in  th=it  fcrs:,, 
raduced  in  sis^e  and  r*e:Jiiced  in  ;j,iss  gjad  app^ro'srecl  'hj  v 
has  boen  enlarged  in  sise  and  approved  ■  by  us  in  tlie:i:.    :-:^ 
and  now  in  the  final  form  the  pl£.ii  has'bsea  before  us,    .;;•  - 
eirery  time  this  Coimcil  has  been  asked  to  I'ote  oB.tlii 
matter  it  has  approved  this  p-;"oJ&ct  asid  has  urged  the    :i::o.:sc'- 
go  fon=Jardo-     ;^,,,..  .. ,  ,,:..;,:..  ,::_:-,.. 

"  .?^--rvFbr  myself,,  let  sie  say  I  only  hope  that  a. 
this  final  approval^  ^diich  I  f esl  rt^asonably  eerta:Ln  i. :U.,;-. 
be  forthcoEiiiig  very  quickly^  eaid  let  me  express  ths  hi::;:x:s 
this  will  produce  aors  Milling  rathGr  than  aore  iuria..::^ 
plaisning  and  further  hear-iags ,>..         [Applause*] 

I  can  apprseiats  the  faet  that  you  pscpla  .:ze 
miglity  tilled  of  coming  to  these  hearings*       [Applaiise] 

And  I  assure  yoii  that  those  of  us  ^:ho  aro  sitting 


9 
up  here  on  tho  Soage  -vcould  ^jiis-u  as  soon  see  the  end  of 
that;,   tcO;,  and  sea  aii^S  haire  less  talk  about  decent  =,   safe., 
sanitary  housing  erected  in  the  I'cashington  Pasic  arca-o 

'She  next  gSiitleinan  is  tioll  knoi'i^i,   the  Honorable 
Lincoln  S-  Pope^  Hepre  cent  at  ive  from  Ivard  9*       I  see  Mr*'  Pope 
in  the  rear  of  -blie  liall* 

Eepresentatiue  POPIS..-,     Thank  you  very  m-aelii^ 
Councillor  ixicBonot^gh^  OGmiciilor  Kerrigan-,  Cozii^icillor'  SLilli-'.-«" 
Coijncilldr  Tle-^nej,,  and  •:iix!-  ]?;!?iei!.clc^  2  am  very  happy  thni'-    ■•'■  ■ 
distinguished  Birectoi?  of  State  flcuGiing^  Fram:  ibj:^ri3..;    :.::;  ■ 
ceded  uie  at  this  aicrophoaea  i"s;r'  he  cleared  up  siany  oi^  -—^^ 
.intricacies  of  this  pTQ>',}e.Gk.-  Khi{;h  up  till  thea  remainecii  -pit© 
a  mystery  to  sne-. 

I  asi  also  happjf  thcit/iXmncillos*  McDono^^i  has 
seen  fit  to  assiire  you  lap  lisatil  iioii  the  City  Go^jicil  tja..-; 
been  I'Jith  this  project  c;ti,?3  it  13  his  belief  they  ^sill 
continue  to  l5a« 

I  noticed  tl'^t  the  ■•.ttcs<I:Hice  of  the  Cii:;y  C. 
is  less  than  haLf^  four  ■;:i.iirithG^  ai;;d  I  thinly  -bhajt  is  v;!;.;; 
only  brought  rcur'*siinthG  Cff  oi:i?:'  pt;';ople  oiit  here  tci:ai,g^i.t  , 

[Applaiase]  ■■■■•"'■■ -;:v^  '■-/■.■/■ :- 

—   I?Je  dOii'-t  '.mnt  to  be  a.s  the  Kesiiiedys  t^;ere_  lu'r  ■ .: 
they  appeared  before  tlie  S-apreae  Gquti,^  the  Supreme  Co-i;, 


Boston  Technical  High  School, 
Warren  and  Townsend  Streets, 
Boston,  Massachusetts. 
Monday,  January  14,  1963. 
7:30  P.M. 


PUBLIC  HEARING  held  by  the  Boston  Redevelopment  Authority, 
pursuant  to  Chapter  121  of  the  General  Laws  of 
Massachusetts,  as  amended,  in  the  matter  of  a 
proposed  determination  by  the  Authority  that  certain 
property  in  Boston,  generally  known  as  the  Washington 
park  Urban  Renewal  Area,  is  being  taken  for  an  Urban 
Renewal  or  Redevelopment  Project.  • 

Present: 

The  Right  Rev.  Monsignor  Francis  J.  Lally,  Chairman, 
(presiding);  and 

Stephen  E.  McCloskey,  Vice  Chairman 

James  G.  Colbert,  Treasurer,  and 

Melvin  J.  Massucco,  Members  of  the  Boston   _  1_-  - 

Redevelopment  Authority,  and 
Kane  Simonian,  Executive  Director  and  Secretary, 


JAilUARY  14,  1963  /  7:30  P.M.  /  BOSTON  TECI-INICAL  HIGH  SaiOOL 

PUBLIC  HEARING  OF  THE  BOSTON  REDSVELOPI^ISNT  AUTHORITY 
C0NCER1>TING  THE  WASHINGTON  PARK  URBAN  REKEVJAL  AREA 

STATEMENT  OF  RT.  REV,  MSGR.  FRANCIS  J.  LALLY,  CHAIPJS^JSf 
BOSTON  REDEVELOPMENT  AUTHORITY 


Members  of  the  Authority,  and  ladies  and  gentlemen: 
This  is  a  public  hearing  by  the  Boston  Redevelopment  Authority. 
I  am  Monsignor  Francis  J,  Lally^,  Chairman  of  the  Authority.   The 
other  members  of  the  Authority  v;ao  r.ro  present  at  this  hearing  are: 
Mr.  Stephen  E.  McCloskey,  Mr.  Jaif.as  G.  Colbert,  Mr.  Melvin  J.  Massucco, 
an4  Mr.  John  Ryein.  The  Secretary  of  the  Authority  is  Mr.  Kane 
Simonian. 

This  hearing  is  being  held  in  accordance  with  the  provisions 
of  Chapter  121  of  the  Massachusetts  General  Laws,  as  amended,  and 
Title  I  of  ths  U,  S.  Housing  Act  of  1949^  as  arri©nd©d,  in  the  raatter 
of  the  Washington  Park  Urban  Renewal  Area  and  more  specifically,  in 
ti)^  matter  of  the  following: 

1,  A  proposed  determination  by  the  Boston  Redevelopment  A.uthority 
that  the  Washington  Park  Urban  Renewal  Area,  for  which  the 
Boston  Redevelopment  Authority  is  preparing  an  urban  renewal 
plan  is  a  svtbatandard  and  decadent  area; 

2,  A  proposal  for  the  undertaking  by  the  Boston  Redevelopment 
Authority  of  an  urban  renev/al  project  under  the  provisions 
of  Massachusetts  General  Laws  (Ter.  Ed.)^  Chapter  121,  as 
amended, with  Federal  financial  assistance  under  the  Housing 
Act  of  1949,  Title  I,  as  amended,  in  the  Washington  Park  Urban 


-   2  - 
Renev/al  Areas  to  acquire  land  in  the  project  area?  to  install ^ 
construct,  or  reconstruct  streets,  utilities,  parks,  play- 
grounds, and  other  project  improvements;  to  make  land  available 
for  development  by  private  enterprise  or  public  agencies  as 
authorized  by  lav/?  and  to  carry  out  plans  for  a  progrsra  of 
repair,  rehabilitation  and  conservation  of  buildings  or  other 
improvements,  including  acquisition  and  repair  or  rehabilitation 
of  a  limited  number  of  structures  by  the  Boston  Redevelopment 
Authority  for  guidarice  and  demonstration  purposes? 

3.  A  proposed  relocation  program  for  the  Washington  Park  Urban 
Renewal  Area? 

4.  A  proposed  urban  renewal  plan  for  the  Washington  Park  Urban 
Renewal  Area. 

This  public  hearing  shall  be  devoted  solely  to, the  presentation 
of  evidence,  opinions,  and  views  regarding  these  proposals  for  the 
Washington  Park  Urban  Renewal  Area. 

The  Authority  shall  not  entertain  or  consider  at  this  public 
hearing  any  evidence,  opinions,  or  views ^  regarding  any  program  or 
project  which  is  outside  the  Washington  Park  Urban  Renewal  Area 
here  involved. 

The  boundaries  of  the  Washington  Park  Urban  Kcnc-'sl  Area  are 
specifically  described  in  the  "Notice  of  Public  Hearing"  which  was 
given  by  order  of  this  Authority  and  duly  published  in  accordance 
with  the  requirements  of  the  law. 


In  general^  the  Washington  Park  Urban  Rensv/al  Area  is  bounded 
by  Dudley  Street,  Warren  Street ^  Blue  Hill  Avenue,  Seaver  Street, 
Columbus  Avenue,  and  Washington  Street*   ' 

I  nov/  instruct  the  Secretary  of  the  Authority  to  enter  into  the 
record  of  this  public  hearing,  as  Exhibit  1,  a  copy  of  the  "Notice 
of  Public  Hearing^"  together  with  appropriate  affidavits  as  to   the 
publication  of  the  notice  from  the  City  Records  and  the  Boston 
Herald-Traveler, 

I  know  that  each  of  you  who  has  made  it  a  point  to  be  present 
at  this  public  hearing  is  vitally  interested  in  the  future  of  the 
Washington  Park  Urban  Renewal  Area.   And  the  Authority  is  aware 
that  many  individuals,  represent eitives  of  corris.iunity  organizations, 
and  officials  have  already  registered  a  desire  to  be  heard  on  these 
proposals. 

It  is,  however,  essential  to  enter  into  the  record  of  these 
proceedings,  certain  official  testimony  with  respect  to  the  proposals 
before  the  Authority  at  this  public  hearing.   In  order,  therefore, 
to  provide  as  much  time  as  possible  for  you  to  express  your  views, 
we  have  prepared  much  of  the  official  testimony  in  the  form  of 
additional  exhibits  which  will  be  entered  by  reference  only  into  the 
official  record  of  these  proceedings.. 

All  exhibits  together  with  informational  materials  of  a  general 
nature,  are  available  for  your  examination  in  convenient  places 
throughout  the  auditoriui  >,   In  accordance  with  the  terms  of  the 
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"Notice  of  Public  Hearing",  these  exhibits  have  also  been  avail^ilole 
for  examination  at  the  offices  of  the  Boston  Redevelopment  Asithority 
since  December  29g    lS62o 

I  now  instruct  the  Secretary  of  the  Authority  to  enter  into  the 
official  record  of  this  public  hearing  the  following  additional 
exhibits  v/hich  are  displayed  here  in  the  auditoriiiins 
Exhibit  2  s   Urban  Renewal  Area  Map 
Exhibit  3  s  Location  Map 
Exhibit  4  s  Land  Use  Map 

Exhibit  5  s  Sample  Copies  of  Siarvey  Forms^  Structural  Inspaction 
Schedules,  Building  Inspection  Forms,  and  Building 
Examination  Scl":ediilo3 
Exhibit  6  •    Completed  Copies  of  Survey  Forms^  Structural  Xnspe::- 
tion  Schedules J  Building  Inspection  Forms,  and 
Building  Exsroination  Schedules 
Exhibit  7  2  Buildings  with  Deficiencies  Map 
Ejdiibit  8  s  Urban  Renewal   Plan 
Exhibit  9  s  Illustrative  Site  Plan 
Exhibit  10  s   Urban  Renewal  Area  Photographs 
Exhibit  11  ;  Urban  Renewal  Area  Data 
Exhibit  12  s  Statements  of  City  Officials 
Exhibit  13  s  Relocation  Proposals 

This  p'oblic  hearing  shall  be  cor.--"'.n.ctc?d  in  accordance  vjith  the 
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following  procedures s 

All  stateraents  froiii  the  floor  shall  be  directed  to  the  nierribers 
of  the  Authority,  No  person  shall  be  permitted  to  speal'C^  however^ 
until  recognised  by  the  chair »   Once  he  has  been  recognized  by  the 
chair^  a  person  addressing  the  Authority  shall  state  clearly  his 
name  and  address^  and  the  individual  or  group,  if  any^  that  he 
represents*  '"■■■. 

Firsts  we  shall  hear  from  the  Developraent  Administrator j 
Mr,  Edv/ard  Je  Logue^  who  will  present  an  introductory  statement 
with  respect  to  the  proposals  under  consideration  here  tonight. 

Second,  V7e  shall  hear  froiii  those  mernbers  of  the  General  Court 
of  the  Coirimonv;ealth  of  M^issachuaettSj  v;I-iO  inay  be  present  and  v/ho 
represent  tlis  political  districts  or  v^ards^  wliich  lie.?  in  vjhoie  or 
in  part,  within  the  Washington  Park  Urban  Renewal  Area* 

Third,  v/e  shall  hear  for  a  period  of  one  hour  and  a  half  from 
those  persons  vjho  reside  within  the  Urban  Renewal  Area  or  who 
represent  organizations  serving  persons  who  reside  within  the  area» 
and  who  v^ish  to  speak  in  favor  of  the  proxDosals  before  the  Authority, 

Fourth,  we  shall, hear  for  a  period  of  one  hour  and  a  half  froni 
those  persons  who  reside  within  the  Urban  Renewal  Area  or  who 
represent  organizations  serving  parsons  v;ho  reside  within  the  area., 
and  who  v/ish  to  speak  in  opposition  to  "the  proposals  before  tha 
Authority.  ^    -— ? 
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Fifth,  we  shall  hear^  if  nacessarvj,  for  similar  periods  of  tiri^^e 
and  in  the  same  order^  from  any  other  persons  who  reside  v/ithin  the 
Urban  Renev/al  Area  or  v;ho  represent  organizations  serving  parsons 

who  reside  v;ithin  the  area^  and  who  have  not  previously  had  ari 

opportunity  to  spea]<  either  in  favor  or  in  opposition  to  the  propc- 

Sixths  and  finally^  V7e  shall  hear  frosj  those  persons  who  do  r^>t 
reside  within  the  Urban  Renewal  Area  :^nd  who  do  not  represent 
organizations  serving  residents  of  the  areao  Those  who  wish  to 
spealc  in  favor  of  -the  proposals  will  "be  heard  firsts  follov/ed  by 
those  who  wish  to  spea]<  in  opposition  to  the  proposals* 

These  procedures  are  necessary  to  insure  that  this  public  he ru:-- - 
ing  v;ill  be  conducted  in  a  fair  and  orderly  fashion  and  that  those 
persons  who  are  directly  affected  by  these  proposals  will  have 
adeguate  opportunity  to  express  their  viev7s  and  opinions. 

I  will  nov7  hear  from  the  Bax^elopraent  Administrator  of  the  2i.t:v 
of  Boston  and  chief  administrative  officer  of  the  Eoston  Redev /: .1  o-r -> 
ment  Author ity^,  Mr*  Edward  J«  Logues 


APPLICATION  FOR  LOAN  AlTD  GRPJ^tt  BIDDER  ITO.  ' 

PART  II  i    LCCilL  PROJECT  APPROVAL  DATA 
PROJECT  NO.  I-t\SS.  R-24 

'■?^shington  Park  Urban  Renewal  Area         SUBMISSION  DATE 
2oston  Redevelopment  Authority 
Eoston,  Massachusetts 


EXPLANATION  OF  LPA'S  SOLUTION  CODE  NO.  R~3C9 

TO  QUESTIONS  RAISED  BY  EEFA 


At  the  time  of  this  submission  no  questions  have  hee-n   raised 

by  KHFA  with  respect  to  the  Final  Pro  jwct  Report  which  was     '.  •  . 

s^^mitted  on  January  25,  1963. 

Additional  documentation  to  be  included  in  the  Final  Project 

Report  is,  however,  included  herewith.  This  documentation 

includes: 

(15  Code  No.  R-224, sProject  Improvements  Report 

(2)  Code  No.  R-225  (1} sFirst  reuse  appraisal  and 
maricetability  study 

(3)  Code  No,  R-225  (3} sTabulation  of  land  disposal 
estimates 

(4)  Code  No,  R-225  (4) ^Appraiser' s 'estimate  compared  to 
LPA^S  estimate  of  land  disposal  proceeds 

(5)  Code  No.  R-225  (3) :Disposition  map 

(6>  Code  No.  R-225  (9}  ."Land  for  public  or  nonprofit  use 

(7)  Code  No.  R-225  (10) sModerate-income  housing 

(8)  Code  No.  R-22o  {1} s Project  Cost  Estimate  and  Financing 
Plan 

(9)  Code  No.  R-22S  (4)2  Project  S::penditures  Budget 

(10}Code  No."  R-226  (6)  s  Data  Supporting  Project  Expenditures 

Budget. 
Boston  R-24  /  R-309  •?  n-F  i 


Fom   approved 
Pudjpt    Pureau   No.    63-ReiO.f 


l->-C17  I 


HOUSING  AMD  HOME  F  I  ,\  A  N' C  n  AGENCY 

URBAN   RENEWAL   ADMINISTRATION 

APPLICATION    FOR. LOAN    AND    GRAN' 
(Slum  Clearance  and  Urban   Renewal    Program) 


PROJCf.T     LOCALITV 

BOSTON,,    yiASSACHUSSTTS 


.PROJECT     N; 


&7ASH:rNG':rOM   PAKA    URA 


ROJFTT     mi|u3j:r 


I.'i'STnUCriO.SS:       Prepare    original     and    t,    confoi 
original      in    Binder    ,Yo  .     1.     copies     in    Binders 


for    HI! FA.       Pli 


DATE  RECEIVED  (To  be    filled    in    by    HHr'A)      i 


A.    CORPORATE  NAME  OF    APPLICANT 

Boston  Redevelopment  Authority 


TYPE  OF  APPLICATION 

X  Teciporary  Loan  and/or  Capital  Grant,  for  project  execution  |_Coiaplete:  all  blocks  I 
J  Temporary  Loan,  for  early  land  acquisition  [Leave  Blocks  D  and  E  blankj 


SUBMISSION 

iXJ  Initial  application 

[_  J  Revision  of  previously  approved  application  dated, 
r  J  Change  in  project  area  boundaries 


,  1£ 


. ,  for  purpose  of: 


j_J  Revision  in  Teniporary  Loan 

[j  Other  (Explain) 


[j  Revision  m  Project  Capital  Grant 
[j  Revision  in  Relocation  Grant 


D.  REPAYH£>JT  OF  ADVANCES 

Upon  undertaking  this  project,  the  Applicant  will  repay,  with  interest.  Title  I  advances  in  the  suas  indicated 
and  in  accordance  with  the  contracts  shown  below: 


ADVANCE  CONTRACT  NUMBER 


.\MOUNT  OF  CONTRACT 


AMOUNT  ADVA,\CED  UNDER  CO.'.'^ACT 


R-24  (A). 


s  796,731 


665,000 


R-50  (GN) 


S  129,800 


S  ,  118,000 


EX  I  ST  I  :;G  FEDERAL  AUTHORI  ZATIONS 

IZstimated  survey  and  planning  costs  for  this  project,  in  accordance  wn,:. 

Planning  Budget  No I_  ,  approved  by  HHFA  on  ^""^^^    20^ 19  o 


jOsl  icceac  <.^tjLovcu   survey  anc 

■ ,     , V    796,781    . 


F.    TYPE  AND  AMOUNT  OF  FUNDS  BEING  APPLIED  FOR 


(Check    applicable    ite^s) 


TOTAL    AMOUNT 


X  I   TFMPORARY  WAN 


s  17,234,957 


:^]  PROJECT  CAPITAL  GRANT 


2/3 
Basis 


3/4  Basis: 

[^2  Limited  project  costs 

[J  Municipality  under  50,000  population 

r  1  Municipality  under  150,000   m 

LJ  redevelopnent  area 


s    16,335,712 


■X 


kKLOCATION  GRANT 


217,  9^.. 5 


COilPLETE  OiiLY   IF   HE  VI  SI  OX 


AMCLiNT   OF    CHANGE 


(      )  s 


(      )  s 


(      )  s 


PROGRAM 


XJ 


Title  I  of  the  Housing  Act  of  1949, 
as  acended  to  date 


[j 


Title  I  of  the  Housing  Act  of  1949,   as  a~enced 
prior  to  the  Housing  Act  of  1954 


(Over) 


H.    CATEGORY  OF  PROJECT   ELIGIBILITY 

Biter  Ronan  numeral  designation  as  checked  on  Fern  H-6120,   Sunmary  of  Project  Data:        X 


ir  project  is  under  "disaster  area"  provisions  of  Section  ill  of  Title  I,   check  here: 


[J 


I.    APPLICATION 

The  /Applicant  hereby  applies  to  the  United  States  of  Airierica  for  the  financial   assistance  indicated  in  Block   F 
above,   under  the  provisions  of  Title  I   as  identified  in  Block  G  above,   to  aid  in  financing  the  project  described 
in  this  application. 


J.    aiPPORTING   DOCUMBITATION 

Tne  docur.entation  submitted  in  support  of  this  application  shall   be  considered  part  of  this  application. 


K.    ESTIMATED  COMPLETION   DATE  OF  PROJECT  EXECUTION   STAGE: 


D.^-o,'^ 


ceiTjoer 


19 


66    1 


(Complete    the    following    estimated    time    schedule    of  major    steps    in    executing    the  project) 


PROJECT  ACTIVITY 


STARTING  DATE 

(ilanth     and    Year] 


COMPLETION    GATE 
(Month    and    Year) 


1.  Land  acquisition 


December  1S52 


Deceniber    1865 


2.  Relocation  of  site  occupants 


December  J.962 


June 


3.   DeEOlition  and  site  clearance 


Fiarch  1963 


July  1956 


4.   Site  preparation,   including  installation 
of  project  improvenents 


J-er.e   1963 


Se^ten^ber    1966 


5.  Disposition  of  land  in  project  area 


1-e   1963 


Se-oterrber    1965 


S.  RehaDilitatlon  or  conservation,   to  meet 
project  completion  requlreinents 


-Lujaja— LS£3- 


D--C." 


S£^ 


L.    PROJECT  AREA  BOUNDARIES  ^ 

The  project  area  herein  described  is  the  identical   area  covered  by  the  Urban  Renewal  or  Redevelopnent  Plan  as 

approved  by  the  governing  body  of  the  Local  Public  Agency  on iXaraUa-rv '  16 <    ^^oS — • 

(Describe    boundaries   of  proj ect    as    set    forth    in    such  Plan    and  attach    to    <ihis    application) 


H.    EXECUTION 

IN  ^^ITNESS  ViHERBDF,   the  Applicant  has  caused  this  application  to  be  executed  in  its  nane,    and  its  seal   to  be 


hereunto  fixed  and  attested,   this day  of. 

[seal] 


,,'19. 


Boston  Redevelopment  Anthorii 

Corporate   Naae   of   Applicant 


By. 


Signat, 


Development  Admini; 


Titl, 

City  Haxi  Annex 


Boston  8,    Massachusetts 


Ci  ty    and   Statt 


^  For  aa  Application  for  Early  Land  Acquisition  Loan,  enter  estimated  effective  date  of  the  Contract  for  Loan  and  G: 
for  project  execution  activities.   Complete  Lines  1,  2,  and  3,  and  leave  Lines  4,  6,  and  6  blank. 

^  For  an  Application  for  Early  Land  Acquisition  Loan,  delete  the  phrase  "covered  by  the  Urban  Renewal  or  Redevelop;-. 
Plan  as  approved"  and  insert  "described  in  the  Resolution  adopted".  rpii.<o  -<:■■• 


APPLICATION  FOR  LOJ:I?  I\1<D   GRKS^  BI!xID3R  NO. 
PART  I:   FINAL  PROJECT  RE-PORT 
PROJECT  NO.  r-mSS.  R-24 

Washington  Park  Project  SUBMISSION  DATSs 
Boston  Redevelopraent  Authority 
Boston,  Massachusetts 

TAB'OLATION  OF  LAI\D  DISPOSAL  EJjTIMATES  C0D3  NO.  R-225{3) 

TABULATION  OF  LAi®  DISPOSAL  ESTIMATES 

Approx, 

/              No.  of  Ai:ea  in  Apprais-   LPA's 

Redevelcpment 2 Parcels  Sg.  Feet  er's  Est.  Est. 

1.  Total  uses                   74  5,847^563  $631,300   $681,300 

2.  Total  public  and  quasi-       44  2,326,658   231,500   281^500 
public  uses 

a.  Streets  &   other  public    17  290^223    - 
R/VJ  (By  dedication) 

b.  Streets  Si   other  public    0  0        0         0 
R/W 

c.  parks,  playgrounds,  etc.  13  953^986   93,500    93,500 
(by  dedication) 

d.  Parks,  playgrounds,  etc.  0  0        0         0 

e.  public  utility  easerrients  2  0        0- 

f .  Low  rent  public  housing   0  0        0       '0 

g.  other  public  uses    ,4  423^, 729  100,400   100,400 
h.   Non-profit  instlt:::.  ,;.nal  :;.0  658,715   87^600    87,600 

3.  Total  private  ubos                        ;    •  3,320,905   399,800   399^800 

a.  Residential             '0  0         0 

b.  Coramercial               S  53.-^,  474  183,600   133^600 

c.  Light  Industrial         5  214,281   37,100    37,100 

d.  Heavy  Industrial         0  0        0        0 

e.  other                  0  0        0        0 

f.  Moderate-lncor.-:3l-:cusiiig    17  2,673^150     179,100    '    179,100 
gF|lJ|S?trinS°li|h§S^gf  ^?  fgls/"^^^"^^^^^  ^"^^  "^^°-   ^'Sjt^str.ents 
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APPLICiffi.ION  FOR  LO.^T  J>i7D  G2J^W2  BINDER  N0« 

PART   Is      FINAL   PROJECT   RBIPORT 
PROJECT  N0«  1-LA.sS,   E-24 

X-i/ashingtcn  Park  Urban  Renexv'al  Area         •  SUBMISSION  DAT 
Boston  RedevelopinerAt  Au-thori-bv 
Eo."ton,  Massachusetts 


APPRAISER'S   ESTirmTE  VERSUS  LPA°S 

ESTU'lATS  ;,  CODE  EO.   R-225    (4) 


This  Code  KuirJber  is  i-^ot  applicable  because  there  is 
no  difference  betweeii  t'he  "Appraiser's  Bstiinate"    a5:id  "LPA's 
Estimate"    ixi  Exhibit  A» 
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APPLICATION  rOR  LOAiJ  AISD  GRaST 
PART   Is      FlllI^Z,   PROJECT  P^EPORT 
PRGJSCT   NO.    r-iA3So    R-24 

Washington  Park  Urban  Renevj'al   s-jrea 
Boston  Redevelopment  Aii-choritv 
Eo ston  a   ^'"as  s achuse tt s 


BlIvDiJR  170  o 

SUEMXSSION  DJlSE 
Janizary  25,    19 S3 


DISPOSITION  R^iPS 


C0D3  KOo  R-225  (8} 


Preliminary  plats  showing  tentative  disposal  parcels,  including 
apxjrojiiniate  boundaries,  redeveloprasnt  usss^  and  e:-isting  and  nexir 
easements  for  public  utilities  are  designated  on  "Exhibit  B  "■  Map 
2  -  Proposed  Land  Use  Plan"  svJ-frAtted.   with  -the  Epp.l.icatlcn.  on 
January  25  j,  1962.  The  corresponding  areas  of  the  plats  are  given 
in  the  re-use  appraisal  reports 


Eoston  R-24  /  R-225  (^ 
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APPLICATION  FOR  LOAIT  AKD  GRAHT 
TART  Is   ?IKAL  PR0»3:E:eT  REPORT 
PROJECT  KO^  Ii^,SS„  R-24 


BliJDER  HO, 


Washington  Park  Urban  Renewal  Are; 
•Boston  Radex'-elopmenb  Authority 
Eoston^    i'lassach'asetts 


SUBiaSSION  DA^Ti 


Janur^rv  25.    1963 


PUBLIC  OR  I\TGN"PROFri'  USE 


C0D3  EOc 


o: 


DISPOSAL   PARCEL 
LTJlviBSR 


I-l 

1-4 
1-5 
I-S 
1-7 
J-1 
J-2 
u-3 
J-4 
J-5 

J-8 

H~3 
H-4 
E-5 
H<"6 

H-7 

P>S 
1-1-9 

E-10 

H-11 


I;ia^S  CF  PROPOSED 
DSVELOPBR 


PROPOSED  BA5?B  BY 
WHICH  DB\^LOPBR  T'TILI,- 
ACQUIRE  THE  J-A13D 


City  of  Boston  .10/1966 

City  of  Boston  11/19 S5 

City  of  Boston  ■  8/1964 

City  of  Boston  12/1 9 S4 

City  of  Boston  10/1964 

City  of  Boston  3/1966 

City  of  Boston  2/19S6 

City  of  Boston    '.  4/19G6 

City  of  Boston  ■  B/1965 

City  of  Boston  3/1965 

City  of  Boston       .  8/1965 

City  of  Boston       ;  G/1965 

City  of  Boston  11/1963 

City  of  Boston  12/1953 

City  of  Boston  12/1963 

RoKbury  Eoys"  Club     ,  3/1965 

St,  Jerries '  Church  2/1956 

Church  of  G-od  in  Christ  4/1955 

St,  Richa3:d"s  Church  3/1965 

St„  Joseph's  Church  8/1956 
Young  Ksn^s  Christian 

A.ssociation  9/1964 
Jeoraas  Jackson  Putnam 

Child  Care  Center  6/1965 

St»  Mark^s  Church  2/1965 
Bethel  Pentacostal  and 

r^'-L'.;    •.*..■;-,   ,^  ^  n,--"-      --^r-^ -■!  ^ -■  T  1^  ■{- "     r^ -p     r^T->r"3  ■"•;-  '~,^'>''\^; 


Soexal  Cenx:er 


rreedom  House 


3/1957 
3/1967 
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The  ectimated  disposal  price  is  given  in  the  rs~use  ap'93:.-::-i3a.l  roport 
Gulraitted  separately. 

KiiA  concurrence  in  the  proposed  disposal  of  s.11.   parcels  to  be  dis- 
posed of  for  a  public  or  nonprofit  use  vdll  fee  requested  after  ?art 
IZ   is  Sii^itteda  A  reqij'^st  for  B2^'I':.   conci-rrenc^s  wiXl  be  a-ul:;;"ittGd 
apX^^O''^^i*2.tely  a  fev/,  weeks  prior  to  -the  scheduled  dispositiv'ri  of  each 
parca^i.  listed  sboveo   Proposals  for  the  disiposition  of  -i^iese  parcels 
v^ill  be  si:bmitted  after  Part  12  ap]?roval  because  if  each  parcel  to 
be  disposed  of  for  a  public  or  nonprofit  use  is  considered  as  an 
individual  parcel^  it  is  regarded  as  not  being  critically  important 
to  -che   project  provided  tha,t  all  -the  other  parcels  are  disposed  of 
successfully*  Ihe  proposed  redevelopers  of  -fchese  parcels  have  com- 
mitted tliemsel^'es  to  tlie  extent  of  participating  in  active  preliminary 
negotiations  and  subraitt3.ng  letters  of  intent.  The  alternative  uses 
of  these  parcels  is  c.s  follows s 

I--!  ax^d  1-4— Residential  and  Coiiiraercial 

J«l  through  iJ'="S="=Housing 
H-1^  H"6  throxigh  E-9—Housing 

H~2  through  H-S,  E-10^  H-ll«=">~Minor  adjiistments 

of  property  and 
<  rights-of-way  lines. 


Boston  R-24  /  R-225  (9)  2  of  2 


APPLICATION  FOR  LOAN  AI:?D  GTlMiH 
PAicT   Is      FXilAL   PROOSCT  EEPORI; 


BII^SSR  KOo 


Wasliiiigton  Park  Urban  Renewal  Aj 
Boston  Redeveloi^iasri'b  AiithoriuV 
Eostor:„    Massachusetts 


SUE.!)0:SS5:0N  DA\I:] 


ir)IiIvTI?ICATir.C'I-7  0«?  RSAL   PRGPr^RTY 

TO  BE  iiADE  Available  for  e3w  nousiJiJG 

FOR  KODEKATE-IECOJiH!   EAMILI3S 


CGJJiC   LO;, 


^5  CIO} 


All  real  property  proposed  for  residential  redeveiopraent  will  be 
made  available  for  new  liOusing  for  moderate'-incorue  families « 


Boston  R-24  /  R-225C10) 


of  1 


-Gjii    r.ureiiu    :\o. 


HOUSING  AND  HOME  FINANCE  AGENCY 

URBAN  RENEWAL  ADMINISTRATION 
PROJECT  COST  ESTIMATE  AND  Fil'^A.NCIKG  PLA:; 


PROJECT     LOCALITY 

BOSTON.    ¥iIiS  S  ACHU3  3  T  Tl 


PROd  ECT    NAME 

Washington   Par'K 
Urban   Renewal   Area 


lUSTHUCTIOKS:       Si^b^i  t    original     and    a    second 
copies    in    Binders   No.     2,     J,    i.     and   5. 


:d    copy    in   Binder   No.     1,     and 


PROJECT    NUMBER 

Mass.    R-24 


SUBMISSION    (Check     and    coiiplete    the    description    ^hich     applies) 
_j\j    ACCOHPAKIES    FINAL    PROJECT    REPORT 


.    19  , 


«EVISE_S    PROJECT    COST    ESTIMATE    A«D    FISAIICIHO    PLAX 

j^j  SUBMITTED  3Y  LPA  OH  ,  19. 

Tj  ACCEPTED  BY  HHfA  OH  ,  19. 


SECTIO:^  A.   ESTIMATE  OF  GROSS  A'iD    liZl    PROJECT  COSTS 


;iG. 


TEM 


TO  BE  COMPLETED  BY  LP>^ 


INITl AL 
ESTIMATE 

on 

LATEST 

ACCEPTED 

ESTIMATE 


TO  ,=  -:  FlLLcC' 


REVISED 
ESTIMATE 


II    HHTA 


ITEM    1   OF  GP.OSS  PROJECT   03 ST: 


A-  II  TOTAL  PROJECT   EXPENDITURES   (froa    Fora    H-6270.     line    20) 


ITEM    2  OF  CROSS   PROJECT   COST    (Non-Cash    Local    Cran  ts- in- Aid) 


r\-7.    !Cach    vcduo   of   land   donations   ( froa    Suppor  ting    Schedule    1) 


17,017,012 


-0- 


A-  3    I  Deoioli  t  ion    end    removal    work    (froa    Supporting   Schedule    2) 


28,670 


A=  -t      Pfejeet   Sf    aile   iBlpreVeraeBSs    f/poa    Supp6fiif:g   Schediili!    3) 


5,055,9S( 


A- i    iPublic    or    aupportinq    facilitiea    (froa   Supporting   Schedule    ii) 


A- C    lOther    non-caeh    local    grants-in-aid   (specify    typi 
lo/    estitiaxe   on    attached    sheet) 


8,237,000 


A-7      TOTAL  NON-CASH  LOCAL   GHANTS-IN- AID   (sua    of    lines    2    through    S) 


13,321,620 


GROSS  PROJECT  COST    (ITDl   1  plus  ITEM   2)    (lin< 


.lus    7) 


30,338,6321 


PROCEEDS  FROM  PROJECT  LAND: 


Sale   price   of  project    land    to    be    sold 


681.300: 


Caf>i  tal    value    iicputed    to    project    land    to    be   leased 


-0- 


Capital    value  of    project   land    to    be    retained    by    LPA 


A- 12   TOTAL  PROCEEDS   FP.OM   PROJECT  LAND   (sua    of    lines   9,     10,     and   11) 


681,300 


A- 13  I  NET  PROJECT  COST  (lin< 


12) 


29,657,332 


lSK/\niNG  OF  NET  PROJECT  COST: 


A-14iNet   Project    Cost    of    this  project    (froa    line    13) 


^9,657,332 


A-15jNet   Project    Cost  of   other  projects    (if    any)    pooled 
I  thi  6  p  roj  ect 


A- 16  j  Aggregate   Net   Project  Costs    for    this    and   other  projc 
Kif    any)     in    the  pool    (line    li    plus    15) 


29.657,332 


A-17  iMiniciui;  local  grants-in-aid  required  for  this  and  ot'r 
projects  (if  any)  in  the  pool  (1/3  or  1/i,  as  appropr 
.of    line     16) 


9.885.777 


f,-  IS  .(Less)    Total    local    grants- in- ai  d    to    be  provicc-d    for 
i  other  projects    (if    any)    in    tha   pool 


-0- 


.\-  10  '.(Equal  s)    Mininun    local    grants-in-aid    required    for    thi 
project    (line    17   ainus    18) 


9,885,7771' 
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SECTiGK    A. 

HSTf!- 

ATZ 

0  F 

£:^03S    , 

,:;D 

:;et 

PROJECT    COSTS     (Continuexlj 

1  TEM 

TO   BE  COMPLETED  BY   LPA 

-:  JE  -• 

Pn    INITIAL 
LJ    ESTIMATE 

LATEST 
1    J    ACCEPTED 
ESTIMATE 

(-) 

REVISED            i 
ESTIMATE           ' 

(i) 

a  .-•'. 

ACCEPTS. 
(  c) 

SH/O.ING   or  K"E:r  PHOTECT    cost:       (Continued) 
L.OCAL  GPANTS-I.\-AID,    THIS  PaOjECT: 
A-nr      .S'o.-.-cc3h   loccd    gran  ts- in-<d.d   (froa    line    7) 


5l3,321,52Gs 


A-2: 

Cash    local    gran  ta- in-ai  d 

-n- 

s 

A-22j  TOTAL  LOCAL  GRANTS-IN-AID   TOR  THIS  PF£)JECT  C^i"'   20   pl^^    21) 

Ir.u.C    .,no.    ....    ..cnU.e    i.)                                                                              1  '  1  3  ,  3  21  .  52  0  ' 

A-23     PFDJECr  CAPITAL  GRANT   (line    li    air.us    22) 

1 

15,335,712 

^                          o 

A- 24 

REDXATION   GKAhT  ( frou   Fori,  H-6220.     line    21) 

s 

217 . 945 

I 

A- 25 

TOTAL  FEDERAL  CAPITAL  GRANT   (line    23  plu=    2i)                                        Is 

!   15,553,65-; 

;                                                           i 

s                    :  3 

SECTIOH    B.      SOURCES   0?    FUt^DS    FGS    PROJECT   EXPEi^D  JTURES   LllD   RELCCATIO:^    PAYMEKTS                  j 

LINE 
NO. 

ITEM                                            ■,           . 

ESTIMATE  SUBMITTED 
BY  LPA 

(  u) 

(Leaije    blank 

ESTIMATE  ACCEP" 
■  BY  HHFA 

"EO 

i 
1 

B-1 

Total    each    roquireconla    for  project   oxponditurao   and   Relocation 
Pctymoato    (line   A-i   plus    A-2i) 

^17,  234,,  957       ^ 

Caah   local    gran tc- in- aid: 

^ 

cAiiprr  OF  rA'^H                  '                  ACTUAL  OR  ANTICIPATED 
SOURCE   OF   CASH                         ••                    j^^^^  qP  RECEIPT 

1 

B-2 

1*          0               i- 

;                             i                          ; 

B-3  !                                                                                                                      ;                                                       '                     „                          ■ 

!                                                        ■                                ■                                         -                0                    i 

' 

B-4  ■             ,                                                                                                         !                             ^ 

0               i 

B-S      Real    estate   tax    crodite   f/roa    For:^   H-S220,     line    7h) 

0                  ' 

B-6      Total    cash    local    groats- in- aid.  ^  sua   of    lines    2    through    5) 

$                                 s 
0 

B-7       Total    funds    to    be    applied    to   project    ex-poadi  turea   and  Relocatioa 

■  Payaoatn    froa    short-tora    borrooiagi   other    than    tho^e   on    line   B-9    belon 

0                  I 

B-8 

Subtotal    (line    6  plus    7) 

$  , 

0 

S 

I 

B-9 

PROJECT  TE^!PORAKy  LOAN  THROJGH  DIRECi  OR  PRIVATE  FINANCING 
UNLEH  LOAN   AND  GRAaNT   CaNTRACT  (line   1   ainu.   S) 

s                               $ 
17,234,957 

I 

f?.no  a  or  5 


SECTION  c.    FiKAxciHG  PLA:;  FOR  curre:;t  and  ;;ext  fiscal  year; 

(Commencing  July    I    and   Ending  June  30) 


If  project    execution  kj  rk    will    not    start    before    the    end   of    the   noxt    ficcal    yoar   or    if    a   Contract    for   Loan    cr.d 

Grant   has    been    executed,  check    here  | |    and    leave    the    rest   of   Section  C   blank. 

If   project    execution  work    will    start    during    the    current    or   next    fiscal    yoar    end    a  Contract    for   Loan    end   Grant    he 

not    been    executed,    enter  estisated    otarting    date   here:  JrLiiiliri i-/ ±  J  0-S> and    cocpiete   Section   C. 


LINE 
NO. 


FROM-  STARTING 

DATE   TO    END 

OF  CURRENT 

FISCAL   YEAR, 

JUNE  30,    19  .^-^ 


DURING 


C- 1     !    /'iount    of  Project  Capital    Grant   pCT>-2en  to    that   probably    will    be  earned 


-0-  s   7,500, 


C- 2    i    Amount    of   Relocation    Grant   Paycents    that   probably    will    be    earned. 


75,000 


}0,00C       j 


Tentative    Schedule   of    Short-Term    Borrov.'ing; 


LINE 
NO. 


FEDERAL 

TEMPORARY 

LOANS 


NON-FEDERAL 
LOANS   WITH 

FEDERAL 
GUARANTEE 

(  0) 


NON-FEDERAL 

LOANS   WITKOUI 

FEDERAL 

GUARANTEE 

(  i) 


^jaount    to    be   borrowed    during   current 
fiscal    year 


s   4,  000,  000  ;S 


s  4,  000,000 


Anount    to    be    repaid   during   current 
fiscal   year 


-0- 


Aaount   outstanding  at   end   of   current 
fiscal    year  (line    3   ainus    ij 


C- S        Amount    to    be  borrowed   during  next 
fiscal    yocr 


C-7 


'V,  000,000 
• , 5  00,000 

Aaount    outstanding  at   end   of   next 

ficcal   year    (line    5  plus    6   ainus    7)  \        J,,  500,  000 


Aaount    to    be    repaid   during  next 
fiscal   year 


:■.  000,000 


4, 000, OOP 


7,000,  00^ 


7,  500,  00- 


3,500,  OOC 


Acceptance  of   the   estimates   submitted   is  hereby    requested. 


Boston   Redevelopment  Authority 

^ocal   Public   Agency 


Sis'tature    of    Authorized  Offi 


Development  Administrator 


HHFA    ACCEPTANCE 
The   estimates   are   accepted   as   indicated   in   the    appropriate   Columns. 


fijgionai    Director    of    Urban    Re 
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;up?orti;;g  schedul 


SCHEDULE   1.    LAKO    D0f;A710i;S    (Lend   Pircol  a  or  Land    Intoroais; 


IDENTIFICATION 


(^) 


3  NOR 


ESTIMATED 

CASH    VALUE 

SUBMITTED 

BY   LP  A 

(o) 


ESTIMATED    r.: 
VALUE   ACCE?-: 
BY    HHFA 


NONE 


CASH   VALUE   OF   LAND    DONATIONS    (Enter    on     line    A-i) 


SCHEDULE   2.    DEHOLlTlOi-i    A.'ID   RS-IOVAL   V-ORK  — I;0;-I-CAS1-I   LOCAL   GSAIiTS 
(Include    uorh     ahich    has    been    or    tiill     be    provided) 


IDENTIFICATION  OF  DEMOLITION 
OR   REMOVAL  WORK  JOBS 


(c) 


NAME  OF 
PROVIDING   ENTITY 


ESTIMATED  |         (te^^e    blank) 

NET   COsT  iFSTIMAT'^D   N '^T    C^j^' 

SUBMITTED  BY  LPA^^ii^p|i°^Y'H^^! 


(  o) 


(i) 


SEE  ATTACHED  LIST 


CITY  OF  BOSTON 


28,670 


TOTAL  DEMOLITION   AND  REMOVAL  WORK  TO   BE  CHAHGED  TO   ITEM   2  OF 
GROSS  PROJEC"    COST    (Enter    on    line    A- 3) 


SCHEDULE  3.    PROJECT  Ofj   SlTg   IMPROVEMEilTS— ;;0:i-CAehi  LOCAL   GR  AI.'TS- KJ-AI  D 


IDENTIFICATION 


NAME  OF 
PROVIDING  ENTITY 


ESTIMATE  SUBMITTED  BY   LPA 


TOTAL    COST 


(Lea 


hUnk) 


CHARGE  TO  PROJECT 


% 
(d) 


AMOUNT 
((c)    X   (d)) 


ESTIMATE   ACCEPTED 

BY   HHFA 


AMOUNT 
(g) 


Streets 

Parks  and  Playgrounds 
Street  &.   park  lighting" 
High  Service  Water 
Sanitary  Sewers  and 

Storiri  Drains 
Police  Signal  Systei^ 


City  of  Boston  2,234,250 


90 


539,500  IDO 


881,100 


95 


749,850  95 


591,900 
13,700 


90 
50 


2^025,100 
539,500 
w:6,500 
711,000 

523,900 
9,350 


^  If  a  special  assessment  against  project-acquired  land  is  involved,  apply  the  percent  of  direct  benefit  to  the  projec: 
from  the  improvement  to  its  total  cost  and  subtract  from  that  a.T,ou2t  the  total  ainount  of  the  special  assessment  aj^iast 
the  project-acquired  land. 


SU?PCRT1;;G     schedules     (Continued) 

1 

SCHEDULE   3-    PROJECT   OR    SITE    IHPROVEMEKTS— HOH-CASH   LOC.'J-    GRAriTS- IH-Al  D    (Continued) 

i 

ESTIMATE   SUBMITTED   BY   LP  A 

(Lec-je    blank)                 \ 

ESTIMATE  ACCEPTED        ' 
8Y  HKFA                   1 

IDENTIFICATION 

NAME   OF 
PROVIDING    ENTITY 

CHARGE   TO    PROJECT  '^ 

TOTAL    COST 

,,, 

AMOUNT 
((c)    X  (d)) 

S 

AKOUNT 

i 

(a) 

(i)   ■ 

(  o) 

(a) 

(e)                      (r) 

(  c) 

Fire    alarm   system 

City  of  Bost 

^           45,900 

97 

£             44,350 

3 

Traffic   control 

City  of   Boston        235,500 

75 

214,600 

Removal   &.  backfill 

of   streets 
Rough  grading 

City  of   Boston           93,.  500 
City  of  BostiLn        333,600 

100 
100 

93,50C 
333,600 

Street,    traffic 

directional    signs 

City  of   Boston           89,500 

85 

76,550 

MTA   facilities 

Metro .    Trans 

Auth . 

151,100 

95 

143, OOd 

less:    site    improvemen 

ts    included   a 

3   project   ex 

pencil-      500,000 

ture 

■ 

TOTAL  PBOJECT  OR  SITE  I WROVKENTS  TO  BE  CHARGED  TO 

s 

ITEM    2  OF  GROSS  PROJECT   COST    (Enter    on    line    A-i) 

5,055,950 

SCHEDULE  ii.    PU3LIC  OR  SUPPORTilJG  FACiLlTiES 

ESTIMATE  SUBMITTED  BY   LPA 

{Leave    blank) 

ESTIMATE   ACCEPTED 

, 

CHARGE    TO    PROJECT 

BY   HHFA 

IDENTIFICATION 

.PROVIDING   ENTITY 

TOTAL    COST 

2 

AMOUNT 
((c)    X  (d)) 

% 

AMOUNT 

(a) 

(i) 

(o) 

(d) 

(o) 

if) 

(s) 

Court  House 

City  of  Bos  to: 

{  2,000,  000 

40 

800,000 

S 

Municipal   Service  Win 

g ' 

250,000 

16 

40,000 

Fire  Station  1 

It    II      II 

350,000 

SO 

175,000 

Fire   Station  2 

"    ■"      " 

350,000 

12 

42,000 

Schools :Elem.    Humbold 

t  "     "' 

1,220,000 

100 

■  1,220,000 

Alpine 

"    "      ■' 

820,000 

100 

820,000 

■ 

Harold 

II    II      II 

1,640,000 

100 

1,640,000 

JHS             Rooseve 

It 

2,075, 000 

50 

1,037,500 

Win-thro 

pA 

3,300,000 

20 

660,000 

B 

3,300,000 

24 

792,000 

Comraunit     Center 

t]       II         II 

500,000 

60 

300,000 

Police   Station 

11       11         I. 

700,000 

28 

196,000 

Health  Unit 

"       "         " 

400,000 

50 

200,000 

Library  1 



370,000 

35 

129,500 

Library  2 

11       II         11 

370,000 

50 

185,000 

jocal   Share 

-    8,237,000 

TOTAL   SUPPORTING   FACILITIES  TO  BE  CHARGE)                               i;;;;,; 

s 

TO   PKOJECT    (En:er    on    line    A-5)                                                                       \]\\\:]..\...,..\.::i::::::::::\:\:::::i:li::\ 

••-:'•-•• 

l;  a  special  assessment  against  project-acquired  land  is  involved,  apply  the  percent  of  direct  ben."  r  i"-^  i"  t 
from  the  improvement  or  facility  to  its  total  cost  and  subtract  frc^i  that  amount  the  total  amount  of  tie  sj 
assessment  against  the  project-s.c<luired  land. 


APPLICATION  FOR  LOM-I  JIND  GSANT 
S^RT  Is   PINAL  PROJECT  RSPOR^J? 
PROJECT  I"0o  MAS  So  R°24 

Washington  Park  Urban  Renewal  Area 
Boston  Radavelopment  Au'cliority 
Boston^  Massachusetts 


SUEJUSSSON  DATE 


O:^-^ 


S12.TEMSIST   SUPPORI'IKG  GR2,I3TS~  IK-AIB 
(SCKSD'JLE    3)      SEg      ^20122.^2^,^^ 
IMPROViSMSiSiiS 


COhZ  'SOo   R-22SC2}C^| 


See  Project  Improveraents  Report^    Coca  ISDo   R'"224^    for  a  detailed 

discussion  of  project  inprovernents   to  be  provided  as  nori^casa  local 

grants'-in-aid  s 

Streets,  see  Cods  Ko.  R-224C2} 
Paries  &.   Playgrounds  J  see  R-224C3j 
Street  &  Paric  Lighting^  see  R-224C4) 
High  Service  Water j  see  R"224C3]i 
■  Sanitary  Sewers  &  StoriTi  Drains^  see  R--224C6) 
Police  Signal  Systern,-  see  R-224{7| 
Fire  Marm  SvstaiTia  see  R'»224(8} 
Traffic  Control^  see  R-224C9} 
Reraoval  &  Backfill  of  Streets j,  R-224C10) 
Rough  Grading  by  Parcels^  see  R-244C11} 
Street^  Traffic  &  Directional  Signs,  see  R-224Cl2l> 
MTA  Facilities^  R"224C13| 

Of  the  $5,555^950  total  amount  of  project  or  site  iiiiproveiTients  re- 
quired to  carry  out  'chQ   urban  rensv/al  plan  and  chargeable  to  'the 
project,  $500,000  will  be  charged  to  Item  1  of  Gross  Project  Cost 
in  accordance  with  the  staging  plan  that  is  finally  selected  SiT.ong 
a  number  of  alternative  staging  plans <,   (See  Form  H-=S22Di,  Project 
or  Site  Improvements  Charged  as  Project  Zt-ipenditu^es/J   Thus^  project 
or  site  improvemicnts  claimed  as  noii'-cash  local  grantS'-in'^aid  are 


equal  to  $5;, 055^950, 
Boston  R-24  /  R-226C2} {b} 


i.  of  J. 


P.i>;o  1  of  3 


HOUSING     AND     HOME     FINANCE     AGENCY- 
URBAN   RENEWAL   ADMINISTRATION 

PROJECT    EXPENDITURES    BUDGET 

iPROJECT    LOCALITY 

I  Boston,    MassachuS'Vt- 

1  PROJECT     NAME 

WASHIKGl'ON    PARK   Ur-TJ 

-..-5 

1 

1 

j  PROJECT  ^  NUMBER 

1  MASS,    NO.    R-24 

atOCLj             -^ 

:::: 

THUCTIONS:        Initial    Budget:       Prepare    original     and    S    copies     for    IW.FA.       Subniit    oririnal    and    i    cooic:     m    Hinder     \ 
copies     in    Binders   No.     2.   3.   U ,     and   5.       Revised    Budget:       //    -^nh    a:r.endator-j    application,    follou    "fnitir.:    Ba-'r- 

I  (  ri 

clions.        Othervise,     subnit    original     and    i    copies     to    IIHFA. 

OAT! 

^    OF   IIHFA    BUDGET  APPROVALS    (Co'ir.plete    for    revis-: 
Rndf-Pt    N'n      1,                                                  iq 

on    only) 

Latest   Aiinrc.ved  Budget    (No. 

), 

LI  HE 
NO. 

TO   BE  COMPLETED   BY    LPA 

USE    CN.V    F,-,:'    REVISED    BUDGET 

BUDGET 
REQUESTED    FOR 

ACTIVITY    CLASSIFICATION  ^ 

1 

LATEST    APPROVED 
BUDGET 

(  n) 

ADJUSTMENT 
(+    or    -) 

(  b) 

■  ppR-jvr          - 

(c)                   i                  i  c, 

1 

TOTAL  SURVEY  AND  PLANNING  EXPENDITURES 
(includes   all   costs    incurred,    costs   estimated 
to  be    incurred,    and    interest   on   advances    to 
repayment   date)     (R   1401,    R  1403,    R   1404) 

S 

1 

s 

S                                          S 

1 

950,000      1 

2 

PPareCT  EXKOmON  EXPERT) ITURES: 

795,900 

Admia  is  t  rat  ion: 

a.    Administrative   overhead  and   services 
(R   1410.01,    R   1410.09,    R  1410.16, 
R   1410.19,    R   1416) 

b.    Travel    (R   1410.05) 

10,000 

;] 

Office   furniUii'fl  fjnd  oquiprnjut    (R  1475) 

^-0^ 

\ 

Legal    services    (R   1410.024,    R   1415) 

140,800      i 

5 

Survey   and    planning    (P   1410.021,    R   1430) 

202,  000 

fi 

Acquisition  expenses    (R  1410.022,    R   1440.02 
through   R   1440.06) 

229, 350 

7rx 

Temporary   operation  of   acquired   property- 
Profit    {-)    or   Loss    (+)     (R   1410.027,    R   1448) 

143,216 

71 

;\mount    included    in   Line   7a   as    real   estate   tax 
credits    (R   144R.03S) 

[          :i 

1 1 

L       0            J 

L                           -' 

R 

l;elocation   costs,  exclud  ing  Re  locat  ion  Payments 
showTi   on   Line   21    (R   1410.023,    R   1443) 

505,000      i 

f) 

Site  clearance-Proceeds    (-)    or  Cost    (+) 
(R   1410.025,    R   1450) 

1 
_ 199, 375 

10 

Project    or    site    improvements 
(R   1410.026.    R   1455) 

1 
1 

■  593,125      i 

11 

Disposal,     lease,    retention  costs    (R   1410. 02S, 
F    1445) 

1 
100,000      1 

12 

Rehabilitation   and   conservation    (R  1410.029, 
R   1460) 

533,200      ^ 

13 

Interest    (R    1420.013,    R   1420.02) 

450,000 

M    ^  Other    incoir^    (- )     (R   1449) 

(-) 

f-200,-000 

(-) 

a  project  on  a  three-fourths  capital  grant  basis  with  limited  project  costs,  enter  zero  on  Lines  1  through  S  and. 12. 
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LINE 
NO. 


ACTIVITY  CLASSIFICATION 


TO  BE  COMPLETED  BY  LPA 


USE    OMV    FOR    REVISED    BUDGET 


LATEST    APPROVED 
BUDGET 


ADJUSTMENT 
1+    or  -) 


BUDGET 
REQUESTED    FOR 


TO    BE    ft: 


Subtotal    (sua    of   Lines    2    through    It,, 
ezcladmg    L  ine     7b) 


4,420,534i' 


16    Contingencies  (for   Coluaa    (c),    not    to 
15%   of  Line    15) 


4 OS. 500 


17   Real  estate  purchases  (R  1440.01) 


21. 000 


IS   Project  inspection  (R  141f 


,06,  97 S 


TOTAL  PROJECT  EXECUTION  EXPENTiITUKES 
(su^    of   Lines    15.     16.     17.     and    IS) 


15,057,012 


TOTAL  PROJECT  EXPENDITURES    (ITEM  1  OF 
CROSS  PROJECT  COST)    (Line   1   plus    19) 


7,017,012 


21    Relocation  Payments  100%  re  imb"ur  sable  to  LPA 
(R  1501) 


217.  945  i'^ 


Approval  of  the  Project  Expenditures  Budget  in  the  amounts  and  for  the  time  period  shoivn  in  Column   (c)    is 
hereby  requested. 


Boston.  Redevelopment  A-uthori 


Local    Publ  ic    Agency 


Signatare    of    Authorized   Office 

Developraent  Administr£tGr_ 


Titl, 


KHFA    APPROVAL 

The  Project  Expenditures  Budget  is  hereby  approved  in  the  amounts  and  for  the  time  period  shown  in  Colaiin  (d! 
The  project  shall  be  completed  by_ ,    19 


F.esional    Director    of    Urban    Henewul.    Region 


Pa"0 

•'•  0 ;'  3 

{'^'■r, 

suppo:rt;:-;g  schedule 

»- 

PROJECT  OR  SITE  IMPROVEMENTS  C^^ARGED  AS  PROJECT 

EXPENDITURES 

ro   BE  COMPLETED  BY   L?A 


IDENTIFICATION 


CHARGE    TO    PROJECT 


TO  SE 
IH  BY 


"I  LLEO 
HHFA 


Specific  project  or  site  iinprove- 
ments  to  be  charged  to  Item  1  of 
Gross  project  Cost  will  be  based 
upon  improvGiuGiits  required  in  the  j 
initial  stages  of  project  executiori 
in  accordance  v>7ith  the  staging  plari 
that  is  finally  selected  among  a  ! 
number  of  alternative  staging  plans 
presently  being  considered.  It  is 
estimated  that  regardless  of  which 
alternative  staging  plan  is  finally 
adopted,  at  least  $500,000  for  pro- 
ject or  site  improvements  to  be 
andertaken  as  item  1  expenditures 
are  required  to  initiate  project 
2xecution  on  a  sound  basis 


I 


'OTAL  raOJtCT  OR  SITE  BCT.OVKis-SiTS  TO  E  CHAKGKD 
'0  ITi^l  1   OF  GROSS  PROJKCT  COST 


500,000 


100 


500,000 


500,000 


3u^;e:    Eurc-au    No.     63-R922.1 

HOUSING  AND  HOME  FINANCE  AGENCY 
UHB/vN  IxENEKAL  ADMINISTRATION 

DATA  SUPPORTING  PROJECT  EXPENDITURES  BUDGET 


i    PROJECT     LOCALITY 


l!i3?RUC?I0l!S:  Prefare  origiruil  arA  U  copies  for  nHfA  .  If  ■pert  of  an  initial 
or  a-.arAatory  application ,  subait  origirjil  in  Binder  ,'lo.  j  ,  copies  in  Binders 
,Vj.  2,  3,  y,   and  5.  If  not  part  of  an  application,  do  not  s'So-it   in  binders. 


BOSTON,    M/^SSACHU3ISTTS 

PROJECT    fJAME 

WASHINGTON   PABK 
URBAN   KElSTZvBiL   AREA 


PROJECT    NLMljCH 

i-'lASS..     R— 2-^'- 


Acco.TiOGnies  Form  K-6220  dated 


muarv   2d  , 


19. 


H-6220 
LlfJt 
NO. 


ACCOUNT 
NUMStf? 


EXPLANATION' 


;;-:0UNT  chargeabl 

TO   BUDGET 


LINE 
TOTAL 


P.  KOI; 
?,  1403; 
R  1404; 


SURVEY  A.'iD  PLA;i:ii:;G  lX?e:;ditu.';'Es 


R   1420.011; 
R   1420.012 


fotcl  estimated  survey  ar.d  planning  costs  other  than  interest 


Interest  on  Federal  advances 


R   1420.02  Interest  on  other  borrowed  funds 


,  000 


OOP 


LINE   1  TOTAL 


Q  s  0  .  n  n  0 


■  ADM  I  ;Ji  STRATI  OH 

OFFICE  fur:;ituse  akd  equipmeht 

LEGAL  SERVl CES 


Entries  on  those  lines  of  Form  H-6220  shall  be  s.upported  by  c  .-.crrative  statement  Oiplc 
mates  and  the  basis  of  any  proration  of  the  costs  to  this  project. 


SURVEY  AMD  PLAfllHHG 


Attach  a  narrative  stotem.ent  describing  the  nature  of  the  si:rv-''y  ond  planning  work,  including  refere.nce  tc 
any  previous  HHFA  approval 'for  such  work  in  th-'  project  execution  stage. 


20  2, 


R   1440,02 


\CQUISiTlC:!    EX?E*;SE£ 


LP.^  salaries  and  wages  -  Acquisition  (from   Fo.-m   H-630) 


Contracts  for  acquisition  appraisals 
Option  negotiations 


Title  information   (includes    "oro'oertv  line    SUi 
ii^visj : — : : 


Sundry  acquisition  costs  -  Direct  Purchase 


Sundry  acquisition  costs  -  Concem-nction 


LINE  6  TOTAL 


fEHPORARY   OPERATlOrl    CF    ACQUiRED    FROF 


LPA  salaries  and  wages  -  Mcnaqem.eni  ( Irom   Forn   H-630) 


Gross  income  from  temporary  operciion 


127,000 


t,-';o. 


!90.  i; 


CLASS  OF 
LESSEE 


NO.  OF 
PROPERTIES 


2,252 


225 


UN  IT  J-fOS.       TOTAL 
OF  MGWT.       INCOME 


2, 97  2, 54 


37  3. OC 


100 


Institutional 


!  14,40: 


25,,  OSR 


or  a  projec 


t  on  a  three-fourths  capital  grant  basis,  enter  zero  on  liries   1  through  8  and    12. 


■ 

r.-6.?20 

L 1  N  £ 
SO. 

ACCOUNT 
SUXScR 

EXPLANATION 

AMOUNT   CHARGI^ABLE 
TO    BUDGET 

1 

1 

7a 
(Cont'd) 

P, 
R 
R 

1448.031: 
1448. 032; 
1448.033: 
1448.035 

TZ.'.PORARY  Q?Z2kl[0':.  0.-   ACQUI":ZD   P.1G?Z.;TY   (Cont'd.) 

Si, 635, 543 

1 

Repairs    and   normal    maintenance:     janitorial    wages   and 
supplies    and    watchnen    wages;     fuel,    light,    power;     sewerage 
and   water    rentals 

H 

1448.034 

Insurance 

32,050 

R    1448. 03S       [Reel    estate    tc 


■<-.  'VfS 


R   1448.037        .S!cr4cge.-aent    cc-.trcct 



n    1448.038        Charges    in    lieu    of    reel    estate    to 


R    1448.039      I  Teoporary    on-site   coves 


!.  oon 


LINE  7a  TOTAL  (Rli4S.01  minus  other  amounts;  if  income  exceeds  costs,     Kv^v/Xviv^S^^^^^^^ 
shx)w  as  minus  amount) 


143.  2! 


R   1410.023        LP.^    salari 


^ELOCATiOil  COSTS,    EXCLUDKiG  r;:LCC,'-.TiO:! 
PAYHEIiTS  SrlCV/;!  OI!   LliiE  21 


Relocation    (fror.    For-    H-S30) 


Contracts    for    relocation    planning    and    exec'^'.^ 


■;e  s  total 


;05, 000 


R   1410.025 


LPA    salaries    and   wages    -    Site   ClBcrcnce    (fro.\    Forai   H-S30J 


J.4,  -■  /-i 


Contracts  for  preparation  of  contract  docur. 


Net  cost  (t)  or  proceeds  (-)  of  site  clc 
exclusive  of  above  amounts 


'll 135. 000 


Buildings    and    other    structui 


Sidewalks    and    pavetsentE 


Capping    of    utility    linos 


(t.linus)  Total  credits  for  salvage  and 
structures  sold,  if  work  will  be  done 
by  LPA  force  account  or  if  such  credits 
are  calculated  separately  for  contract 
work 


Site    clearance    work    will    be   per:' 

r 


j I    LPA    force    account  i |    Cont 


Attach  a  narrative  statement  giving  the  sources  and  bosis  o:  estimates,  including  identification  of  any 
work  involving  unusually  high  costs. 


LINE  9  TOTAL 


n 


R    1410.026 


.PROJECT   iHPR0VE!-;£;:T3 


LPA  salaries  and  wages  -  Project  Improvements  f /.•■om   Form   11-630)        \i 


A  "■     T  '^  - 


Contracts    fo 


ration    of    co.Ttrcct    docurv.eats 


i-'roject  Improvements  (from   Form   i:-6220.    Suopor  1 1  ng    Schedule) 


Attach    a    narrative    stcteiionl.   giving    the. 
Di-nts,    or    referring    to    such   data    in    the 


sources    a.-.a    oc  si  s   o:     estimates    ol    project    laprc 
:cco'.Tipanying  project    Isproveaents   Report. 


LINE  10- TOTAL 


-CCOUNT 
MJMBER 

EXPLANATION' 

A.MOUNT    CHAPS'. .-.i;:, 
TO   BUDGET 

r,  :-;i 0.028 

DISPOSAL 

,  LEASE,  rete;;v!o;:  costs 

WA    salaries    and    wages 

-    Dispo.-,ition    (fro.-,    torr,    H-620) 

'           6.^.,  000      : 

R    KsS.Ol 

Disposition    appraisals 

boundary    surveys,     and    .aps 

„   _,        r^  r.  r- 

R    1445.02 

Connissions    and    fees 

O        .^.  .^;  p          i 

a   1445.03 

Sundry    disposition    cost 

- 

i 

.   ^ .,  - . .    ,  ,    _  _  ^  . 

«-£;:5i  (V- 


1  00 .  r  -  -) 


REHASILITATIC 


R  1410.029 


LPA    salaries    and   \ 
(froa   Fora    H-630) 


3R7  .  OOl 


Contracts    for    technical    and    cduini s t rative    service; 
rehabilitation    and    conservation   program 


-I  K^    -/c,! 


Utach  a  narrative  statement  giving  the  sources  ar^d  basis  ot  eutirr.afes  of  the  abov 


dJ3,  .'.'  J 


Attach  a  narrative  statement  giving  the  sources  and  basis  of  estimates  of  interest  costi 


OTHER  n;coxE 


Source  of  L-PA  income  other  than  covered  in  Line  7g  or  9 


REAL   EST, 


Attach  a  narrative  statement  giving  a  Justific  .iicr.  tor  the  est;:. .ate  for  real  estate  purchases, 
including  reference  to  appraisal  reports  and  ireckdov/n  o:  estimated  acquisition  cost  showing 
separately  estimates  for  project  land  and  ccinpensation  for  consequentiai  .damage,  if  any,  to 
real  or  personal  property  that  is  not  to  be  acquired.  Also  include  a  schedule  showing,  on  c 
quarterly  basis,   the  proposed  land  acquisition  activity   for  each   segment  of  the  project. 


F;£L0C.;TiOil  ?.5.YME;-;"S  10O'.i  REIHSURS.^SL£  TO  LPA 


CLASS  OF 
PAYEE 


ESTIMATED 

NUMBER 

TO  RECEIVE 

PAYMENTS 


5  63 


1,  5RS 


ESTIMATED 
AVERAGE 
AMOUNT 


Business  Concern; 


275 


ESTIMATED 
PAYMENTS 

22,520 
126,  67: 


;,75( 


L::-JE  21  TOTAL 


APPLICATION  FOR  LOAN  AND  GRANT  BINDER  NO. 

PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R-24 

Washington  park  Urban  Renewal  Area        SUBMISSION  DATE: 
Boston  Redevelopment  Authority  January  25   1963 

Boston,  Massachusetts 


NARRATIVE  ACOOMPMTYING  DATA  SUPPORTING 

PROJECT  EXPENDITURES  BUDGET^  FORM  H-6121   CODE  NO.  R-226(6) 


This  budget  covers  the  early  land  acquisition  period  and  the 
conventional  project  execution  period,   it  is  assumed  that  four 
years  are  required  to  carry  out  project  execution,  including  the 
early  land  acquisition  stage.  The  starting  date  is  December  1962, 
and  the  termination  date  is  DecemL-r  1966. 

!•  Total  Survey  and  planning  Expenditures.  $960,000 

R1401,  Survey  and  Planning  Costs 

It  is  estimated  that  survey  and  planning  expenditures  and 
encumbrances  as  of  July  1,  1963,  when  the  conventional  project 
execution  stage  begins,  will  be  $825,000,  including  interest 
costs  of  $25,000. 

R1403,  General  Neighborhood  Renewal  plan  Costs 

The  Washington  Park  urban  Renewal  Area  is  the  first  project 
to  be  undertaken  within  the  Roxbury-North  Dorchester  GNRP 
(Mass.R-50).   The  contract  for  advance  for  the  Roxbury-North 
Dorchester  GNRP  is  for  $129,800.   in  accordance  with  the  urban 
Renewal  Manual,  Section  43-4,  the  advance  for  the  GNRP  is  to  be 

Code  R-226  (6)  1  ^f  q 


repaid  out  of  funds  which  become  available  for  the  first  urban 
renewal  project  in  the  plan  area.   Total  cost  of  the  advance 
for  the  GNRP  are  estimated  at  $135,000,  including  interest. 
2A.  Administration  $795,900 

a.  R1410.01,  salaries.  Form  H-630,  $440,500 

b.  R1410.19,  Sundry  Overhead: 

Pro  rata  share  of  central  administration  overhead  costs 
for  the  entire  Authority  operation  is  $276,700;  ten  per  cent 
of  this  amount  is  allocated  to  the  Washington  Park  budget,  or 
$27,600;  assuming  four  years  for  carrying  out  project  execution, 
pro  rata  share  of  central  administration  is  $110,400. 

This  account  also  includes  sundry  overhead  costs  directly 
chargeable  to  project  activities  (rental  of  office  equipment, 
blueprinting,  reproduction  o£  maps,  etc.):  P@r  annum  cost  is 
estimated  at  $5,000;  assuming  four  years  for  carrying  out  pro- 
ject execution,  project  sundry  overhead  costs  is  $20,000. 

The  cost  of  remodeling  and  renovating  a  building  in  the 
project  area  for  use  as  a  site  office,  included  in  the  approved 
project  Expenditures  Budget  for  the  early  land  acquisition  ac- 
tivities, is  also  incorporated  into  this  account:   $50,000. 

Total  cost  of  Sundry  Overhead  is  summarized  as  follows: 

central  administration  overhead  $110,400 

project  overhead  20,000 

site  office  50,000 

Total  $180,400 

c.  R1410.16,  Publications 
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Washington  park  project  is  primarily  a  rehabilitation  effort 
and  communications  with  the  public  are  critical.   It  is  anti- 
cipated that  during  the  project  execution  period,  two  brochures, 
numerous  pamphlets,  leaflets  and  newsletters  will  be  distributed 
to  the  residents  and  property  owners  of  the  project  area. 

$20,000  is  budgeted  for  pubULcation  during  the  four  year  pro- 

%.        .  . 

ject  execution  period. 

d.   R1410.09,  Retirement  Contribution 

Retirement  contribution  is  calculated  by  taking  8  per  cent 
of  total  estimated  salaries  to  be  paid  during  the  project  execu- 
tion period.   Retirement  contribution  cost  is  $155,000. 
2B.   R1410.05,  Travel  $10,000 

Auto  mileage  and  miscellaneous  travel  costs  during  the  four 
year  project  execution  period  are  estimated  at  $2,500  per  year, 
or  a  total  cost  of  $10,000. 

3.  R1475,  Office  Furniture  and  equipment  -0- 

Office  furniture  and  equipment  costs  are  incorporated  into 
central  administration  overhead  costs,   Rl410,19 

4.  R1415,  Legal  Services  $140,800 

a.  R1410.024,  salaries,  see  Form  H-630,  $28,800 

b.  R1415.03,  Acquisition-Condemnation 

It  is  assumed  that  approximately  20  per  cent  of  the  parcels 
to  be  acquired  will  require  litigation.   On  the  basis  of  past 
experience,  it  is  assumed  that  each  case  will  require  counsel 
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to  spend  three  days  in  court  at  $150  per  day,  1  half  day  for 
preparation  at  $75 ,  three  hours  waiting  time  at  $10  per  hour, 
or  $30.  and  miscellaneous  expenses  of  $5,  for  a  total  average 
cost  per  case  of  $560.   Total  cost  for  settling  all  land  damage 
cases  requiring  litigation  is  $112,000. 

5.  R1430,  Survey  and  planning  $202,000 

Since  the  Washington  park  Urban  Renewal  Area  is  a  rehabi- 
litation and  conservation  project,  considerable  planning  and  de- 
sign review  work  will  have  to  be  undertaken  during  the  project 
execution  period.  Detailed  area  planning  and  programming  and 
design  review  will  have  to  be  done  in  order  to  ensure  that  the 
general  provisions  of  the  urban  Renewal  Plan  document  are  carried 
out.   This  budget  item  is  made  up  entirely  of  account  R1410.021, 
as  given  on  Form  H-630. 

6.  Acquisition  Expenses  $209,350 

a.  R1410.022,  salaries,  see  Form  H-630,  $16,200 

b.  R1440.02,  425  first  acquisition  appraisals  (i  $100, 
or  $42,500 

c.  R1440.02,  425  second  acquisition  appraisals  @  $100, 
or  $42,500 

d.  R1440.03,  option  negotiation  services  ©  $134,  for  375 
parcels  or,  $49,950 

e.  R1440.04,  title  information  for  380  parcels  @  $140, 

or  $53,200  ' 
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f.  R1440.05,  sundry  acquisition  costs — direct  purchase: 
$2,000 

g.  R1440.06,  sundry  acquisition  costs — condemnation:  $3,000 
7A.   R1448,  Temporary  operation  of  acquired  property   $156,304 

a.  R1410.027,  salaries,  see  Form  H-630,  $127,000 

b.  R1448.01,  Gross  income  for  temporary  operations, 
$3,090,600 

c.  R1448.03,  Repairs  and  normal  maintenance  costs  are  es- 
timated on  the  basis  of  experience  in  other  redevelopment  pro- 
jects in  Boston;  a  per-unit  month  cost  was  calculated  and  ad- 
justed for  differences  in  the  Washington  Park  Urban  Renev/al  Area, 
resulting  in  a  total  cost  of  $1,635,648.  This  estimate  includes 
janitorial  VTages  and  supplies,  ivatch-Aian  wages,  fuel,  lighting, 
power,  sewerage  and  water  rentals. 

d.  R1448.034,  Insurance.   On  the  basis 'of  actual  bids  re- 
ceived for  insuring  properties  in  the  Washington  park  early  land 
acquisition  clearance  section  tracts,  insurance  to  cover  the 
properties  to  be  acquired  during  the  project  execution  stage 

is  estimated  at  $82,080. 

e.  R1448.036,  Real  Estate  Tax  payments.  Real  estate  tax 
payments  are  calculated  on  the  basis  of  taxable  improved  property 
in  BRA  possession  as  of  the  beginning  of  each  year  and  when  the 
tax  rolls  are  developed.   Carrying  the  caluclations  through  the 
project  execution  period,  real  estate  tax  payments  are  $1,394,176. 
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f.   R1448.039,  Temporary  on-site  move:  100  moves  at  $80 
or  $8,000 

8'.   R1443,  Relocation  $505,000 

A.   R1410.023,  Salaries,  see  Form  H-630,  $505,000 
•  ^-   R1450,  Site  Clearance  $1,398,575 

a.  R1410.025,  Salaries,  see  Form  H-630,  $14,375 

b.  R1480.02,  Demolition  of  structures:  1,538  structures 
@   $900  or  $1,384,200 

10.  R1455,  project  or  site  iir.provements  $568,125 

a.  R1410.026,  Salaries,  see  Form  H-630,  $43,125 

b.  R1480.03,  project  improvements  to  be  included  in  this 
budget  will  be  based  upon  project  improvements  required  for 
1963  in  accordance  with  the  staging  plan  worked  out  by  the 
Staff.  Amount  budgeted  for  project  improvements  in  this  bud- 
get is  $500,000. 

c.  R1435,  Contracts  for  preparation  of  working  drawings, 
specifications,  and  contract  documents  for  project  improvements. 
On  the  basis  of  experience  in  other  renewal  projects  in  Boston, 
it  is  estimated  that  the  cost  of  these  preparations  will  average 
about  5%   of  the  cost  of  project  improvements:  .05  x  500,000, 
$25,000. 

11.  R1445,  Disposal,  Lease  and  Retention  Costs        j;lOO,000 

a.  R1410.028,  see  Form  H-630  $64,000 

b.  R1445.01,  disposition  appraisals  are  estimated  to  cost 
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$8,000,  as  based  on  the  cost  of  first  re-use  appraisals;  physical 
surveys  and  marking  of  the  boundaries  of  the  project  area  with  the 
costs  of  preparing  disposal  maps  and  parcel  plats  are  estimated 
to  cost  $25,000  as  based  on  experience  in  other  renewal  projects 
in  Boston.   Total  cost  $33,000. 

c.   R1445.02,  Cost  of  commission  and  fees,  $3,000 

12.  R1463,  Rehabilitation  "       $538,200 

a.  R1410.029,  Salaries,  see  form  H-630,  $387,000 

b.  R1460,  net  cost  of  rehabilitation  demonstration;  for  de- 
tailed documentation,  (see  Code  No.  R-221,  Item  H  for  detailed 
documentation) : 

cost  of  accjuisition   $133,200 

cost  of  rehabilitation  168.000 

Total  cost  301,200 

Less:  proceeds  for 

sale  of  properties     ISOe^OOO 

Net  cost  of  rehab. 

demo.  $151,200 

13.  interest  $450,000 

R1420.013,  Interest  costs  are  based  on  the  calculations 

given  in  the  following  table: 

Deposits 
Year     New      Outstanding  R?.-he   interest   into  Fund 
Jan. to  Dec. 

1963  $6,000,000   $6,000,000   1.6%  $  96,000   $4,222,000 

1964  7,000,000    8,778,000   1.6    140,000   4,834,000 

1965  2,700,000    6^644,000   1.6    106,000    1,861,000 

1966  2,000,000    6,783,000   1.6    108,000    1,489,000 
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17.   R1440  Real  Estate  Purchases  $11,121,000 

on  the  basis  of  the  relationship  of  fair  market  value  to 
assessed  valuation,  as  calculated  from  first  acquisition  ap- 
praisals made  on  over  half  the  properties  to  be  acquired  in  the 
project  area,  real  estate  acquisition  costs  are  estimated  at 
$ll>121i000. 
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March  29,  1963 


Mr.  Charles  J.  Horan 

Regional  Director  of  Urban  Renewal 

Region  I  , 

U.S.  Housing  and  Home  Finance  Agency  \'   ■ 

345  Broadway 

New  York  13,  New  York 

Re:   Project  No.  Mass.  R-24  /  Transmittal  of  Supplementary  Material 

Application  for  Loan  and  Grant 
Washington  Park  Urban  Renewal  Area 

Dear  Mr.  Horan: 

Supplementary  materials  requested  by  the  regional  staff 
are  transmitted  herewith.   These  materials  include: 

(1)  Additional  documentation  for  information  set  forth 
in  the  Project  Area  Report  and  the  Urban  Renewal 
Plan. 

(2)  Amended  justifications  for  credits  claimed  in 
Supporting  Schedule  4  of  Form  H-6200:  "Project 
Cost  Estimate  and  Financing  Plan" . 

I  trust  that  the  enclosed  materials  are  satisfactory  and, 
therefore,  that  all  documentation  required  for  your  review  of 
the  Application  for  Loan  and  Grant  for  the  Washington  Park  Ur- 
ban Renewal  Area  is  complete,  except  for  soiue  first  acquisition 
appraisals,  which  you  have  agreed  to  waive  at  this  time. 

Sincerely, 


Boston,  Massachusetts 

Washington  Park 

Part  I  of  Loan  and  Grant 

I.   Cods  NO.  R--212;   Project  Aroa  Report 

1.  The  tract  of  land  o\vned  by  the  Metropolitan  Transit  Autho- 
rity (M.T.A. )  is  included  in  the  project  in  ordor  to  directly  or 
indirectly  fulfill  objectives  of  the  Urban  Renev;al  plan  as  follows! 

a*  to  insure  tho  availability  of  a  largo  relocation 

housing  resource,  presurr.ably  within  the  project's 
execution  period,  as  scon  as  the  H.T.A.  is  able 
to  implement  its  decision  to  dispose  of  the  garage 
and  repair  facility. 

b.  to  permit  continuance  of  the  garage  and  repair 
facility  ao  needed  by  the  M.^T.A,  to  facilitate 
the  operation  of  mass  transit  vehicles  in  the 
Roxbury-Korth  Dorchester  GiiRP  and  the  city. 

c.  to  preclude  the  establishment,  through  change  of 
ovmersMp  and  land  use,  of  a  business  enterprise 
incompatible  v/itli  land  use  objectives  of  the  Wash- 
ington park  Urban  Renewal  plan  by  establishment 
of  land  use  and  developraent  controls  on  the  tract 
of  land  in  the  Urban  Renewal  Plan. 

Acquisition,  clearance  and  reuse  for  relocation  housing  under  the 
terms  of  the  Urban  Renev/al  plan,  therefore,  is  contingent  upon 
relocation  of  the  M.T.A.  yard  facility  in  a  mannsr  consistent  with 
maintenance  of  a  high  standard  of  mass  transit  service. 

2.  Additional  clearance  of  "significant  clusters"  of  sub- 
stcuidard  buildings  warranting  clearance  is  not  proposed  for  the 
following  reasons: 

a.  The  T7ashington  park  project  is  primarily  a  rehabili- 
tation project  which  a  firm  committment  to  minimising 
clearance.  The  substandardness  of  a  structure  is  not 
necessarily  conclusive  witii  respect  to  the  feasibility 
of  rehabilitation.  V3liere  clearcuic::  is  not  necessary 
to  accomplish  community  facility  objectives,  treatjr.ent 
decisions  favored  deferrment  of  clearance  pending  im- 
plementation of  a  rehabilitation  program  on  a  subarea 
basis. 
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b.  With  the  exception  of  Elbert  Street,  where  the  plan 
proposes  acquisition  and  clearancQ,  gjubstandardness 
of  structures  is  not  accompanied  by  slu?a  and  deca- 
dent conditions  to  a  bogreo  that  early  clearanco  is 
imperative  in  order  to  accotrsplish  rehabilitation  ob- 
jectives in  the  neighborhood. 

c.  in  a  rehabilitation  program  dQVQlopad  in  cIobq  asso- 
ciation "With  thQ^  co£?jaunity,  and  particalsrly  a  -gxo- 
dorainantly  non-wrsite  cora'aunity,  the  potential  bene- 
fits of  clearanc-3  in  accordance  with  strict  physical 
criteria  must  be  weighed  against  considerations  of 
tho  overall  impact  and  scale  of  relocation  of  which 
the  coramunity  can  be  reasonably  expected  to  absorb 
aad  without  encuing  demoralisation. 

II.  Code  No.  R~213t  Urban  EGncx-Tal  plan 

Specific  USG3  of  mixed  uses  and  scattered  non-residential  uses  in 
the  following  locationss 

a.  Walnut  near  Eocltland:     A  funeral  horao  in  an  extremely 

attractive  building  and  landscaped  in  a  xaannor  which 
is  a  neighborhood  amenity, 

b.  li'ijarren  and  Cheney--Georgia-Crav7fo»ds     tlie  "Grov©  Hall* 
coEimercial  area,   a  district-sorvlng  retail  center, 
proposed  for  retention  in  tli©  preliminary  GlJnp  Land 
use  Plan  (soo  Exhibit  Js     Hap' 10) • 

€♦     Eursboldt  botv>^ca  KoKOStcad  and  Crawford:     a  local 
retail  center  proposed  in  the  pl.an  to  bo  reinforced 
by  the  provision  of  off-street  parking  and  tho  cor- 
ner of  Rutliven  Street  and  Huinboldt  Avonu©   C®®®  sitos 
F-7  and  F-S). 

d.  VJashington  aM3  Totfinsend  streets     A  gas  station  which 
in  effect  will  form  a  part  of  a  local  shopping  center 
facility  proposed  for  devQloprssent  on  sito  F-3.     Buf- 
fering bstvj-aen  the  gas  station  and  aLutting  rGSidontial 
uses  vnLll  bo  sacurcd  by  implesnontation  of  Section  807, 
itoia  G  of  the  Urban  Ronev/al  Plan. 

e.  Townsend  and  VJalnutj     A  nursing  home  which  through 
recent  additions,   i^provCKLOnts  and  attention  to  maia- 
tenanco  is  as  asset  to  tha  noigliborhood  • 
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f .  Humboldt  and  KonroQ  and  northv/arS  to  no^ir  cast-wast 
roads  professional  office  and  servico  uees  corapa ti- 
bia V7ith  the  structures  housing  tlieta  and  suitable  to 
retaain  on  zai  important  local  thoroughfare,     , 

g,  waunbed?  and  Ifcirroas  part  of  tl'je  co-called  "Sin  Hill" 
shopping  center  coaisisting  of  a  'dozGJi  local  retail 
stores  which  serve  the  imrr-odiate  neighborhood  as  well 
as  traffic  on  Warrei;  street. 

h.  Waumbeck  and  liutnboldts  several  local  shops,  includ- 
ing a  drug  store  ancl  variety  stor©,  in  a  detached 
Esasonry  struc-huro.  Stores  serv©  a  convenionca  shop- 
ping function. 

i.  Howland  and  Iluraboldts  a  nursing  home  compatible  vith 
its  environs  and  in  an  appropriate  location  fronting 
on  Humboldt  Avonue,  .       -      . 

j.  Ho-wland  and  Elra  Hill*  a  small  nursing  hoiaa  compatiblo 
with  its  environs. 

k.  V7arren  near  Elm  Hills  part  of  the  "Elia  Hill"  shoj^ing 
center  (seo  g.  above) • 

1.  Crawford  and  Kim  Hiilj  A  nursery  homca  facility  com- 
patiblQ  with  its  environs. 

Bi.  Blue  Hill  and  chenoy:  part  of  the  "^Qxos^   Hall"  shop- 
ping center  (so©  b.  above). 

n.  Iluraboldt  and  Reaver;  a  gas  station  in  an  appropriate 
location  at  tlie  intercection  of  a  major  and  ssQcondary 
street.  Buffering  will  bs  secured  as  in  d, • above. 

o.  Ruthvcn  and  Harold:  Local  convenience  retail  stores, 
not  provided  for  in  the  proposod  soning  plan  (sea 
Exhibit  l-Map  9) «  utilizing  soning  as  a  dovica  to 
eocur©  gradual  elimination. 

p.  Industrial  areass 

(1)  Walnut  Park  and  Washington?  non-nuisance  heavy 
ccrKTiGrcial  and  vjholosaling  establishments  appro- 
priate to  the  location  in  terns  of  proposed  ar- 
terial street  pattern  (Columbus  Avenue,  Uashing- 
ton  Street) ,  and  Preliminary  Proposed  Land  crse 
Plan  for  tho  GIIRP.  plan  provides  reuse  sites  for 
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off-streat  pcirking  (esq  g-3,  G-4,  and  G-5)  to  ensure 
adequacy  of  parking  as  a  neigliborhood  rehabilitation 
objoctive.  Buffering  b3t\i?Don  these  rtori- residential 
USS3  and  abutting  resicontial  usoa  will  be  secured 
by  iroplcmGxitation  of  Soctioa  807,  itera  G  of  th© 
urban  Ronawal  plan 

(2)  Tfjostmlnister  and  Wassliington*  Saia<3  as  (1)  abova. 

2,     Stroet  improvetasnts  as  par  the  plans 

a.  Widening  of  the  right-<>f-way  of  yarren  street  near 
St.  Jamas  Street  can  best^ba  accori:^lished  by  acquisi- 
tion of  properties  along  the  easterly  line  of  warr©n 
Street.  Widening  tho   east  side  of  the  street  wjuld 
result  in  a  more  dasirabla  curve  radius  than  uould 
widcnincf  on  the  v^astcrly  side  of  the  street.  Sinca 
tl^o  preferred  widening  vould  take  placa  on  th©  non- 
project  side  of  T^v-arron  street,  acquisition  of  the 
tv.*©  odd-nuinbered  structures  on  warren  street  is  not 
proposed  in  tho  plan. 

b.  AS  indicated  in  tho   Traffic  and  Circulation  plan, 

Roxbury  GK?^  Area,  March,  13G3,  Wilbur  Smith  dissoci- 
ates, future  vjldening.of  warren ':Stre©t  is  proposed 
on  tha  non-project  side  of  Warren  Street  bstv^ea 
Doc3card  Street  and  Bluo  1^11  Avenwo.  sucii  future 
widening  is  not  indicated  in  the  Proposed  Land  Use 
Plan  vjiiich  only  reflects  actions  to  be  itKolerriSatcd 
in  accordance  with  'the  Urban  Renewal  Plan. 

c.  Washington  Street  noed  not  and  should  not  bo  widonsd 
prior  to  resioval  of  the  elavatod  line  according  to  the 
aforesaid  Traffic  and  Circulation  plan. 

In  conjunction  with  rsnioval  of  tho  elevated,  the  street 
can  bo  v/idaned  to  a  100*  right-of-way,  primarily  on  tho 
wast  ©id©  of  tho  street  in  conjxmction  with  subsoq^uent 
urban  renewal  action. 

A  future  widening  line  is  not  indic«Ud  on  the  pro- 
posed Land  Us©  Plan  for  th©  same  reason  as  in  b.  above. 

d.  Esnnisoa  Street  terminates  at  a  parking  facility  of 
the  Jewish  Memorial  I-lospital  which  provides  an  ade- 
quate tum-arovmd  for  vehicles.  In  tlio  process  of 
local  rehabilitation  design,  a  final  deteriaination 
-fr/ill  be  made  witli  resspect  to  the  desirability  of  a 
turn-around  of  this  street. 
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o.  Tho  project  irprovGrnsntQ  Report  Indicates  in  cuffi- 
ciont  detail  tlie  Cezlgn  of  project  improvements  as 
thoy  conform  to  local  standards, 

3,  Plan  Controls  for  Disposition  parcels* 

The  new  zoning  coda  is  not  in  effect.  VJhon  adopted  the  now  zoning 
code  will  be  modified  to  reflect  land  usa  and  building  controls  in 
the  urban  R©nQv;al  Plan,  The  zoning  classifications  for  tliia  proj- 
ect will  bo  dclinoatod  in  conforrsanca  with  plan  controls. 

B:qplanation  of  plan  controls: 

a«  Th®  type  of  "housing"  possible  within  each  of  th©  rexasa 
parcels  covers  a  vdd©  renga  and  the  intention  of  tho 
plan  is  to  in  no  v/ay  deliniit  this  rango  of  possibili- 
ties by  specifying  particular  housing  types.  For  this 
purposo,  height  and  density  are  sufficient  to  defino 
the  appropriate  typa  of  housing.  Type  of  occupancy » 
in  general,  will  conform  to,  the  221D3  housing  program, 

b.  Front,  sida  and  rear  yard  setbacks  deliboratoly  are 
left  fleicible  within  the  limits  of  the  aoning  code 
and,  indirectly,  within  the  limits  sot  by  PEA  minirauia 
property  requirement.  The  only  instancos  of  residen- 
tial or  other  reuses  where  it  was  considered  essential 
to  establish  strict  setbacSc  controls  aro  on  Karrea 
Street,  Washington  Street  and  the  proposed  crosstown 
boulevard, 

e«  The  function  of  establishing  a  minimura  lot  sise  con- 
trol, naraoly  to  prevent  crowding  of  structures  or  units 
on  the  land,  is  even  more  strictly  in  the  Plan  by 
floor  area  ratio  controls. 

d«.  Th®  new  zoning  ordinance,  as  indicated  above,  will  b$ 
altered  at  the  time  of  adoption  to  reflect  plan  con- 
trols, 

d.  The  70-foot  sctbadi  on  Washington  Street  is  intended 
to  pertait  future  widening  to  a  Ku.aiu.vi;»  of  100  feet 
right-of-way  and  possibly  more  to  facilitate  oppor- 
tunities to  develop  significant  technological  advances 
in  r^id  transit  during  the  renminder  of  this  century. 

f.  "Retail  trade"*  is  adequately  circumscribed  updsr  types 
of  uses  permitted  by  the  proposed  zone  district  classi- 
fications for  these  reuse  sites.  The  new  zoning  ordi- 
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nanco  also  id.lX  ha  quite  adaqaate  to  5©finG  permitted 

t^^psa  of  uses. 

g.     '♦siioppijag  Center*  zm  per  f  *  above. 

h,     •Industrial"  ai5  por  f.  abov©, 

!•     "CosajHsrcial*  as  per  f,  obova,    \  ■ 

j.     ITho  parlcijag  control  for  tlvst  iKjusirsg  us©  in  Parcel  D  is 
a  typogriiphical  error  v^hlch  shoxsld  read  (2),  vhich 
refers  to  off-etroet  parking  spac©  for  public  elderly 
housing  units s     0.2  parking  spaces  psr  dvjellicg  unit, 

lc»     Tho  corabinatioxis  of  P.^.E, 's,  masiimua  building  heicrlit# 
ana  par;<ing  ratios  £or  housing  reuses  of  parcels  E# 
F~l#   and  l-l  and  1-4  coastituto  translation  into  con- 
trols of  ©p<scific  da  sign  concept©  for  tboso  ©ites 
involving  a  corsbination  of ,  a  linited  nual^er  of  high- 
rise  structures  for  ©Idarly  occupancy  end  tho  reraaia- 
<S©r  of  low-rise,  aodorato  density  (22123)  housing. 
TMs  typ©  o£  dovolcpnicnt  is  considore«3  cconoiiiicaily 
feasible*  socially  desirable  aiaS  architectisraliy 
&ound. 

1.    Design  r@vieirf  ret^uiraa^nta  o£  th^  glaa  ar<g  consider^ 
sufficient  to  insure  sdegtaate  ser'^oning'  of  an  tippTO^^ 
priata  typg  betv«2en  proposed  non-residential  and  resi- 
dential US@3, 

m.     parcels  s-1  tl^rough  s-17  probably  will  not  be  diEpoessS 
of  for  building  purposes,  but  rather,  ass  in  tlio  instanoa 
of  residential  reuco,  for  rosubdivision  to  enlarge 
existing  lots  for  specific  uses  ancillary  to  th©  Pal- 
mary uses,     in  tho  instances  of  ricFbts-of-way  adjust- 
monts,  of  course,  building  controls  air®  unnscQssary. 

n.     off-street  loatJing  controls  aro  designed  to  bo  flexiblo 
in  order  to  allow  for  St  vri&&  ran<jo  of  alternato  i2©snan!3s 

by  types  of  ucers.     Loading  controls  v^icQ  dGveiope«3  by 
project  staff  in  conjunction  witl*  l.?rry  Siaith  &  ?,scoc. 
in  accor<2!inca  with  tho  follotidng  approach:     th^  rsdc- 
volopcr  must  dcinonstratQ  to  tii©  Biy\  that  of  f-strcct 
loading  providea3  in  the  redsvsloper*s  proposal  is  suf- 
ficient to  meot  tho  oporational  «2Graans33  of  tho  user? 
in  lieu  of  such  demonstration  and,  inplicitly,  aa  a 
standard  for  ovaluation«  tho  P^lan  stipulates  a  control 
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which  in  fact  is  a  restrictive  as  the  new  zoning  code, 

4,  DQCisions  with  respect  to  spot  cloaranca  treatment  to 
achieve  plan  objectives  in  raost  instances  have  boon  deferred  pend- 
ing micro-rehabilitation  design  analysis  and  building  inspections. 
The  rationale  for  deferrmont  of  such  decisions  is  as  followsi 

a)  off-street  parking  is  a  desirable  for  all  sections  of 
the  project  area, 

b)  off-street  parking  can  be  provided  either  on  existing 
properties  by  owners  theitiselves  or  on  separate  lots 
by  owners  jointly  or  by  a  public  parking  authority, 

c)  the  amount,  locations,  and  type  of  off-street  park- 
ing facilities  will  depend  upon  1)  the  number  of  units 
rehabilitated  in  a  given  section,  2)  the  number  of  on- 
property  parking  spaces  that  can  be  provided  by  owners, 
and  3)  the  function  of  the  street,  and  other  factors. 

In  order  to  avoid  arbitrary  and  premature  decisions  on  local  neigh- 
borhood off-street  parking,  and  to  apply  these  factors  simultane- 
ously with  the  rehsibilitation  program,  spot  clearance  for  small 
scale  residential  off ^str^et. parking  .isnot-iShownlln  the  plan, 

5,  geetion  603 1  Properties  Not  to  be  Aeeruired 

If  and  when  the  "Bartlett  Street  Garage"  property  is  to  be  devoted 
to  a  use  other  than  housing,  controls  for  such  alternate  uses  will 
be  formulated  by  the  Redevelopment  Authority,  consistent  with  ob- 
jectives of  the  UrbcUi  Rene^val  ^lan,  subjected  to  reviews  and   appro- 
vals as  necessary,  and  Incorporated  in  conveyance  of  the  property, 

6,  Section  808;  Rehabilitation  Standards 

The  provisions  of  section  808  in  effect  stipulate  the  same,  meaning 
as  suggesting  by  the  rewording: 

That  the  BRA  may  grant  waivers  for  non-conforming  building 
and  site  conditions  where  compliance  with  Section  800  is 
infeasible  and  non-corapliance  willlnot  advc-soly  affect 
Plan  objectives,  but  tl:iat  such  waivers  shall  not  bo  granted 
for  non- conforming  land  use.  The  intent  of  the  wording  is 
carried  by  the  phrase  "as  distinct  from  non-conforming  land 
use,** 

7,  Section  902 t  Identification  of  Districts 

The  reference  in  this  section  to  "Chapter  565  of  the  Acts  of  1956"  is 
a  typographical  error  which  should  read  "Chapter  665  of  the  Acts  of 
1956." 
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a.  Parks  and  Playgrounda         '       fioc  Exhibit  1        [ 

■i 
The  project  claims  100:?i  credit  for  all  proposed  parks        | 

and  playgroxmds.  The  service  areas  of  these  facilities,  ! 

as  indicated  on  the  accoraptinying  Exhibit  1,  all  are  within  f 

the  project  boundaries.  Tho  service  areas  of  adjacent  parks  i 

and  playgrounds  of  the  ga^'^G  character  have  not  aa  yet  been 

determined.  However,  servico  areas  of  parks  and  play-  [ 

grounds  of  the  sgmo  charact<^r  by  definition  will  not  cross  J 

major  streets  such  as  Warren  Street,  Blue  Ilill  Avenue,  i 

Coluinbus  Avenue  and  Seaver  Street,  ^fashington  Street  euad  j 

Dudley  Street  sirtce  these  facilities  will  b©  exclusively  { 

local  neighborhood  facilities.  1 

■  '1 

Playgrounda  contiguous  to  ejcisting  and  proposed  elementary  { 

schools  are  intended  to  serve  areas  coterminous  with  the  | 

boundaries  of  elcrtventary  school  ©ejr5ric©  areas  (sec  Ek-  j 

hibits  1  and  2).  The  proposed  playground  in  Washington  | 

Park  (3.5  acres)  is  intended  to  servo  tho  elementary  i 

school  created  by  the  conversion  of  Lewis  Junior  High  j 

SCllOOl.  ..;;,■:,,..  '! 

The  addition  to  Washington  Park  (1.5  acres)  in  effect 
constitutes  a  partial  replacement  for  a  larger  portion 
of  the  park  facility  to  be  converted  to  palyground  and 
pl^field  use»  Washington  Park  historically  has  served 
the  teighborheod  east  of  Washington  Street  and  wsst  of  '■ 
X'^rren  Street,  i.e.,  the  project  area.  That  peirt  of 
1?ashington  Park  to  be  devoted  to  passive  recreation, 
including  the  proposed  1.5  acre  addition,  will  be  reduced 
in  size  to  approxisaately  6  acres,  and  is  intended  to 
continue  serving  primarily  a  local  neighborhood  popular 
tion.  Eased  on  the  iii*HA  standard  of  approicinmtely  1.5 
acres  of  park  for  cada  2,000  persons  and  .5  acres  for 
each  1,000  added  population,  tlie  park  would  serve  about 
11,000  persons,  or  approidjfsately  the  projected  population 
betwoen  St.  James  Street  and  Monro©  Street  in  tho  project 
area*  ,    .  .  ,    ' 

Juatification  for  Plavcrroimd  Facilities 

(1)  Playground  standard.  Genera?  Plan  of  Boston,  1950, 
National  Recreation  Association  standard  adapted  to  tlie 
Boston  Area) t  222  square  feet  per  elementary  school-age 
child  (see  R-212  (3A)  p.  9  of  10). 

(2>  Total  projected  n;sinber  of  elementary  school  ago 
children  in  project  area*,  196St  4,205 

•Sot  Including  Kotr©  Damo  Academy, 
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933,510  square  feet  or  21.4  acres  within  tho  project  area. 

(4)  Total  proposed  playground  aroai  Acres 

a)  Circuit  Street  (within  site  1-2)  2.75 

b)  Within  Washington  Park  3,50 

c)  Humboldt  and  PTaumbeck  (within  site  2-2)  2,00 

d)  Homestead  and  Harold  (within  sito  Z-6)  2.50 
g)  Adjacent  to  Ellis  School           -  1.75 

Total  Proposed  '         12,50 

Existing  Facilities  2*60 

Total  Playground  Facilities  15.10 

In  relation  to  the  need  as  indicated  in  (3)  above,  total  . 
playground  facilities  eire  not  in  excess  of  requirements, 

(5)  The  basic  principle  of  Boston's  capital  improvements 
program  is  that  new  playgrotind  facilities  shall  be  develop- 
ed in  conjunction  with  and  adjacent  to  school  buildings. 
This  policy  should  achieve  the,  most  efficient  utilization 
of  play  epace  and  whatever  economy  is  consistent  with 
adequate  fulfillment  of  needs. 

The  playground  therefore  is  designed  to  service  both  in- 
scl^ool  recreation  and  physiceil  education  programs  and 
out-of-fichool  recreation  both  organized  and  individualistic. 
The  playgrovind  adjacent  an  elementary  K-5  school  serves 
an  area  cotezminous  with  the  attendance  area  of  the 
school  and  a  child  popxilation  generally  from  5-10  years 
of  age.  ..     .■■'"■''. 

Design  facilities  of  the  proposed  playgrotands  reflect 
this  policy  of  the  capital  improvements  program.  There 
are  no  field  house  structures  as  the  school  building  will 
serve  this  function.  General  amenities  and  appurtenances 
will  consist  of  drinking  fountains,  tree  planting  and 
landscaping  for  buffering  and  visual  attractiveness  wheard 
desirable,  necessary  fencing,  drainage,  benches  for 
interested  adults  and  so  forth.  The  playground  itself 
will  consist  of  both  hard- surfaced  sureas  and  turf. 

Roughly  two-thirds  of  the  space  will  be  in  turf.  This 
space  will  provide  for  seasonal  activities  such  as 
kickbsJLl,  Softball,  Little  League  baseball,  tag  football 
or  soccer,  reliays  and  general  "running  around"  recreation. 
The  hard  surface  will  be  more  organized  \d.th  areas  laid 
out  and  fitted  for  volleyball,  dodgeball,  scaled  down 
basketball,  and  tennis,  areas  for  hopscotch,  jun^  rope, 
other  games  in  circles  or  squares  with  painted  lines. 
Approximately  25?^  of  the  area  will  bo  set  aside  for 
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for  i^parat^^j  with  area  for  youngor  cliildrea  separated 
frcsa  that  for  olclor  cawB  (3  yc'^ra  ana  up>.     Zfc  la  intended 
tliat  thia  eppax^tim  for  clircDsing,  crmaing,  swinging  aad 
CO  forth  i^ill  bo  imagiaatiirely  «l©isi.g?iod  ©o  as  to  hc^©» 
fully  call  for  the  iav^ntivenesa  of  the  cfSiildren  la 
dovJUsing  thoir  <mx  usoa  for  it, 

Jvtgtifioation  for  Par:^  Tptcilitiin^  '  .'■  ''""rV3 -' 

(1)     Parik  Standard  spjjlied  to  project  ar©3i  (teericaa 
JPubllc  Heal  til  Aaaociation)  s  1»5  acres  for  2,000  popula- 
tion or  loss  with  eax  additional  .5  acros  for  o&ch  1«000 
addod  pt^iulation. 

(2$    Total  projected  |»op«tilatiosk  ia  projeet  Axviii*^  196d« 
39,216 

(3)  Total  r@qiiirQ4  park  str^  Ma^  iw  <1)  dbovet    15«0 

'&croa 

(4)  Total  proposal  park  ar&at  3. 

a>     ^^mcend  m\d  Bmbol&c,  ■'*■■      1.00 

b)  Harold  ai5d  Kim^aoldt     :     ,         •. ;:  3.00 

c)  St.  JPasnos  Street  0»SO 

<»)■    ^©t  addition  to  t^eihington  V^&sfk  0.00*'*^ 

S^tal  S'roposed  •  4.7S. 

BKistiag  Facilitic©  (11*2«1«S*  j&cnes)        10. ,97 

Total  PaiSt  Facilities  15*72 

Zn  x^l^iOR  to  th0  n^ed  as  indicate  in  (3)  above,  total 
paxk  facilities  ax^  rtot  ia  escc@S9  of  rsquircmenta^ 

pif;iCX&r>t^.^f„Pf^.tit?<^pf^  Ictteir,  ,from  Parlis  ^and  .P.<!>cr^atioi^ 

^0  lettor  of  intcittt  ©igaed  ty/  tixe  Pacdc®  ana  Eeereatlda, 
Co£is)i&s:ionor  sti^ifies  ititat^tiosts  to  epimd  $745,000 
«stissatM  wlthiii  l^^stshingtozt  l^ark* 

This  iadudess 

%55©  par5t  facility  originally  ptxx^^^  at  fJashingtoa  «nd 
Cobdett  0trci&t£i  is  not  in  th#  fineO.  Urbon  Zlono'i^al  ?laa« 

*i7ot  including  irotr©  Pass©  i^cadcss^, 
♦•Passive  park  area  of  l.S  acrca  is  prc^>o&Q<3  to  be  cca>» 
.-  -vorted  to  part  of  aa  iwrtiv©  reoreatloa  aroa^  (i.©» 

Playground  faoility)  of  Xm%  iicro9* 
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a.     Sharks  and  Plaaaa  520^000 

to*     Play^roxmds  225,000 

An  alteaatJLoa  of  The  Plan,  riot  roflecfced  in  the  letter, 

ellcdnatca  tfa©  proposed  parlc  facility  at  Cobden  ar^ 
Waahington  Streota  ©  $20,000,  tov  an  altered  total  as 
£Siown  balovr. 

■        -^      '''  '    •  ■;■  .   , 

a.     St,  Japics  Park  140,000 

I>al©  and  Walnut  Park  20,000 

rownscndl  mid  EuGOxsldt  Plassa  80,000          / 

Crawford  Street  Parfc  240,000 

Iflishington  Park  Addition  120,000 

$500,000 

!>•     Washington  Park  Playground  150,000 

Alpiiwj-Circuit  Playground  17,500 

BuEdDoldt*l?auiub0Ck  Playground  17,500 

Bllia  Playground  17,500 

Son^atoad-Harold  Playground  17,500 

Elm  Ilill  Tot  Lot  2,500 

l?alnut  Park  Stot  Lot  2.500 


$225,000 


^M&TAB'*  vAs-a-via  *'Par1ta" 


In  th©  d©eignation  of  park  facilitioji,  th©  terms  "plasa" 
and  "park"  can  bo  used  intorchangably  &xcispt  for  subtl© 
difforoncoa  in  final  design  which  need  iiot  be  roflectod 
in  present  coat  eatiisatGa* 
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B*     CORBtamlfcy  Center    (se©  Sxliiblt  S) 

<l)i  liv'^ashlngton  s>ark  Cooscnunity  center 

I960  census  Total  Population  o£  Sorvico  District  22,703 
2.0SS  I960  Census  Project  population  10>579 

1960  Census  population  Out&iSe  project  12,124 

Plus  1968  E&timsitod  project  ipopulatioa  _10,i300 

22,924 


12,124  <»  3.9  persons/^  <•  3,464  Families  outside  project 
10,800  .»  3.8  pereons/DU  •  2,642  project  Feoiliee 


percentage  crctSit  45.1!^ 

$500,000  Z  45%  «  $225,000  ereait  claimed 

(2>  l^oosevelt  Ccsummilty  Cent'^r,  Cgleirtoit  Sguaro 

«i«     1!^60  Ccmmss  Total  Poipulation  «f  Ski»rvioei  24,175 

Dietriot 

XiGSS  11^0  C^n^vTs  Project  Portion  *15^343 

1960  Population  Oat£il<2®  Project  8,S32 

Plus  IS^a  Project  Estimated  Po|3ulation  ±10^416 

27,243 

b.     8,S32-t-3.S  persons/DU***  2,523  Fssmilies 
10,41S  ♦  3.8  pcrsong^^U**  «  4^46  families    • 

7369  lS*otal  Families 


Percentage  CretJit 
*ror  aetezTQinstion  of  ^stdx.  ecedit,  see  I^>os0<tralt  Jtiniii^r 
High  School,  E{2). 

•*Estixaated  Project  density  in  1963 


C(l)  Roxbury  District  Courthouse  (Sea  Exhibit  6) 

Justification  as  to  families  servecl 

1960  Census  Total  Population  of  District  132,370 

Ziess  1960  census  Project  Peculation  25,922 

1960  population  Outside  project  106,448 

Plus  1968  Botimated  project  population  29,216 

135,664 


106,448  f  3.2  persons/DU  •>  33,265  Families  outside  project 
29,216  »  3.8  persons/bU  s  7,688  project  families 

40,953  Total  j^amilies 


percentage  Credit        18«8?i 


$2,000,000  X  18.8%  ■  $376,000  credit  claimed 
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C(2)  Municipal  servlcas  Wing  <see  Exhibit  7) 

Justification  as  to  families  served       , 

(a)  1960  Census  Total  Population  of  Proposed  148,936 

Service  Area 

Less  1960  census  project  population  25,922 

1960  Population  Outside  Project  123,014 

Pluo  1968  Estimated  project  population        29,216 

152,230 


123,014  f  3.2  persons/bU  ■  38,442  Families  Outside  project 
29,216  4  3,8  persons/DU  «  7,683  project  Families 

46,130  Total  Familiea 


Percentage  Credit        16 #66^ 
$250,000  X  16.7^  -  $41,750  credit  claimed 

(b)  Functions  :■!_.,  :^  ''■'.r'"'  ■' 

Boston's  capital  iraprovemanto  program  for  1963-1975  pro- 
poses to  provide  three  municipal  services  buildings.  Their 
function  will  be  to  bring  to  the  city's  neighborhoods  the 
decentralized  office  operations  of  those  city  agencies  which 
have  continuous  or  intermittant  close  contact  with  the  pub- 
lic. 

Among  the  agencies  ih  .this  category  are  the  new  office  o:^ 
neighborhoaa  improvement,  welfare  department,  department 
of  veterans  service,  the  Redevelopment  Authority,  the 
collector-treasurer  and  even  related  private  bodies  such 
as  Action  for  Boston  Community  Development. 

permanent  district  office  space  for  supervisory  and  staff 
services  to  several  local  operating  units  In   the  area  would 
be  available  to  departments;  health,  and  paries  and  recrea- 
tion for  example.  Intermittent  field  offices  for  operations 
of  short  direction  would  be  available  as  will  various  meet- 
ing rooms  for  public  hearings,  routine  and  special  meetings 
of  state  and  city  agencies  which  for  convenience  to  the  pub- 
lic ought  to  be  held  in  the  neighborhood. 
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Three  such  municipal  eorvlco  facilities  aro  proposed,  serv« 
ing  the  districts  roughly  of  Roxbury,  Dorchestor  and  wost 
Roxbury-Hyde  Patk  as  shown  on  tho  enclosed  map.  The  remalxv- 
der  of  the  city  vrould  be  served  by  City  Hall* 

The  Roxbury  facility  will  be  the  first  of  those  and  le  pro* 
posed  as  a  wing  on  the  new  courthouse.  This  provides  maxi- 
mum flexibility  In  the  future  for  functions  housed  in  each 
section. 
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D.  Fird  Stations 

The  Washington  Parle  area  is  served  by  fire  stations  outside 
its  boundaries.  The  workload  of  the  Fird  Department  is 
greater  in  the  Washington  parlc  Urban  Rcne\^7al  Area  than  in 
othor  parts  of  Boston.  While  this  workload  is  expected  to 
decline  as  the  urban  renewal  plan  is  executed ,  there  is  a 
definite  need  for  modern  fire-fighting  facilities  in  and 
around  the  Washington  park  area.  Accordingly,  the  Pire  De- 
partment plans  to  construct  two  new  fire  stations  to  serve 
the  Washington  p£irk  area.  These  stations  will  be  located 
Just  outside  the  reneweuL  area's  boundaries. 

Fire  Station  1,  will  have  a  service  area  of  approximately 
800  acres,  including  400  acres  in  the  Washington  Park  Urban 
Rencvral  Area.  Relative  benefit  to  the  project  area  is 
determined  as  follows* 

400/800  X  $350,000  m   $175,000  Credit  Claimed 

Fire  station  2,  will  have  a  service  area  of  about  800  acres, 
including  80  acres  in  the  Washington  park  Urban  Renewal  Area. 
Relative  benefit  to  the  project  area  is  determined  as  follows i 

60/800  X  $350,000  «  $35 « 000  Credit  Claimed 
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B»  Bdhoola 


Exhibit  2 
Esdiibit  3 
Ewchibit  4 


Attacliecl  herewith  ar©  statistical  juetificationa  for  proposed 
school  facilities  and  an  accorsjanying  cet  of  maps  indicating 
a)  tliQ  basis  for  estimating  elementary  and  junior  high  ©chool 
pppiilation  eervod  by  th©  facilities  under  consi deration  in 
tho  Wasliington  Park  Urban  Renc^;al  Plan,  and  h)   tho  eervic© 
areas  of  these  facilities  aa  veil  ao  servico  areas  of  adjst- 
ccnt  facilities  of  the  carao  cliaractof.  In  tlie  Instsmce  pf 
elcsnontary  sdiool  facilities ,  however,  all  eorvico  arca0  ar© 
contained  with  the  boiandarioa  of  the  project  aroa  and,  there- 
fore, adjacent  ssorvico  aroaa  are  not  indicated* 

Acooa^anylng  exliibit  maps  aro  sutsnlttod  horowith  as  follows  t 

E:diibit  2t  Indicates  tho  boundaries  of  tw>  eub-aroaa  within 
the  project  area,  nortii  and  south  of  th©  proposed 

c*:o^c>tcv;ii  bccrosstown  boulevard,  within  which  papulation  ana- 
lysis and  projections  have  bo©a  mad®  as  the  basis 
for  school  facility  planning*  This  exhibit  aleo 
indicates  thQ  proposed  pupil  capacities  of  c:cist- 
ing  school  facilities  proposed  to  rgroain  an<2/or 
b©  converted  and  propossed  new  school  construction 
to  take  place  within  institutional  r<meie  sites 
1-2,  1-5,  and  X-G,      ■-■■  v 


Exhibit  3x  Indicates  the  appro^dmate  boundarie^t  of  sections 
of  the  project  area  to  bo  served  by  eadhi  elenten- 
tajy  cdiool  facility* 

Exhibit  4e  Tho  proposed  boundaries  of  areas  to  bo  served  by 
o:aisting-to-rcrjiain  and  proposed  new  junior  bi^ 
school  facilities* 

Attaclied  herewith  is  Letter  of  Intent  frcsn  the  Scihool  Depart- 
mont,  the  providing  entity,  ccffif inning  tlie  conclusions  of  th® 
estimates  presented  hore^dlth,  and  submitted  as  E«226(2)(g)* 

.fgohool  £*opiiXation.  B^tintates 

These  estimates  are  based  on  projections  furui^iod  by  the 
school  buildings  needs  consultant,  tlie  Harvard  Uixiversity 
Graduate  Scliool  of  Education,  as  publicilied  in  tho  report 
"Boston  Schools  —  1S62**  School  enrollmenta  for  1965  and 
1970  as  furnished  arc  based  on  several  variables  studies 
by  census  tz^cts  and  (^1^  areas  s  recorded  births,  Age  of 
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Ktotliers  and  fertility  ratios,   eurvival  rates,  public  housing 

difforontiais,  not  Eiigrations,  noa-whito  residential  patterns 
<md  iRoverciont.  treada,  and  loor^-public  sdiool  attendance  pat- 
terns and  trends,     ^^cse  figures  v^ro  furnished  based  on 
exiating  conditions  in  1960  with  th©  e;:pectatioQ  of  adjust- 
raeiits  hy  cua  staff  in  the  cours©  of  project  plsnniiig  for 
Jfadjington  Parle. 

r 

Such  adjusrtssents  for  the  tfaahington  Parle  projoct  area  ar© 
shCw'n  in  tlie  following  talaleo,  divided  into  reasonable  atten- 
dance districts  in  consultation  witli  the  Boston  School  ]?cpart«* 

BiOnt. 

<1)  Elesnentaxy  Schools 

As  reflected  in  Exhibit  2,   tla©  project  area  (c;:cluding  Kotrs 

Bara©  Mc&ckssy)   was  divided  into  tw>  sub-areas  for  the  purpose 
of  population  analysis  and  projections  District  "A"  and 
District  "B".  Sho  folloi/ing  data  and  analysis  constitutes 
the  justification  for  proposed  elesientaxy  schools  and  also 
provides  the. basic  population -„analvsis. 
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District  "A"t  Horth  of  Crosstovm  Bouloyard 

proposed  School  FacllitiGSs  Lewis  Junior  High, School  converted 
to  an  elementary  school  (and  renovated)  for  900  pupils;  a  new 
Glonjontary  school  (within  the  reuso  site  dosignatod  1-2  in  the 
Proposed  Land  Use  Plan)  for  330  pupils.  Both  school  facilities 
ar©  to  bo  ready  for  occupancy  by  1966* 


Total  NO.  of  DU's  (1962) 
Vacancy  Ratio  (1962) 
Total  occupied  DU*s  (1962) 
Total  population  (19G2) 
per  Cent  Kon-V7hito  population 
Persons/occupied  DU  (1962) 


10% 


6554 
3,5 


2,598 

259 

2,339 

8,187 


Existing  Occupied  DU*s  to  be  Demolished  (1963-1966) 
Existing  occupied  DUVs  to  be  Rehabilitated  (1962) 
Estimated  Vacancy  Ratio  (1966)  434 

Estiraatcd  Total  Occupied  DO*©  to  be  Rehabilitated 

(1963-1966) 

proposed  Acreage  of  SJew  Rocidential  Construction  25,5 
Average  Proposed  Density  of  Primary  Residential  30  DU*e/ 

Reuses  Nat  Aero 

Total  Proposed  New  DU*s  (1956)  765 


1,245 
1,094 


1,149 


Estimated  vacancy  Ratiq,  (1966)  2%  15 

Total  Estimated  occupied  now  DU*s  (1966)  750 

Total  Estimated  Occupied  DU*s  in  District  "A"  (1966)    1, 


Not  Change  in  Occupied  DU's  (1962-1966)  -440 

per  cent  Change  in  Occupied  DU's  (1962-1966)     •18.8?i 
SEtitnated  Per  Cent  Kon-VJhite  Population  (1966)    QO^ 
Estimated  Personis/Occupicd  DU  (1966)  3*8 

Estiroated  Total  Population  (1966)  7,216 

Estimated  i^et  Population  Change  (1962-1966)  -971 

per  cent  Change  '»11«9% 


K-5  pupil  population,  "District  At  (1962) 
parochial  school  Enrollment  (10%)  (1962) 
Public  School  Enrollment  (1962) 


897 

81 

816 


Estimated  K-5  Population,  "District  A"  (1965)* 
Estimated  Parochial  School  Enrollment  15%) 
projected  public  School  Enrollment  (1965) 


1,076 

51 

1,025 


Estimated  K-5  Population,  -District  A"  (1970)*  i^'^'^S 
Estimated  pa: cent  Uet  Population  Ciianga  (L966*-197Q  -ILSji*"  -175 
Estiniated  Net  K-5  population  (1970)  1,300 


*Boston  Schools  -  1962,  Harvard  Study;  extrapolation  by  BRA  staff 
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Estimated  Parochial  School  Enrollmont  (1966-1970)   556  65 
projected  Public  School  Enrollmont«  K.-5,   District 

"A"  (1965-1970)  1,235 

proposed  K-5  pupil  Spacss,  District  "A*  (1965-1970)  1,230 


This  analysis  assumes  that  reduction  or  increas®  of  projected 
pupil  population  vd.ll  ho  proportionate  to  total  population  re- 
duction or  increase  resulting  from  changes  In  the  number  o£ 
occupied  dvTolling  units  and  parsons/occupied  d\i^lling  unit  dur- 
ing and  itnmodiately  subsequent  to  project  execution. 
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District  "B"8   gouth  o£  Crosstovm  Boulevard**  , 

proposed  School  Pacilitiess  W,  L.  Garrison  School  (existing 
pupil  capacity?  690) ;  H,  L,  Higginson  (existing  pupil  capacityi 
300);  D,  A.  Ellis  (existing  pupil  capacityj   640  pupils). 

Existing  pupil  capacity  to-be-rotained t  1,630 

New  eleraentary  school  (within  thQ  reuse  site  daoignatod  1-5 
in  tha  Proposed  Land  Us©  Plan)  for  660  pupils.  Now  elomen- 
tary  school  (within  tho  reus©  sit©  dasignat<3rd  1-6  in  the  pro- 
posed Land  Uso  Plan)  for  660  pupils. 

Proposed  ne\s7  pupil  capacity:  1«320 

Total  Proposed  Pupil  Capacity;  2,950 

Total  Ko.  of  DU's  (1962)  6,508  , 

Vacancy  Ratio  (19G2)  5%  329  - 

Total  occupied  DU's  (1962)  '         6,269 

Total  Population  (1962)  '  20,060 

Per  Cont  iJon-Tvliite  population  65% 

persons/Occupied  DU  (1962)  3,2 

Existing  occupied  DU*s  to  :ba  Demolished  (1963-1968)  1,317 
Existing  occupied  DU*s  to  be  RehabilitatQd  (1962)  4,952 
Estimated  Vacancy  Ratio  (196S)  454     206 

Estiaatfid  To'tai  Oceapied  W*B  t&bh^  Sehabiiitated 

(1963-1908)  .         5,158 

Proposed  Acreage  of  Ksw  Residential  Construction** 21. 5 
Average  proposed  Density  of  primary  Residential 

Rouses  30  DU*0/ 


Set  Acre 


Total  Proposed  Kew  DU*s  (1968)** 

Estimated  Vacancy  Ratio  (1968) 

Total  Estimated  Occupied  Hew  DS7*s  (1968) 

Total  Estimated  occupied  DU*s  in  District  "B* 

Net  Change  in  occupied  DU*3  (1962-1968) 
Per  Cont  Change  in  occupied  DU's  (1962-1968) 
Estimated  Per  Cont  Non-lihite  population  (1963) 
Estiraatsd  persons/Occupied  DU  (1368) 
Estimated  Total  Population  (1963) 
Estinated  Ket  population  Change  (1962-1968) 
per  Cent  Change 

K-5  Pupil  population.  District  "B"  (1962) 
Parochial  School  Enrollmont  (1962) 
Public  Scliool  Enrollniont  (19o2) 


645 

7% 

13 

:jZ2 

632 

(1968) 

5,790 

-479 

-7.7?6 

805^. 

3.8 

i 

22,000 

1,940 

9.79i 

2.135 

105i 

210 

1,925 

**Excluding  tho  Kotra  Damo  Acadeay  Sita 
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Estimated  K-5  population.  District  "B"  (1970)*  2,850 

Estimated  per  Cent  population  Chango  9.75^^  276 

Estimated  I^st  K-5  population  (1970)  3,126 

Estimated  parochial  School  Enrollmciit  (1970)  5%           156 

projected  public  School  Enrollrcent,  K-5,  District  2,970 

"B"  (1970) 

proposed  K-5  pupil  Spaces,  District  "B"  (1970)  2.950 

^This  analysis  assumes  that  reduction  or  increase  of  projected 
puTsil  population  will  hQ  proportionate  to  total  population  re- 
duction or  increasa  resulting  froia  clicing<2S  in  tho  nurabor  of 
occupied  dv.'slling  units  and  persons/occupied  dv/alling  unit  dur- 
ing and  iirsticdiatoly  subsequent  to  project  execution. 

*Boston  Schools  -  1962,  Harvard  Study;  extrapolation  by  BRA  staff 
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(2)  Junior  High  School  Enrollment  Projection 

Ehes©  are  based  on  tho  Harvard  Sdliool  Study  as  modified  by 
h^^.   staff  to  reflect  detoilsd  project  planning  and  tho 
shift  in  dwelling  units  proportionately  from  north  to 
south  within  tlie  project. 

Total  6-8  in  1963         1,500 

North  of  the  crosstov;n       500 
South  of  the  crosstc\\ni     1,500 

Ml  pupils  will  attend  schools  located  outside  tlie 
project  boimdary  and  the  present  Lewii^  Junior  High 
Scliool  v/ill  be  converted  to  an  elementary  as  suggested 
in  the  Harvard  report.  District  linos  proposed  are 
shown  on  enclosed  map. 

District  "B" 

I^jUrolDor  of  pupils  east  of  Elm  Hill  Avenue  attending 
e;5:isting  school   (Cai^pbell)  200 

Kimber  of  pupils  vest  of  Elm  Hill  livenu©  attending 
new  T.  Jloosevelt  Junior  High  ScIiool  SCO 

Cost  of  converting  Eoosevelt  and  adding  830  spaces  for 

regular  and  special  classes  and  fecial  £aeilit£©s  © 
$2,500/pupil  equals  $2,075,000 

800/830  X  2,075,000  »  $2,000,000  Credit  Claimed 

District   "A" 

North  of  Boulevard  District  "A"  500 

Attending  ne^f  Junior  high  sshool  noar  Dearborn 

and  Dudley  Street  250 

Attending  new  junior  hi^  school  near  Winthrop 
playground  250 

Estimated  cost  of  new  facilities  &  $2,500  per  pupil  (as 
shoxKi  in  Harvard  Study  and  in  Letter  of  Intent  of  School  ■ 
Department)  $1,250,000 

Plus  Roosevelt  School  Addition  2>000,000 

Total  Credit  Claimed  for  junior  high  school  §3,250,000 
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Total  capacity  o£  both  Dudley-Dsarbom  and     i,200 
Winthrop  junior  Iiigh  schools 

.250  ^  2054  of  eadi  student  bo<3y  from  project  area   i 


*  25  « 

Police  Station 

A  neiJ  police  station  costing  $700,000,  to  replace  and  con- 
solidate the  operations  of  txira  existing  outmoded  police 
stations  is  proposed  to  he  constructed  in  the  new  civic 
center.  Total  service  area  of  the  proposed  police  station 
x^ill  bo  4/000  acres  and  includes  502  acres  in  the  Washing- 
ton Park  Renewal  Area,  Credit  as  non-cash  local  grant-in- 
aid  to^;ard  the  Washington  Park  Urban  Renewal  Area  as  followa« 

.  503  _  X   §700,000  «  $87,500 
4,000 


^!^  THE  SCHOOL  COMMITTEE  OF  THE  CITY  OF  BOSTON 

ADMINISTRATION  BUILDING,  15  BEACON  STREET 
BOSTON  8,  MASSACHUSETTS 


OFFICE  OF  THE  SUPERINTENDENT 

REDHaUCK  J.    GILLIS,   PhJ).  ^  FX  t.  \«*>  1. 1  V  d  L-^ 

SupOTintendcnt  March    26,     19o3  ' 

MAR  2  81963 

Mr.  Edward  J.  Logue,  Development  Administrator         gOSton  Redevelopment  Authority. 

Boston  Redevelopment  Authority 
1108  City  Hall  Annex 
Boston  8,     Massachusetts 

Washington  Park  , 
Dear  Ifr.  Logue:  Renewal  Area 

1  have  reviewed  the  Boston  Redevelopment  Authority's  proposed 
plan  for  Washington  Park  as  it  relates  to  public  schools,  and  I  am 
pleased  to  inform  you  that: 

A  1.  There  is  need  for  the  construction  of  a  new  elementary  school 
on  the  west  side  of  Humboldt  Avenue  between  Karrishof  Street 
and  Waumbeck  Street,  on  a  mutually  agreed  upon  site  of  about 

2  acres,  -adjacent  to  recreation  and  physical  fitness  space  of 
about  3  acres,  as  referred  to  in  paragraph  B-2  below.  At  the 
appropriate  time,  I  shall  recommend  to  the  School  Committee  that 
it  allocate  funds  for  land  acquisition,  plans,  construction,  and 
furnishings. 


% 


The  School  Department  estimates  that  the  enrolment  of  this  school 
will  be  appro:>draately  660,  and  that  more  than  SO/o  of  the  student 
body  will  come  from  the  VJashington  Park  Renewal  Area.   The 
estimated  cost  is  $1,500,000. 

Based  on  present  population  estimates,  it  ■vri.ll  be  necessary  to 
complete  construction  of  this  building  by  19^5 • 

2.  Based  upon  your  pop\ilation  estimates  (contained  in  your  letter 
dated  November  15,  19^2),  there  is  possible  need  for  a  new  elemen- 
tary school  in  the  Alpine  Street/Circuit  Street  area,  on  a  mutually 
agreed  upon  site  of  about  2  acres,  adjacent  to  a  physical  fitness 
and  recreation  space  of  approximately  3»7  acres,  as  referred  to  in 
paragraph  B-2  below.   IiJhen  the  need  becomes  apparent,  I  shall 
then  recommend  to  the  School  Committee  that  it  allocate  funds  for 
land  acquisition,  plans,  construction,  and  furnishings. 

The  School  Department  estimates  that  the  enrolment  of  this  school 
VJill  be  330,  and  that' more  than  80^  of  the  student  body  will  Qorae 
from  the  Washington  Park  Renewal  Area.   The  estimated  cost  IS 
approximately  $826,000. 

Therefore,  it  may  become  necessary  to  have  this  building  completed 
by  1966. 
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A  continued: 

3.  Based  upon  your  population  estimates  (contained  in  your  letter 
dated  November  15,  1962),  there  is  possible  need  for  a  new 
elementary  school  on  a  mutually  agreed  upon  site  in  the  Homestead 
and  Seaver  Street  area  or  on  the  David  A.  Ellis — M.Gertrude  Godvin 
sites,  containing  about  2  acres,  adjacent  to  a  physical  fitness  and 
recreation  saace  of  approximately  3  acres  as  referred  to  in  paragraph 
B-2  belox-7.   VPnen  the  need  becomes  apparent,  I  shall  then  recommend 
to  the  School  Committee  that  it  allocate  funds  for  land  acquisition, 
plans,  construction,  and  furnishings. 

Based  on  your  orojeoted  enrolments,  the  School  Department  estimates 
that  this  school  should  accommodate  approximately  66O  pupils,  and 
that  more  than  QOfo   of  the  student  body  will  come  from  the  Washington 
Park  Renewal  Area.   The  estimated  cost  is  $1,500,000. 

Therefore,  it  may  become  necessary  to  have  this  building  completed 
by  1968. 

k.    Based  upon  your  projected  population,  the  School  Department  estimates 
that  by  1970  approximately  I5OO  children  from  the  Washington  Park 
Renewal  Area  will  be  attending  junior  high  schools  located  outside  of 
but  serving  the  Washington  Park  area.   The  School  Department  may  have 
to  provide  additional  accomraodations  for  I3OO  children,  at  a  total 
cost  of  $3,250,000. 

At  the  appropriate  time  I  shall  recommend  to  the  School  Committee 
that  it  allocate  funds  for  land  acquisition  and  construction  of 
additional  junior  high  school  space. 

5.  There  will  be  need  for  remodelling  and  modernizing  of  the  Lewis  School 
building,  to  accommodate  the  Julia  VJard  Kowe  pupils;  This  building 
iiiill  house  an  enrolment  of  9OO  elementary  school  children.   The 
estimated  cost  is  $300,000.,  and  more  than  QOfo   of  the  student  body 
will  come  from  the  Washington  Park  Area. 

At  thiO  appropriate  time,  I  shall  recommend  to  the  School  Committee  that 
it  allocate  funds  for  plans,  remodelling,  modernizing,  and  furnishing. 

Based  on  the  completion  of  an  addition  to  the  Theodore  Roosevelt  School 
in  1965,  to  house  junior  high  school  pupils,  the  Le^d.s  School  building 
should  be  ready  for  occupancy  in  I966. 

B.   In  consideration  of  these  intentions,  the  School  Department  expects 
the  Boston  Redevelopment  Authority  to: 

1.  Sell  to  the  City  of  Boston  for  the  use  of  its  School  Department,  at  a 
fair  market  price  for  undeveloped  land,  such  amount  of  cleared  land  as 
"is  necessary  for  the  construction  of  schools  described  in  paragraphs   , 
A  1,  A  2,  and  A3. 
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B  continued: 

2.  Provide  a  total  of  at  least  9.7  acres  of  cleared  land  adjacent 
to  the  schools  described  in  paragraphs  A  1  to  A  3  inclusive  for 
recreation  and  physical  fitness  purposes.  This  land  will  be 
used  by  the  schools  during  school  hours.   The  land  may  be  pro- 
,vided  either  by  sale  at  fair  market  price  of  undeveloped  land 
to  the  School  Department  or  by  dedication  to  the  Parks  and 
Recreation  Department  for  school  and  community  use.   "Cleared" 
land  is  understood  to  mean  land  cleared,  filled,  and  levelled 
ready  for  nevr  construction. 

C.  In  furtherance  of  the  Washington  Park  Renewal  Project,  I  shall 
at  the  appropriate  times  recommend  to  the  School  Committee 

(a)  that  it  declare  no  longer  needed  for  school  purposes  the 

schools  listed  below 
and 

(b)  that  the  School  Committee  request  the  Board  on  Sale  of  Land 

and  Buildings  to  sell  to  the  Boston  Redevelopment  Authority 
at  a  fair  market  price  for  a  school  in  operation: 

1.  Julia  VJard  Howe  School,  including  its  site  of  about  .8  acre, 
sale  df  which  will  be  contingent  upon  completion  of  the  school 
described  in  paragraph  A  5  above. 

2.  VJ.  L.  P.  Boardman  School,  including  its  site  of  about  .^  acre, 
sale  of  which  will  be  contingent  upon  completion  of  the  school' 
described  in  paragraph  A  1  above. 

3.  Williams  School,  including  its  site  of  about  .6  acre,  sale  of 

,  which  T-ri-ll  be  contingent  upon  completion  of  tbe  school  described 
in  paragraph  A  1  above. 

D.  It  must  be  understood  that  the  School  Committee's  allocations  of 
funds  for  land  acquisition,  plans,  construction,  and  furnishings 
for  the  school  buildings  listed  under  A  above  i-ri-ll  be  contingent 
upon  the  appropriation  by  the  Mayor  and  the  City  Council  of  the 
necessary  monies.  , 

E.  Tl\e  Boston  Redevelopment  Authority  may  use  this  letter  as  a 
"Letter  of  Intent"  for  the  purposes  of  securing  local  and  federal 
approvals  of  the  Washington  Park  Renexral  Plan, 

f 
Very  truly  yours, 


^^i^ 


Superintendent  of  Pusiic  Schools 


MEF 
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G.     BozHUi  Clinic  {See  Eidiibit  10) 

A  health  clinic,  costing  $400,000,   is  proposod  to  hQ  constructed 
on  tho.  comer  of  Totsissnd  and  Warrsn  Streets  aund  will  rcploc© 
zn  oiscoicte  facility  presently  located  in  that  vicinity, 

Eis  clinic  id.ll  b©  dccigjiod  to  serve  a  general  population  of 

50,000  persona*     Slie  service  aroa  cncCQipass^ss  the  catire  proj* 
ectcd  populjrtion  of  25,000  persona  for  tlio  Wasliington  Parle 
Urban  Honovml  ^Tirea,     Credit  as  a  non-ca^  local  grant-in-aid 
to  tiiG  ^':;txchington  Pas^  Urban  Renewal  Area  Projoct  ia  calcu- 
lated as  followss 

25,000/50,000  X  $400,000  «  $200,000 

$200,000  credit  is  clai^icd  towaxd  non-cash  local  gxaata-in- 

aid  for  IKishington  Paris  Uriiifaa  EonG^i^UL  iUrea. 
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H.  Libraries  (See  Exhibit  11) 

TliQ   Urban  Renewal  Plan  contains  provisions  fojc  the  construe* 

tion  of  t"»iK>  brancli  librcirios. 

Library  1,  costing  $370,000,  will  he   located  in  the  new 
civic  center  at  DudlGy  Square  and  will  bo  doaigncd  to  eorve 
10,000  families.  In.   accordcince  with  the  projected  residen- 
tial development  under  Urban  Renewal  Plan,  the  service  area 
of  this  library  will  enconipass,  3,000  families  living  within 
the  Wasliington  Park  Urban  Renewal  Area,  Follor.i^ing  the  for- 
mula set  forth  in  Section  17-4-2  of  tho  Utban  Renewal  Manu- 
al, relative  benefit  and  credit  as  a  non-cash  local  grant- 
in-aid  to  the  Washington  Park  Urban  Renewal  Area  is  cedou- 
lated  as  follows: 

3,000AO,O0O  X  $370,000  «  $110,000 

Library  2,  costing  $370,000,  will  be  located  within  the 
X^ashington  Pcirk  Urban  Renewal  ?<rea  at  the  comer  of  Craw- 
ford and  Warren  Streets  arid  will  servo  10,000  families, 
including  5,000  families  fron  tlie  project  area  in  accordance 
with  rosidenticxl  developraent  plans.  Credit  is  calculated  as 
follows? 

5,000/10,000  K   $370,000  «  $185,000 


APPLICATION  FOR  LOAl^  AND  GRANT  BItJDER  NO. 

PART  lis   LOCAL  PROJECT  APPROVAL  DATA 
PROJECT  NO.  h'lASS,    R-24 

Washington  Park  Urban  Renewal  Area      SUBMISSION  DATE; 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


DISPOSAL  OR  COOPERATION  AGREEMENT        CODE  NO.  R-310 
WHEN  REQUIRED  PRIOR  TO  PART  II  APPROVAL 


This  section  is  not  applicable  because  disposal  or  cooperation 
agreements  are  not  required  prior  to  approval  of  Part  II  for 
land  to  be  redeveloped  for  public  or  nonprofit  use. 
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APPLICATION  FOR  LOAN  Al^  GRANT  BINDER  NO. 

PART  lis   LOCAL  FRQJ'ECT  APPROVAL  DATA 
PROJECT  NO.  KAS3.  R-24 

Washington  Parle  Urban  Renewal  Area      SUBMISSION  DATEs 
Boston  Redevelopment  Authorit^r 
Boston,  liassachusetts 


STATEMSITT  REs   DISPLACEMENT  AND  CODE  NO.  R~311 

HOUSING  RESOURCES  DATA 


This  section  is  not  applicable  because  the  displacement  and 
housing  resources  data  submitted  with  Fart  I  are  still  valid. 


»4' 
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